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ADVERTISEMENT 
BOSTON  REDEVELOPMENT  AUTHORITY 


One  City  Hall  Square,  Boston,  MA. 


INVITATION  FOR  BIDS 

The  Boston  Redevelopment  Authority  will  receive  sealed  Bids  for  Contract 
for  Historic  Restoration  Work,  12  Morley  Street  in  the  Kittredge  Square 
Project  No.  Mass.  R-167,  until  12  NOON,  Boston  Time  on  November  12,  1980 
at  City  Hall,  9th  Floor,  Room  910,  Boston,  Massachusetts,  Attention 
Rehabilitation  Department,  at  which  time  and  place  all  Bids  will  be 
publicly  opened  and  read  aloud. 

The  work  will  consists  of  HISTORIC  PRESERVATION  WORK,  EDWARD  EVERETT  HALE 
HOUSE,  12  MORLEY  STREET,  ROXBURY. 

Proposed  forms  of  Contract  Documents,  including  Technical  Specifications 
are  on  file  at  the  office  of  the  Boston  Redevelopment  Authority,  City  Hall, 
9th  Floor,  Room  910,  Boston,  Massachusetts. 

Copies  of  the  Contract  Documents  may  be  obtained  by  depositing  $25.00  in 
cash  or  check  payable  to  the  Boston  Redevelopment  Authority  for  each  set 
of  documents  so  obtained.  Each  such  deposit  will  be  refunded  if  the 
Drawings  and  Contract  Documents  are  returned  in  good  condition  within 
ten  (10)  days  after  Bid  Opening. 

Bids  shall  be  accompanied  by  a  Bid  Deposit  in  the  form  of  a  BID  BOND,  or  CASH, 
or  a  CERTIFIED  CHECK  on,  or  a  TREASURER'S  or  CASHIER'S  CHECK  issued  by,  a 
responsible  bank  or  trust  company,  payable  to  the  Boston  Redevelopment  Authority. 
A  bid  bond  shall  be  (a)  in  the  form  satisfactory  to  the  awarding  Authority  (b) 
with  a  surety  company  qualified  to  do  business  in  the  Commonwealth  and 
satisfactory  to  the  awarding  Authority  and  (c)  conditioned  upon  the  faithful 
performance  by  the  principal  of  the  agreements  contained  in  the  sub-bid  or 
general  bid.  Bid  deposit  shall  be  in  an  amount  equal  to  at  least  ten  percent 
(10%)  of  each  proposal  for  HISTORIC  PRESERVATION  WORK. 

A  performance  Bond  and  also  a  Labor  and  Materials  or  Payment  Bond,  each  of  a 
surety  company  qualified  to  do  business  under  the  laws  of  the  Commonwealth  and 
satisfactory  to  the  Authority  and  each  in  the  sum  of  one  hundred  percent  (100%) 
of  the  contract  price  will  be  required  of  the  successful  bidder. 


-2- 


NOTICE  0?  RZOUI?,Z>!ZNT  F3R  .-_r7I?wMATI\T 
ACTION  TO  I2;SU:iZ  ZQU.iJ,  E2£?LC  I'T'lENT  C??Or.rj:>'IIY 
(ZliECuTIVZ  OPJT'ER  11246) 

The  CONTRACTOR'S  attention  is  called  to  the  "Equal  Cpportunity  Clause"  and  "Stan- 
card  Federal  Eaual  Opportunity  Construction  Contract  Specification"  set  forth  in 
this  part- 

The  goals  and  tinetables  for  ziincrity  and  feiuale  participation,  expressed  in  per- 
centage ter::is  for  the  CONTRACTOR'S  aggregate  -orkforce  in  each  trade  on  all  con-  • 
structicn  work  in  the  covered  areas  (See  pages  EEO-1  and  EEO-2  of  the  "bid  specifi- 
cations for  goals  and  tizsetables) . 

These  goals  are  applicable  to  all  the  CONTRACTOR'S  construction  vork  (whether  or 
not  it  is  federal  assisted)  performed  in  the  covered  ars-as. 

As  used  in  this  notice,  and  in  the  contract,  the  covered  area  is  Arlington,  "Boston, 
Belniont,  3rookline,  "Burlington,  Cambridge,  Canton,  Chelsea,  "Dedham,  Everett,  Maiden, 
Medford,  Melrose,  Miltop.,  Norwood,  Reading,  Revere,  SoEerville.,  Stoceham.  "Wakefield, 
Westfield,  "'estwood,  "Winthrop,  "Winchester,  Wobum,  and  the  Islands  of  Boston  Earbor, 
Massachusetts. 

The  attention  of  all  bidders  is  specifically  directed  to  TEE  CITY  OF  BOSTON'S  SUPPLE- 
MENTAL MINORITY  PARTICIPATION  AlTD    RESIDENT  PREFERENCE  SECTION,  ALSO  THE  BOSTON  RE- 
lEVELOPMENT  A"lTHORITY  EQUAL  OPPORTUNITY  COiPLIA^JCE  POLICY,  which  are  included  in 
the  Bid  Specifications. 

NOTICE 

The  attention  of  all  bidders  is  specifically  directed 
to  the  City  of  Boston  Supplemental  Minority  Participation 
and  Resident  Pref erence'Section  contract  provision  of  the 
specifications  and  the  obligations  of  the  contractor  and  _ 
subcontractors  to  take  affirmative  action  in  connection 
with  employcaent  practices  in  the  perforrnance  of  this  con- 
tract. 

The  wor'kforce  requirement,  (employee  canhour  ratios  per 
trade)  for  this  contract  are  as  follows: 

Minority  252 

Boston  Resident       50Z 
Feziale  lOZ 

No  bid  for  award'  of  this  project  will  be  considered  acceptable  unless  the  Contractor 
complies  fully  with  the  following  requirements  for  Minority  Business  Enterprise 
Utilization. 

Pursuant  to  t':\e    supplement  sinority  participation  section  of  the  City  of  Boston  and 
Boston  ~edevelopment  Authority's  contracts,  the  contractor  must  give  sacisractory 
assurince  that  at  least    30   ::  of  his/her  bid  price  shall  be  £--:penced  for  minority 
business  enterprise.   For  the  purposes  of  this  paragraph  ,  the  term  Minority  Business 
Enterprise  means  a  business  at  least  51  percent  of  which  is  owned  and  controlled 
by  mir.ority  ^rsup  members  who  are  Slack,  Hispanic,  Oriental,  or  .-j:erican  Indians . 


Included  --iih  Che  ccr.tracr  cccu^er.rs  are  czzi'is  of  the   r^ir.criry  Bus:  -.ss  Urili- 

zzz-Lc-z   ?:;  —  ,"  'Mi-criiy  Zusiness  Icenci ;  icat  i  ;n  £:ac£-=nr",  "Xi::oricy  Zusiness 

Uciliraticc  rrcgr&ss  F.eporr",  and  the  "!!ir.GriLy  ;'-:sinsss  and  the  General  Contrac- 
tor's Letter  Ox  Intint  . 

Zach  Ccntractor  =i2SC  co-plete,  sign,  and  file  --irh  his  bid  the  Minority  Business 
Utilization  Fortn.   Failure  to  do  so  vill  result  in  the  rejection  of  the  bid  pro- 
posal.  The  three  lowest  responsive  bidders  are  required  <:o  s,ub:rit  s  "Minority 
Business  and  General  Contractors  Letter  of  Intent,"   The  Letter  of  Intent  shall- 
be  ccr:rleted  and  signed  by  the  minority  business  enterprise  and  the  general  con- 
tractor -"ithin  five  cays  after  the  tine  set  for  receiving  bids.   At  the  request 
of  the  City  and/or  BRA  one  or  r:ore  of  the  three  Ic-est  bidders  3ay  also  be  re- 
cuired  to  submit  a  "Mi.nority  Business  Identification  Statement." 

Contractor  shall  also  avail  theizselves  to  the  list  of  siinority  businesses  to  be 
provided  by  the  B?A  through  the  Office  of  Minority  Business  Znterprise  to  faci- 
litate conpliance  with  these  requireizents. 

The  attention  of  all  bidders  is  specifically  directed  to  the  orovisions  of  the 
contract  documents,  including  -without  limitation,  the  notice  to  all  bidders  (in- 
cluding sub  bidders)  and  provisions  with  respect  to  bonds,  insurance,  ecus.!  eic- 
plo}~ent  opportunity,  -m-niirruai  vages,  t±ae  of  performance,  liqiiidated  dainages,  and 
the  requireziEnts  set  forth  in  the  specifications  or  supplemental  equal  eniploynent 
opportunity  anti-discriniination  and  affinnative  action  program  contract  provisions, 
and  the  requirenents  of  mandatory  ccnpliance  with  section  3  of  the  Housing  and  Ur- 
ban Developnent  Act  of  196S  and  Executive  Order  112^6.   A  statez;ent  of  work.force 
needs  as  required  by  Section  5  and  section  three  affirmative  action  plan  shall  be 
sucnitred  with  the  contractor's  proposal.   Table  AAP  -  1  to  Table  A_A?-3  and  Form 
AAP-1  and  Form  A-AP-2  on  pages  ST  1  -  ST  7  should  be  filled  out. 

Tnis  requirenient  wn.ll  be  strictly  adhered  Co.   Proposals  submitted  without  the 
required  forms  will  be  rejected.   No  bidder  shall  be  eligible  for  award  on  this  - 
project  unless  he/she  is  able  to  demonstrate  to  satisfaction  to  the  Authority  his/. 
her  ability  to  ccnply  with  these  requirements. 

Attention  is  called  to  all  prospective  bidders  that  they  are  required  to  attend 
a  prE-bid  conference  to  discuss  the  Federal,  State,  City  and  BRA  requireizents 
regarding  affirmative  action  and  ZED.   Also,  to  discuss  the  Minority  Business 
Utilization  Program,  and  goals  and  ti=;ecables  for  minorities  and  females.   This 
conference  will  be  held  with  the  Contract  Compliance  Officer  of  the  Boston  Re— 
cevelopnent  Authority,  Mr.  Keggie  Johnson,  on  Tuesday,  Octcber  28-  1980  at   10:00  AH 

in  P.com  501. 

The   Authority    reserves    the    right    to    reject    iny    or    all   bids    or    to   waive    any    in- 
formalities   in  bidding,    if    it   be    in    the    public    interest    so    to    do. 

Bifs    nay  be  hsic   by    the    Boston   Becevelcpnent    Authority    for    a    period    not    to    ex- 
ceed   thirty  -(jO)    days    frcm    the    fate    of    the    opening    of    bids    for    the   purpose    of 
reviewing    the   bids    and    i  r.  vest  ira  ting    the    cuaiif  ic  zt  ions    of    the   bidders,    prior    to 

BcsTc:;  ?ZL.z:~i.c?yz:iT  au7:-;c?.iiy 

BT:      V^^^.E    ilMCJilAl.', 
iLCf  £Tr_RY 


GOALS  AND  TIMETABLES   FOR  WOMEN   (NATIONWIDE ] 
Timetable  Goal   ' 


From  April  1,  1973  uncil  March  31,  1979 
Frcm  Aoril  1,  1979  until  March  31,  1980 
From  April    i,   1980  until   March  31,   1981 

GOALS  AND  TIMETABLE  FOR  MINORITIES 
Trads  Goal! 


3, 

A% 

5, 

.0% 

6, 

.9% 

Asbestos  Wor(<ars  10.3  tn  10.12 

Sailar  Makers  9.6  to  12.0 

aricklayers  3.0  to  10.0 

Carpentars  11 .6  to   14.5 

Cerrent  Masons  25.5  to  27.5 

Electricians  5.0  to  7.0 

Elevator  Constructors  9.5  to   11. ^ 

Glaxiars  8.8  to  11.0 

Iron  Workers  5.9  to  6.9 

Lathers  S.9   to  3.9 

Coerating  Engineers  14.1    to   15.0 

Painters         '  9.1    to  11.1 

Pinefittars  11.0  to  12.1 

Plasters  20.5  to   22.5 

Tnese  goals  are  acolicabla  to  all    the  Contractor's  construction  work   (whetner 
or  not   it   is   Federal   or  Federally  assisted)    oerfomed   in   the  covered  area. 

me  Contractor's  ccmoliance  with   the  Executive  Order  and  the  regulations   in 
■il   CFR  Part  50-4  snail   be  based  on  its   imolementation  of  the  Ecual   Oooortunity 
Clause,   specific  affirmative  action  obligations   required  by  the  soecifications 
sat  fortn   in  41   CFR  50-4.3   (a)   and   its   efforts   to  meet  the  goals  established   for 
the  geograpnical    area  wnere   the  contract  resulting   from  this   solicitation   is 
to  be  performed.     T'as  hours  of  minority  and   fanalf  o'lployment  and   training 

must  be  substantially  uniforn  throughout  the  length  of  the  contract  and   in  each 
trade,  ana  the  Contractor  shall   make  a  good   faith  effort  to  employ  minorities 
and  women  evenly  on  each  of  its   projects.     The  transfer  of  minority  or  female 
afnoloyees  or   trainees   frcm  Contractor  to  Contractor  or  from  oroject  to  project 
for  tine  sole  purpose  of  meeting   the  Contractor's  goals   shall   be  a  violation  of  the 
contract,  the  Executive  Order  and  the  regulations   in  41    CFR  Part  50-4.     Compliance 
with   the  goals  will   be  measured  against   the  total   work  hours   perforned. 

3.  The  Contractor  shall    orovide  written  notification  to   the  Director  of  the  Office 
of  Federal   Contract  Ccmoliance   Program  within   10  working  days   of  award  of  any 
construction   sub-contract   in  excess  of  SIO.OOO  at  any  tier  for  construction  work 
under   the  contract  resulting   from  this   solicitation.      Tne  notification   shall    list 
the  name,  adcress  and  telephone  number  of  the   sub-contractor,   snolcyer   identification 
number,   estimated  dollar  amount  of   the  sub-contract,   and   the  geograohical   area   in 
whicn  t.ie  contract  is   to  be  performed. 

4.  As  used   in   tnis   notice,   and   in   the  contract  resulting   frcm  this   solicitation,   the 
covered  area   is  Massacrojsetts ,   City  of  Boston. 
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INSTRUCTIONS  TO  BIDDERS 

1.0  USE  OF  SEPARATE  BID  FORMS 

These  Contract  Documents  include  a  complete  set  of  bidding  and 
Contract  forms.     These  are  for  the  convenience  of  Bidders  and  are  not  to 
be  detached  from  the  Contract  Documents  or  filled  out,  or  executed. 
Separata  conies  of  Bid  forms  are  furnished  for  that  aurpose. 

2.0  INTERPRETATIONS  OR  ADDENDA 

No  oral  interpretations  will  be  made  to  any  Bidder  as  to  the  mean- 
ing of  the  Contract  Documents  or  any  part  thereof.     Every  request  for  such  an 
interpretation  shall   be  made  in  writing  to  the  Boston  Redevelopment  Authority, 
hereinafter  called  the  "Authority".     Any  inquiry  received  seven  or  more  days 
prior  to  the  date  fixed  for  the  openings  of  Bids  will  be  given  consideration. 
Every  interpretation  made  to  a  Bidder  will  be  in  the  form  of  an  Addendum  to 
the  Contract  Documents  and  when  issued  will  be  on  file  in  the  Office  of  the 
Authority  at  least  five  days  before  Bids  are  opened.      In  addition,   all   Addenda 
will   be  mailed  to  each  person  holding  Contract  Documents,  but  it  shall  be 
the  Bidder's  rasoonsibil ity  to  make  inquiry  as  to  the  Addenda  issued.     All 
such  Addenda  shall  become  part  of  the  Contract  Documents  and  all   Bidders  shall 
be  bound  by  such  addenda,  whether  or  not  received  by  the  Bidders. 

3.0  INSPECTION  OF  SITE 

Each  Bidder  should  visit  the  sites  of  the  proposed  work  and  fully 
acauaint  himself  with  the  existing  conditions   there  relating  to  construction 
and  labor,  and  should  inform  himse.lf  as  to  the  facilities  involved,  the 
difficulties  and  the  restrictions   attending  the  performance  of  the  Contract, 
me  Bidder  shall   thoroughly  examine  and  familiarize  himself  with  the  Drawings, 
Technical  Specifications,  and  all  other  Contract  Documents.     The  Contractor 
by  the  execution  of  the  Contract  shall   in  no  wise  be  relieved  of  any  obligation 
under  it  due  to  his  failure  to  receive  or  examine  any  form  or  legal   instrument 
or  to  visit  the  site  and  acquaint  himself  with  the  conditions  there  existing 
and  the  Authority  will   be  justified  in  rejecting  any  claim  based  on  facts 
regarding  wnicn  he  should  have  been  on  notice  as  a  result  thereof.     Questions 
regarding  access  to  the  site  or  the  contract  specifications  should  be  directed 
to  the  Boston  Redevelopment  Authority  Chief  of  Rehabilitation,   Mr.    Robert  McGilvray, 
or  Assistant  Chief  Mr.  Wilfred  Peltier. 

4.0  ALTERNATIVE  BIDS 

Alternative  Bids  will  not  be  considered. 

5.0  BIDS 

5*.  1     All   Bids  must  be  submitted  on  forms  supplied  by  the  Authority 
and  shall   be  subject  to  all   requirements  of  the  Contract  Documents,   including 
the  Drawings,   and  these   INSTURCTION  TO  BIDDERS.     All   Bids  must  be  regular 
in  every  resoect  and  no  interlineations,  excisions  or  special   conditions 
shall   be  made  or  included  in  the  Bid  Form  by  the  Bidder. 
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5.2  2id  Dcct=2a:t3  iacludlr?  the  21d,  tha  21d  Guar-n-ty,  the  iTcz- 
Colluslcn  Affidavit  acd  the  Statc=»2t  of  Bidder 'a  Qrialirica-^lons  ihdl  'ce 
enclosed   in  envelcpes   (outer  asd  liner),  "both  of  vhich  ahall  'ce  sealed  and 
clearly  labeled  vith  the  vorda  "Site  Preparation  Bid  Docjrer.ts",  the  project 
nusber,   na=e  of  Bidder,   acd  date  acd  tine  oi  openlr^  so  aa  to  s-isri  against 
pressture  cpesizs  of  any  Bid. 

5.3  The  Authority  cay  consider  aa  irresular  any  Sid  oa  vhich  there 
Is  an  alteration  of  or  depai-ture  frca  the  Hid  Fors  hereto  attached  and  at 
its  option  say  reject  the  saae. 

5.1i     If  the  Contract  is  avarded,   it  vUl  he  avarded  "by  the  Aiithcrlty 

to  the  Icvest  respcnsihle  and  eligible  bidder.     The  Contract  vill  rar-zira 
the  ccnpletlon  of'voric  according  to  the  Contract  iGctnenta  and  Etravir^s 
together  with  all  addenda  thereto. 

6.0     BID  GUARAhTY 

6.1  The  Sid  shall  be  acccmoam'ed  by  "CASH"  cr  a  CERTIFIED  CHECX"  on, 
or  a  "TREASURER'S"  or  "CASHIER'S  CHECK"  issued  by  a  raspcnsible  bir.k  or 
trust  company,  payable  to  the  Boston  Redevg1oc"ent  Authority.  T'-=  arrcunt 
of  such  cash  or  cneck  snail  be  at  least  five  percent  (5«)  of  the  proposal 
for  Si*a  Preparation.  The  bid  guaranty  shall  insure  the  execution  of  the 
Contract  and  the  furnishing  of  the  Surety  Bonds  by  the  successful  Bidder, 
all   as  required  by  the  Contract  Documents. 

6.2  Revised  Bids  sutsitted  before  the  cpening  of  Bids,  vhether  fzr- 
varded  by  nail  or  telesran,    if  representing  an  increase  in  excess  of  tvo 
percent   (2$)  of  the  original  Bid,   nust  have  the  Bid  guaranv/  adjusted  accord- 
ingly;  othervise  the  Bid  vill  no-  be  considered. 

6.3  Bid  deposits,   except  those  of  the  three  Icvest  respcnsihle  and 
eligible  bidders,    shall  be  returned  vithin  five  days,   Sundays  and  Holidays 
excluded,   after  the  opening  of  proposals. 

7.0     CC  LL;S  I'/I  ySilRZZI-EITS 

7.1  z3ch  Bidder  sufcnitting  to  the  Authority  a  Bid  for  any  rcrticn  cf 
the  vor.^  contesplsted  by  the  bidding  dccure.its   shall  execute  an  affidavit 
substantially  in  the  fom  herein  pro'/lded,   to  the  effect  that  he  has  no- 
colluded  vith  any  other  person,    fim  or  corporation  in  regard  to  an^'  Bid 
sufciBlttsd.     Such  affidavit  shall  be  attached  to  the  Bid. 

7.2  Failure  on  the  part  of  any  Bidder  to  otser-.-e  this  provision  sh^ll 
he  cause  for  rejection  of  his  Bid. 

7.3  Before  executing  any  succontmct,   the  successful  Bidder  shsll 
sutnit  the  nane   of  any  proposed   subcontractor  for  prior  appro-.-al  and  a^ 
affidavit   substantially  in  the  fcr=  -oro-zlded  in  Section  103,   Sj~E£C:7IsJ.C22 
UIIDEH  Gi:;SPj\L  CCHDinC.-S,  Part  I.       " 

8.0     STATESEIT  OF  HiDDEP.'S  QU.UIFICAIICriS 

Zach  Bidder  s.hall  suh=it  on  the  fcm  f^irnished   for  thnt  p'.j^cse  a 
copy  of  vhich  is   included  in  the   Contrac*  roc"j=ents,   a   sxatansnt  cf  the 


Bidder's  Quali_flcations,  his  experiencsr  rsccrd  la  ccnstr-.'.ctln^  tha  -zyzs   of 
iaprove=ents  eabrccsd  in  the  Site  Preparation,  and  his  cr;3ni::atlcn  end 
equipcent  available  for  the  vork  ccntanrpla'i^ed;  and  vhen  specif Icslly  re- 
quested by  the  Authority,  a  detailed  financial  statsssat.   The  Arthcrlty 
shall  have  rlgh"!;  to  take  such  steps  as  it  deena  necessary  to  detsmlJia  the 
ability  of  the  Bidder  to  perfora  his  oblisations  ur-der  the  Cantracc,  and 
the  Bidder  shall  furnish  the  Authority  all  such  laforration  and  data  for 
this  purpose  as  it  cay  request.  The  righ-  is  reser-ired  to  reject  any  2id 
where  ao  investigation  of  the  a-railable  evidence  or  Information  dcss  net 
satisfy  the  Authority  that  the  Bidder  Is  qualified  to  carry  otit  prcperly 
the  taras  of  the  Contract. 

9.0  CCHSECnCIIS 

Srasures  or  other*  changes  in  the  Bid  cnist  be  expLalned  or  noted  o-/sr 
the  signature  of  the  Bidder. 

10.0  TI.ME  FOR  RECET/IITG  HTDS 

10.1  Bids  received  prior  to  the  advertised  hour  of  opening  vlH  be 
securely  kept,  sealed.  The  officer  vhose  duty  it  is  to  open  thes  vUl  decide 
vhen  the  specified  tlse  has  arrived,  and  no  Bid  received  thereafter  viH  be 
considered;  except  that  vhen  a  Bid  arrives  by  aall  after  the  tlze  fised  for 
opening,  but  before  the  reading  of  other  bids  is  ccsrplsted  and  it  is  shcvn 

to  the  satisfaction  of  the  Boston  Reds-;^lcpnsnt  Authority  that  the  non-arrival 
on  tlae  vas  due  solely  to  delay  in  the  inalls  for  vhlch  the  Bidder  vas  not 
responsible,  such  Bid  vlH  be  received  and  considered. 

10.2  Bidders  are  cautioned  that,  vhlls  talegraphlc  acdificatlcns  of  Bids 
say  be  received  as  prc/ided  above,  such  ncdiflcatlcna,  if  not  erpllclt  and 
if  In  any  sense  subject  to  aisinterprstatica,  shaU,  nake  the  Bid  so  acdified 
or  acended,  subject  to  rejection. 

11.0  OPETEIG  OF  BIDS 

At  the  tine  and  place  fixed  for  opening  of  Bids,  the  Authority  viH  cause 
to  be  opened  and  publicly  read  aloud  every  Bid  rscel'/ed  vlthia  the  tine  set 
for  receiving  Bids,  irrespective  of  any  Irrsgularities  therein.  Bidders  and 
other  persons  properly  interested  i^ay  be  present,  in  person  or  by  repre- 
sentative. 

12.0  VITKI?Ji.WAL  OF  HTIS 

Bids  aay  be  withdravn  on  written  or  telegraphic  request  dispatched  by  the 
Bidder  in  tiae  for  delivery  in  the  nonral  course  of  business  prior  to  the 
tlr.e  fixed  for  opening;  provided,  that  vrlttan  ccnfimatlcn  of  any  talegmpr.ic 
wlthdraval  over  the  signature  of  the  Bidder  is  placed  in  the  r^il  and  pcs"- 
marked  prior  to  the  tir.e  set  for  Bid  opening.  The  Bid  guaranty  of  ^ny  Bidder 
vithdraving  his  Bid  in  accordance  vith  the  foregoing  conditions  will  be 
returned  prcrptly. 
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13.0  AWARD  OF  CONTSACT:   REJECTION  OF  BIDS 

13.1  The   Contract  will  be  awarded  to  the  lowest  responsible  and 
eligible  Bidder  complying  with  the  conditions  of  the  Invitation  for  Bids, 
provided  such  Bidder  possesses  the  skill,  ability  and  integrity  necessary 
to  the  faithful  performance  of  the  work  and  it  is  to  the  interest  of  the 
.Authority  to  accept  it  and  who  shall  certify  that  he  is  able  to  furnish 
labor  that  can  work  in  harmony  with  all  other  elements  of  labor  employed 
or  to  be  employed  on  the  work.   The  Authority,  however,  reserves  the  right 
to  reject  any  and  all  Bids  and  waive  any  informality  in  Bids  received  when- 
ever such  rejection  or  waiver  is  in  its  interest. 

13.2  The  .Authority  may  reject  all  bids,  which  in  its  opinion, 
contains  any  abnormally  high  or  abnormally  low  bids. 

13.3  The  Authority  reserves  the  right  to  consider  as  unqualified 
to  perform  the  Contract  any  Bidder  who  does  not  habitually  perform  with 
his  own  forces  the  major  portions  of  the  work  involved  in  construction  of 
the  improvements  embraced  in  this  Site  Preparation  Contract. 

13.4  The  ability  of  any  Bidder  to  obtain  a  performance  bond  will 
not  be  regarded  as  the  sole  test  of  such  Bidder's  competency  or  responsi- 
bility. 

13.5  The  -Authority  will  not  award  the  Contract  to  any  Contractor 
who  is,»at  the  time,  ineligible  under  the  provisions  of  any  applicable 
regulations  issued  by  the  Secretary  of  Labor,  United  States  Department  of 
Labor,  or  is  not  qualified  under  applicable  local  or  State  laws. 

U.O  EliECUTION  OF  .AGREEMENT:   PERFOR.MANCE  .AND  PAYMENT  BOND 

14.1  Subsequent  to  the  award  and  within  ten  (10)  days  after  the 
prescribed  forms  are  presented  for  signature,  the  successful  Bidder  shall 
e.xecute  and  deliver  to  the  Authority  an  Agreement  in  the  form  included  in 
the  Contract  Documents  in  such  number  of  copies  as  the  Authority  may  require. 

14.2  Having  satisfied  all  conditions  of  award  as  set  forth  else- 
where in  these  Documents,  the  successful  Bidder  shall,  within  the  period 
specified  in  the  Paragraph  14.1  above,  furnish  a  Performance  Bond  and  also 
a  Labor  and  Materials  or  Payment  Bond,  each  in  the  sum  of  one  hundred  per- 
cent (100%)  of  the  contract  price,  as  security  for  the  faithful  performance 
of  the  Contract,  and  for  the  payment  of  all  persons,  firms  or  corporations 
to  whom  the  Contractor  may  become  legally  indebted  for  labor,  materials, 
tools,  equipment,  or  services  of  any  nature,  including  utility  and  trans- 
portation services,  employed  or  used  by  him  in  performing  the  work.   Such 
Bonds  shall  be  in  the  same  form  as  that  included  in  the  Contract  Documents 
and  shall  bear  the  same  data  as,  or  a  date  subsequent  to  the  date  of  the 
Contract.   The  current  power  of  attorney  for  the  person  who  signs  for  any 
surety  company  shall  be  attached  to  such  Bonds.   These  Bonds  shall  be 
signed  by  a  guaranty  or  surety  company  listed  in  the  latest  issue  of  the 

U.  S.  Treasury/  Circular  570  and  the  penal  sum  shall  be  within  the  maximum 
specified  for  such  company  in  said  Circular  570. 

l'i.3  The  failure  of  the  successful  Bidder  to  execute  such  Agreement 
and  to  supply  the  required  bond  or  bonds  within  10  days  after  the  prescribed 


forms  are  presented  for  signature,  or  within  such  extended  period  as  the 
Authority  may  grant,  based  upon  reasons  determined  sufficient  by  the  Authority, 
shall  constitute  a  default,  and  the  Authority  may  either  award  the  Contract 
to  the  next  lowest  responsible  Bidder  or  readvertise  for  Bids,  and  may 
charge  against  the  Bidder  the  difference  between  the  amount  of  the  Bid  and 
the  amount  for  which  a  Contract  for  the  work  is  subsequently  executed 
irrespective  of  whether  the  amount  thus  due  exceeds  the  amount  of  the  Bid 
bond.   If  a  more  favorable  Bid  is  received  by  readvertising  the  defaulting 
Bidder  shall  have  no  claim  against  the  Authority  for  a  refund. 

15.0  WAGES  .AND  SALARIES 

15.1  Attention  of  Bidders  is  particularly  called  to  the  requirements 
concerning  the  payment  of  not  less  than  the  prevailing  wage  and  salary  rates 
specified  in  the  Contract  Documents  and  the  conditions  of  employment  with 
resnect  to  certain  categories  and  classifications  of  employees.   See  GENERAL 
CONDITIONS,  ?AR1   II. 

15.2  The  rates  of  pay  set  forth  under  GENERAL  CONDITIONS,  PART  II, 
are  the  minima  to  be  paid  during  the  life  of  the.   Contract.   It  is  therefore 
the  responsibility  of  Bidders  to  inform  themselves  as  to  the  local  labor 
conditions  such  as  the  length  of  work  day  and  work  week,  overtime  compensation, 
health  and  welfare  contributions,  labor  supply  and  prospective  changes  or 
adjustment  of  rates. 

16.0  EQUAL  EMPLOYMENT  OPPORTUNITY 

.Attention  of  Bidders  is  particularly  called  to  the  requirement  for 
ensuring  that  employees  and  applicants  for  employment  are  not  discriminated 
against  because  of  their  race,  color,  religion,  sex  or  national  origin.   (See 
General  Conditions,  Part  II,  Section  210). 

17.0  REQUIREMENTS  FOR  FOREIGN  CORPORATIONS 

The  attention  of  all  Bidders  is  called  to  the  provision  of  the  General 
Laws,  Chapter  30,  section  39L,  as  amended  by  Chapter  3  of  the  Acts  of  1967, 
which  provides  that  awarding  authority  may  not  enter  into  a  contract  for 
construction  work  and  may  not  approve  as  a  sub-contractor  furnishing  labor 
and  materials  for  a  part  of  any  such  work  a  foreign  corporation  which  has 
not  filed  with  the  awarding  authority  a  certificate  of  the  State  Secretary 
of  the  Commonwealth  of  .Massachusetts  stating  that  such  corporation  has 
complied  with  sections  3  and  5  of  Chapter  131  and  the  date  of  such 
compliance.   The  term  "foreign  corporation"  means  a  corporation  not  in- 
corporated under  the  laws  of  the  Commonwealth  of  Massachusetts. 
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!ID   FOR  CONTRACT   FOR  HISTORIC  PRESERVATION  WORK 
EDWARD   EVERETT   HALE    HOUSE 
12  MORLEY  STREET 
ROXBURY,   MASSACHUSETTS 


GENERAL   CONTRACTOR 
TO  THE   BOSTON  REDEVELOPMENT  AUTHORITY 

1.0       The   undersigned  having  familiarized 

with  the  existing  conditions  on  the  Project  Area  affecting  the  cost 
of  the  work  and  with  the  Contract  Documents   (which   include  invitation 
for  Bids,   Instructions  to  Bidders,   the   form  of  Bid,   the  form  of  the 
Bid  Bond,   form  of  Contract   (or  agreement),   form  of  Non-Collusion 
Affidavit,  Addenda   (if  any).   General    Conditions,   Part  I   &   II, 
Special    Conditions,  Technical    Specifications,   and  form  of  Surety 
Bond   or  Bonds  on   file   in  the  office  of  the  Boston  Redevelopment 
Authority  hereby  proposes  to  furnish  all    supervision;   technical 
personnel,   labor,  materials,  machinery,   tools,   appurtenances, 
equipment  and  services,   including   utility  and  transportation 
services   required  to  construct  and  complete  this   Contract  for 
Historical   Preservation  Work  at   the  Kittredge  Square  Urban  Renewal 
Project  '"!ass.   R-167,  all   in  accordance  with  above-listed  documents, 

and  including  all   addenda  thereto  numbered  and 

dated and  . 

2.0   The  undersigned  agrees  that  he  will,  within  ten  (10)  days  after 
presentation  thereof  by  the  Authority,  execute  the  Contract  and 
furnish  a  Performance  Bond  and  also  a  Labor  and  Materials  or 
Payment  Bond,  each  of  a  surety  company  listed  in  the  latest  issue 
of  the  U.S.  Treasury  Circular  570;  and  the  penal  sum  shall  be 
within  the  maximum  specified  for  each  such  company  in  said  Circular 
570,  each  in  the  sum  of  one  hundred  percent  (100%)  of  the  contract 
price.  The  premiums  for  which  are  to  be  paid  by  the  Contractor  and 
are  included  in  the  Contract  price. 

3.0   The  proposed  Contract  sum  is_ 


Dollars  ($  ). 


The  Contractor  shall  make  his   own  estimate  of  quantities   anr*  scope  of 
work  required.     The  Contractor  shall    submit  a  cost  breakdown  as 
specified  in  Section   107.2. 

4.0       Attached  hereto  is   an  affidavit  in  proof  that  the  undersigned  has  not 

colluded  with  any  person  in  respect  to  this  Bid  or  any  other  Bid  or  the 
submitting  of  Bids  for  the  Contract  for  which  the  Bid  is  submitted.  Al 
attached  is   a  Statement  of  Bidder's  Qualifications. 

5.0       The  Bidder  is  prepared  to  summit  a   financial   statement  upon   request. 

6.0       In  submitting  this   Bid,   the  Bidder  understands  that  the   right   is 
reserved  by  the  Authority  to  reject  any  and  all    Bids. 
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7.0   The  undersigned  hereby  certifies  that  he  is  able  to  furnish  labor 
that  can  work  in  harmony  with  all  other  elements  of  labor  employed 
or  to  be  employed  on  the  work. 


Date 19 


(Name  of  Bidder] 
Official  Address  By 


Title 


Note:    If  the  Bidder  is  a  corporation,  indicate  State  of  incorporation  under 
signature,  and  affix  corporate  seal;  if  a  partnership,  give  full  names 
and  residential  addresses  of  all  partners  and  if  an  individual,  give 
residential  address  if  different  from  business  address. 
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CONTRACTOR  CERTIFICATE  OF  UNDERSTANDING 
CONCERNING  SECTION  3  FILING  REQUIREMENT 

PROJECT:  DEPARTMENT: 


I  hereby  certify  that  I  have  been  made  aware  of  and  understand 
that  I  will  be  required  to  submit  a  Section  3  Affiraative  Action 
Plan,  pursuant  to  Section  3  of  the  Housing  and  Urban  Development 
Act  of  1968,  with  my  bid  proposal.   I  further  understand  that  if 
this  plan  is  not  submitted  with  my  bid  proposal  that  the  proposal 
will  be  rejected. 

CONTRACTOR: 


(Date) 


SIGNATURE: 


TITLE: 


Technical  Assistance  in  preparing  the  Section  3  Affirmative 
Action  Plan  may  be  obtained  from  the  Mayor's  Office  of 
Federal  Compliance,  City  Hall,  Room  960;  tel.  725-3090. 

THIS  FORM  IS  TO  BE  COMPLETED  AND  RETURNED  TO: 

Dept.    Contract    Compliance    Officer    -       Reggie  L.    Johnson 

Awarding  Department  - 


Boston 

Redevelooment 

Authori 

ty 

Ci£v    H 

all     -    Room 

917 

B  o  s  c  0  n 

,     Mass.        02201 
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C3TIFIWTI0:;  0?  i:o::c-uREr^*»Ci:D  facilities 

Ths  Bidder  csrtifics  that  he  does  not  naintain  or  provide  for  hi; 
employees  any  ?cGrer;2tad  facilities  at  ary  of  his  estnbli5hr.ents,  and  -that 
he  does  not  pomit  his  cnployees  to  pcrfom  their  .ccr'/ices  at  any  location, 
under  his  control,  v;hcre  scgrccstad  facilities  are  r.aintained.  The  bidder 
certifies  further  that  he  v;ill  not  maintain  or  provide  far  his  csployaes 
any  sceresated  facilities  at  any  of  his  ostablishr.cnts,  and  that  he  will 
not  perr.it  his  employees  to  perfom  their  ser-zioes  at  any  location  under  his 
control  v/hcre  sccrecsted  facilities  are  maintained.  The  bidder  agrees  that 
a. breach  of  this  certification  will  be  a  violation  of  the  Equal  Opportunity 
cliuso  in  any  contract  resulting  froa  acceptance  of  this  bid.  As  used  in 
this  certification,  the  term  "segregated  facilities"  means  any  vaiting  rooms, 
worh  areas,  restrocma  and  v/ashroomSj  restaurants  and  other  eating  areas, 
tin:eclocks ,  locher  rooms  and  other  storage  or  dressing  areas,  parking  lots, 
drinlcing  fountains,  recreation  or  entertainment  areas,  transportation,  and 
housing  facilities  provided  for  employees  vhich  are  segregated  by  explicit 
directive  or  arc  in  fact  segregated  on  the  basis  of  race,  color, religion, 
or  national  origin,  because  of  habit,  local  custom,  or  otherr/isc.  The  bidder 
agrees  that  (erccept  where  he  has  obtained  identical  certification  from  pro- 
posed subcontractors  for  specific  time  periods)  he  v;ill  obtain  identical 
certifications  from  proper ed  subcontractors  prior  to  the  av;ard  of  subcontracts 
exceeding  $10,0C0  vhich  are  not  exempt  from  the  provisions  of  the  Zqual 
Opportunity  clause,  and  that  he  will  retain  such  certifications  in  his  files. 

Note:  The  penalty  for  maJcing  false  statements  in  offers  is  proscribed  in 
lO  U.S.C.  Section  ICOl. 


Data  ,   19 


(Ii'ame   of  Bidder) 
Official  Address   (including  ZIP  code):  By 

'  (Title; 


NOIJ-CCLLvJSION  AJTirAVIT  0?  ?HI2S  311227. 

Stata  of ) 

Csiuty  of ) 

duly  svorn  deposes  aad  says  that: 

1.0  He  is   (cvner,  partner,  officer,  rsprssentative,  or  agent)  of 

'_ ,  the  Hldder  that 

has  sucaitxed  the  attached  3id: 

2.0  He  is  fully  infoir.ed  respecting  the  preparation  and  contents  of 
the  attached  3ld  and  of  all  pertinent  circunistances  respecting  such'  Sid; 

3.0  Such  Bid  is  cenuise  and  is  not  a  collusive  or  shas  2id; 

li.O  Ne.-'ther  the  said  Bidder  nor  any  of  the  officers,  partners,  cvners, 
agents,  representatives,  employees  cr  parties  in  interest,  including  this 
affiant,  has  in  any  vay  colluded,  conspired,  connvied  or  agreed,  dlrec-ly 
or  indirectly  vith  any  other  Bidder,  fim  or  person  to  suc=lt  a  collusive 
or  shan  Bid  in  connection  vith  the  Contract  for  which  the  attached  Bid  has 
"been  submitted  or  to  refrain  froa  biddlns  in  ccnsection  vith  such  Contract, 
or  has  in  any  nanner,  directly  or  indirectly  sought  by  agreement  of  collu- 
sion or  cor.Tunioation  or  conference  vith  any  other  Bidder,  fim  or  person 
to  fix  the  price  or  prices  in  the  attached  Bid  or  of  any  other  Bidder,  cr 
to  fi:c  any  overhead,  profit  cr  cost  eleaent  of  the  Bid  price  or  the  Bid 
price  of  any  other  Bidder  or  to  secure  through  any  coHusicn  conspiracy, 
connivance  or  unla'.rful  agreement  any  advantage  against  the  Boston  Hede'.-elcp- 
nent  Authori-y  or  any  person  interested  in  the  proposed  Contract;  and 

5.0  The  price  or  prices  quoted  in  the  attached  Bid  ore  fair  and  proper 
and  are  not  tainted  by  any  collusion,  conspiracy,  ccnni-rance  or  ur.lavful 
agreement  on  the  part  of  the  Bidder 'or  any  of  its  agents,  representati'.-cs, 
ovners,  esployees,  or  parties  in  interest,  Including  this  affiant. 

( Signed ) 


Title 


Subscribed  and  svom  to  before  r.e 
this  day  of ,  19 

Title 
Hy  ccr:nis5ion  expires 


45- 

NON-COLLUSION  AFFIDAVIT  OF  SUBCOMTRACTOR  EXHIBIT  D 


State  of 


SS. 


County  of 


_,  being  first  duly  s'worn,  deposes  and 


says  that: 

(1)  He  is  (owner,  partner,  officer,  regresentative.  or  aoant)  or 


herein  referred  to  as  the 


"Subcontractor" ; 

(2)  He  is  fuHy  informed  respecting  the  preparation  and  contents  of  the 
Subcontractor's  Proposal  submitted  by  the  Subcontractor  to  


,  the  Contractor  for  certain  work  in  connection 


with  the  Contract  pertaining  to  the 

Project  in  


(City  or  County  and  State) 

(3)  Such  Subcontractor's  Proposal  is  genuine  and  is  not  a  collusive  or  sham 
Proposal : 

(4)  Neither  the  subcontractor  nor  any  of  its  officers,  partners,  owners, 
agents,  representatives,  employees  or  parties  in  interest,  including  this  affiant, 
has  in  any  way  colluded,  conspired,  connived,  or  agreed,  directly  or  indirectly, 
with  any  other  Bidder,  firm  or  person  to  submit  a  collusive  or  sham  Proposal  in 
connection  with  such  Contract  or  to  refrain  from  submitting  a  Proccsal  in  connectici 
with  such  Contract,  or  has  in  any  fnanner,  directly  or  indirectly,  sought  by  un- 
lawful agreement  or  connivance  with  any  other  Bidder,  fii-m  or  person  to  fix  the 
price  or  prices  in  said  subcontractor's  Proposal,  or  to  fix  any  overhead,  profit 

or  cost  element  of  the  price  or  pricss  in  said  subcontractor's  Proposal,  or  to 
secure  through  collusion,  conspiracy,  connivance  or  unlawful  agreement  any  advan- 
tage against  the  Authority  or  any  person  interested  in  the  proposed  Contract;  and 

(5)  The  price  or  prices  quoted  in  the  Subcontractor's  Frcoosal  are  fair  and 
proper  and  are  not  tainted  by  any  collusion,  conspiracy,  connivance  or  unlawful 
agreement  on  the  part  of  the  Bidder  or  any  of  its  agents,  representatives,  owners, 
employees,  or  parties  in  interest,  including  this  affiant. 


(Signed) 


Title 
Subscribed  and  sworn  to  before  me 

this  day  of  ,  19 


My  commission  expires 
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STATEMENT  OF  BIDDERS  QUALIFICATIONS 
(Restoration  Contractor) 


All  questions  must  be  answered  and  the  data  given  must  be  clear  and 
comprehensive.  This  statement  must  be  notarized.  If  necessary,  questions 

may  be  answered  on  separate  attached  sheets.  The  Bidder  may  submit  any 
additional  information  he  desires. 

1 .0   Name  of  Bidder. 

2.0   Permanent  main  office  address. 

2. a  Treasury  Number  (Employer's  Identification  Number). 

3.0   When  organized. 

4.0   If  a  corporation,  where  incorporated. 

5.0   How  many  years  have  you  been  engaged  in  the  contracting  business 
under  your  present  firm  or  trade  name? 

5. a  Names  and  home  addresses  of  the  principal  officers  and  their 
Social  Security  Numbers. 

6.0   Contracts  on  hand:  (Schedule  these,  showing  gross  amount  of  each 
contract  and  the  approximate  anticipated  dates  of  completion. 
Underline  those  which  are  similar  in  magnitude,  type  of  work  and 
complexity  covered  by  this  project).   (Name  and  address  of  client 
and  name  of  person  supervising  for  client). 

7.0   General  character  of  work  performed  by  your  company. 

8.0   Have  you  ever  failed  to  complete  any  work  awarded  to  you?  If  so, 
where  and  why? 

9.0   Have  you  ever  defaulted  on  a  contract?  If  so,  where  and  why? 

10.0  List  the  more  important  contracts  recently  completed  by  you,  stating 
approximate  cost  for  each,  and  the  month  and  year  completed. 
Underline  those  which  involve  magnitude,  type  of  work  and  complexity 
similar  to  this  project. 

11.0  List  your  major  equipment  available  for  this  contract. 

12.0  Experience  in  construction  work  similar  in  importance,  in  the  type 
of  work  and  complexity  covered  by  this  project. 
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13.0         Background  and  experience  of  the  principal  members  of  your  organization 
including  the  officers. 

14.0         Credit  available:      $ 


15.0         Give  bank   reference.      (Include  Address) 

16.0         Will   you,   upon   request,   fill    out  a  detailed  financial    statement  and 
furnish  any  other  information   that  may  be   required  by  the  Boston 
Redevelopment  Authority? 

17.0         The  Undersigned  hereby  authorizes   and  requests  any  person,   firm  or 
corporation  to  furnish  any  information   requested  by  the  Boston 
Redevelopment  Authority   in  verification  of  the   recitals   comprising 
this  Statement  of  the  Bidder's  Qualifications. 


Dated  at this day  of 

,    19 


(Name  of  Bidder) 


By_ 


State  of ) 

County  of ) 


Title 


says  the  he  is of 


_being  duly  sworn,  deposes  and 


(Name  of  Organization) 


and  that  the  answers  to  the  foregoing  questions  and  all  statements  therein 
contained  are  true  and  correct.  Subscribed  and  sworn  to  before  me  this 

day  of ,  19 . 


Notary  Public 
My  commission  expires:  
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DfSTRUCTIONS  FOR  riLIING  OUT  CO>rni.^CTCR '  S  BIDDING  CZP.TITI CATION 

If  you  siibscribe  to  tie  Boston  Plan  tiie  following  instructions  apply: 

All  the  trades  to  be  used  in  tiie  work  siiall  be  listed  in  paragraph.  1  of  tie 
Contractors  Bidders'  Certification. 

Listed  below  are  the  crafts  that  will  continue  to  be  covered  by  Part  I  of  the 
Bid  Conditions:   Paragraph  2(a)  of  Contractors  Bidders'  Certification. 

Boileraakers  Ironworkers 

Bricklayers  Painters 

Carpenters  Plumbers 

Elevator  Constructors  Sprintlerfitters 

The  following  crafts  shall  be  covered  bv  Part  II  of  the  Bid  Conditions: 
Paragraph  2(b)  of  the  Contractors  Bidders'  Certification. 

.Asbestos  Workers  Operating  Engineers 

Ceaent  iiasons  Pipe  Fitters 

Electrical  Workers  Plasterers 

Glaziers  Roofers 

Lathers  Sheetaetal  Workers 

.^y  trade  or  craft  not  listed  above  shall  be  listed  in  paragraph  2(b)  of  the 
Contractors  Bidders'  Certification. 

If  you  do  not  subscribe  to  the  Boston  Ian  but  have  your  own  .■^firaative  Action 
Plan  then  all  crafts  and  trades  will  be  listed  under  Paragraph  2(b). 
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CONTRACTORS  BIDDERS'  CERTIFICATION 


certifies  that: 


(Contractor) 
1.    it  intends  to  use  the  following  listed  construction  trades  in 
the  work  under  the  contract       


;  and 


2.    (a)   as  to  those  trades  set  forth  in  the  preceding  paragraph  one 
hereof  for  which  it  is  eligible  under  Part  I  of  these  Bid  Conditions 
for  participation  in  the  Boston  Plan,  it  will  comply  with  the  Boston 
Plan  on  all  construction  work  (both  federal  and  non-federal)  in  the 
Boston  Area  Construction  Program  area  within  the  scope  of  coverage 
of  that  Plan,  those  trades  being: 


and/or 


(b)   as  to  those  trades  for  which  it  is  required  by  these  Bid 
Conditions  to  comply  with  Part  II  of  these  Bid  Conditions,  it  adopts 
the  minimum  minority  manpower  utilization  goals  and  the  specific 
affirmative  action  steps  contained  in  said  Part  II,  for  all 
construction  work  (both  federal  and  non-federal)  in  the  Boston  Area 
Construction  Program  area  subject  to  these  Bid  Conditions,  those 
trades  being ;  


3.   it  will  obtain  from  each  of  its  subcontractors  and  submit  to 
the  contracting  or  administering  agency  prior  to  the  award  of  any 
subcontract  under  this  contract  the  siibcontractor  certification 
required  by  these  Bid  Conditions. 


(Signature  of  authorized  representative  of  Contractor) 


PROJECT  NUMBER:    Mass.  R- 


and 


PROJECT  NAME  AND  CONTRACT  NUMBER: 

CONTRACT  AMOUNT:  J 

NAME  AND  ADDRESS  OF  CONTRACTOR: 
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SUBCONTRACTORS '  CZETITICATION 


carcifies   tiac: 
(.Saocoatraccorj 
1.        it   Lataads   to   use   tiie   foilowlng   liatad  coastruction  trades    ia  the 
work  under  tie   subcoatract; 


2.  (.aj  as  to  tiose  trades  set  forti  ia  tie  preceding  paragrapn  one 
hereof  for  whicii  it  is  eligible  under  Part  I  of  these  Bid  Conditions  for 
participation  in  the  Boston  Plan,  it  will  comply  with  the  Boston  Plan 
on  all  construction  work  (both  federal  and  aon-federal)  in  the  Boston 
Area  Construction  Program  area  subject  to  these  Bid  Conditions,  those 
trades  being 


and/ or 


(,bj      as   to   tnose   traces    for  wnich  it  ls    required  by  tnese  Bid 
Conditions   to   comply  with  Part   II  of  these  Bid  Conditions,    it  adopts 
the  miniauffl  minoricy  nanpower  utilization  goals   and  the   specific 
affirmative  action  steps   contained   in  said  Part  II   for  all  construction 
work   (both   federal  and  aon-fedeml)    in  the  Boston  Area  Constmction 
Program  area   subject  to   these  Bid  Conditions,    those   trades   being: 


ana 


3.    It  will  Qocam  from  sacn  of  its  suncontractors  prior  to  cne  award 
of  any  subcontract  under  this  subcontract  the  subcontractor  certification 
required  by  these  Bid  Conditions. 


(.Signature  of  authorized  representative  of  subcontractor; 

In  order  to  ensure  that  the  said  subcontractors'  certification  becsmes  a 
part  of  all  subcontracts  under  the  orime  contract,  go  subcontract  shall  be 
executed  '.mtil  an  autaorited  re^oresentative  of  tae  (agency}  haa  deceraiaed, 
in  writing,  taat  tae  said  certification  has  been  mcoroorated  in  suca  suo- 

contract.  re-zardless  of Any  subcontract  executed  vithout  such 

written  aoorovai  shall  be  void. 
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AGREEMENT  FOR  CONTRACT  FOR  HISTORIC  RESTORATION  WORK 


EDWARD  EVERETT  HALE  HOUSE 
12  MORLEY  STREET 
ROXBURY,  MASSACHUSETTS 


AGREEMENT  made  this 


_day  of_ 


1980  by  and 


a  corporation  organized 

an  individual 


THIS 

between  

partnership  consisting  of_ 

trading  as hereinafter  called  "Contractor 

and  the  Boston  Redevelopment  Authority,  hereinafter  called 
"Authority". 

WITNESSETH,  that  the  Contractor  and  the  Authority  for  the 
consideration  stated  herein  mutually  agree  as  follows: 


ARTICLE  1.0  Statement  of  Work.  The  Contractor  shall  furnish 
all  supervision,  technical  personnel,  labor,  material,  tools,  equipment 
and  services,  including  utility  and  transportation  services,  and  perform 
and  complete  all  work  required  for  the  construction  of  the  improvements 
embraced  in  this  Contract  for  Historic  Restoration  Work,  No. 
12  Morley  Street  in  an  efficient  and  workmanlike  manner,  to  the  degree 
of  completeness  required,  in  accordance  with  the  Specifications  in  the 
Kittredqe  Square  Urban  Renewal  Area  No.  Mass.  R-167,  located  in  the 
Kittredqe  Square  District  of  the  City  of  Boston,  Massachusetts,  all  in 
strict  accordance  with  the  Contract  Documents  for  Massachusetts,  all  in 
strict  accordance  with  the  Contract  Documents  for  this  Contract  for 

Historic  Restoration  Work  including  addenda  therto  numbered  

and  dated  and 


ARTICLE  2.0     The  Contract  Price.     The  Boston   Redevelopment  Authority 
will   pay  the  Contractor  for  Performance  of  the  Contract  in  current  funds, 
subject  to  additions  and  deductions   as  provided  in  the  Section-CHANGES   IN 

THE  WORK  under  GENERAL   CONDITIONS,   PART   I,   THE  SUM  OF 

dollars    ($ ). 

ARTICLE  3.0  Contract  Documents.  The  executed  Contract  Documents 
shall  consist  of  the  following  component  parts: 


3. 1  This  Agreement 

3.2  Addenda  (if  any) 

3.3  Invitation   for  Bids 

3.4  Instructions   to  Bidders 

3.5  Signed  copy  of  Bid 


3.6  General   Conditions,   Part  I 

3.7  Special    Conditions 

3.8  Technical    Specifications 


&  II 


THIS  AGREEMENT,  together  with  other  documents  enumerated  in  this  Article 
3.0,  which  said  other  documents  are  as  fully  a  part  of  the  Contract  as  if  hereto 
attached  or  herein  repeated,  form  the  Contract  between  the  parties  hereto.  In 
the  event  that  any  provision  in  any  component  part  of  this  Contract  conflicts  wi 
any  provision  of  any  other  component  part,  the  provision  of  the  component  part 
first  enumerated  in  this  Article  3.0  shall  govern,  except  as  otherwise 
specifical  ly  stated. 
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IN  WITNESS  WHEREOF,   the  parties  hereto  have  caused  this 
Agreement  to  be  executed   in  six   (6)  original  copies  on  the  day  and  year 
first  above  written. 


Attest: 


(Contractor) 


By. 


Title 


(Street; 


Approved  as  to  form: 


(Tncyl 
BOSTON    REDEVELOPMENT  AUTHORITY 


By 


general   Counsel 


(Print  or  type  the  names  under 
neath  ail   Signatures) 


Title 
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Certiflcaticn 


I, ,   csrtiry  th2-t  I  aa  the 

of  the  csrporatica  carted  as 


Contractor  herein;   that  ^_____^_________^^__^_^_____  vho  signed 

thia  Agreeseat  on  hehalT  of  the  Contractor,  vaa  then 


a!  Said  cai-poratlon;   that  said  Agreeaent  wag  duly  signed  for  and  isz 
■behalf  of  said  corporation  by  authority  of   its  go-/emls5  "body,   and  is 
vlthin  the  scope  of  Its  corporate  pcvers. 


Corporate 
Seal 
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PESFCRyAJJCS  BOITD 


ICTCV  ALL  HZ:i  5Y  THISc  PRESZHTS: 
That,  


An  Individual,   a  partnership,   a   corporation  organired  under  the  Lavs  of 

the  ^of  

ha-vlns  a  usual  place  of  tusinesa  at  _^______^_____^___^_____^^_^__ 

as  Principal,  and  ___^_________^__^________^____^________^____^ 


a  corsoratlon  orsanlzed  under  the  laws  of  the 


of  _______^___________________  vhich  ccrpany  is'  authorised  to  transact 

the  "business  of  suretyship  in  the  Cossorvealth  of  Massachusetts  and  has  a 
usual  place  of  business  in  Zoston,  Massachusetts  as  Surety,  are  holder  and 
stand  firsly  hound  and  obligatad  unto  the  Eoston  Hede-relcpzient  Authority,  as 


Chllgee,  in  the  sua  of 


dollars  ($ ),  Isvful  scney  of  th« 


United  States  of  America,  for  paycent  of  vhich,  well  and  truly  to  be  zads,  vs 
hereby,  Jointly  and  se*,-er3lly,  bind  oiirsel-res  and  each  of  us  our  heirs, 
e:fecutors,  adninistrstors,  successors  and  assigns  by  these  presents. 

VHI3ZAS,  the  said  Principal  has  by  means  of  a  written  proposal,  accepted 

by  the  Sostcn  Hedevelcpment  Authority  on  the  ^day  of  

19        entered  into  a  contract  with  the  said  Obligee,  a  copy  cf  vhich 
agreeaent  is  attached  hereto  and  by  reference  cade  apart  hereof; 

NOV,  raZHETCPi:,  THZ  COIfDITIOII  of  this  cbligatlcn  is  such  that  if  the 
said  Principal  shall  well  and  truly  keep  and  perform  all  the  asrt:e=ents,  ter=s 
and  conditions  of  said  contract  on  his  part  to  be  kept  and  perforred  or  fur- 
nished, this  obligation  shall  be  void;  other.'ise,  it  shall  re=ain  in  full  farce 
and  effect. 

And  the  said  Surety,  for  value  recei-/ed,  hereby  stipulates  end  agrees 
that  no  extension  of  tine,  or  change  in,  alteration  of,  or  addition  to  the 
ternis  of  the  contract  or  the  speciflcatlcns  accc:npanyl--:g  the  sa.-a  shaZJ.  in 
any  way  affect  its  obligations  on  this  bond,  and  it  dees  hereby  vai'/e  notice 
of  any  such  extension  of  tir.e,  alteration  of,  or  addition  to  the  ter=s  cf 
the  ooncract  or  to  the  specifications. 

IJ!  'WinrESo  VHZHEOf,  ve  have  hereunto  set  cur  hands  and  seals  to  this 

bond  this  dav  of  IQ 


WITSZSS:  _24- 

WITilZSS: 


fSZAL') 

Macs  o:f  Surery 


(SEAL) 

Pover  of  Attorney  for  person  signins  for  the  Sursty  Cc=pany  sust  "be  attachsd 
CZHTIJICATZ  AS  TO  COHPCHATS  P?I2?CIPAL 
(?ZRKiE2W!C=:  3DIID) 
I \ ,  certify  that  I  ac  the 


Principal  in  the  vithia  Bead;  that 


of  the  Gorsorstlon  na=ed  as 


who  signed  the  said  Band  on  behalf  of  the  Principal  vaa  than 


of  said  corporstlon;  thax  I  knov  hia  slgnatuxs  and  his  signature 


is  genuine;  and  that  said  Pcnd  vas  duly  signed,  sealed  and  attested  for  and 
in  tehalf  of  said  corporation  by  authority  of  its  governing  body. 


CCHPCP.a.: 


J   19. 
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BOSTCII  RZDETrZLOPM.EtT  XUTr.OKLI 

IA20H  AIID  HATi:?LIAI^  SHD 


X:iCV  ALL  METI  3Y  THZSZ  PHZSSrTSi 
That 


yn  Individual,   a  partnership,   a  corporation  orsanisad  under  the  lavs  of 

the  of 

having  a  usual  place  of  "biisiness  at  _^^_____^____________^,^^^____ 

as  Principal,  and  ^_____________________^_____^^^_^.^^_^^___^__ 


a  corcoraticn  orsanired  under  the  Laws  of  the 


of  ^_____^^_____^_^,^^_________  vhich  ccapany  is  authorised  to  trans- 
act the  husiness  of  suretyship  in  the  Ccssonvealth  of  Massachusetts  and  has 
a  usual  place  of  business  in  Boston,  Massachusetts,  as  Surety,  are  holden 
and  stand  firaly  hound  and  obligated  unto  the  Boston  Hede'relcpcent  Authority, 
as  Obligee,  in  the  sues  of  ___________^__^_^_____________^  Dollars 

($ )  lawful  3oney  of  the  United  States  of  Acerica,  for  pa>-r.ent 

of  vhich,  veil  and  truly  to  be  nade,  ve  hereby,  Jointly  and  severally,  bind 
ourselves  and  each  of  us  our  heirs,  executors,  administrators,  successors 
and  assigns  by  these  presents. 

WHZPZAS,  the  said  Principal  has  by  neans  of  a  vritten  proposal,  accepted 

by  the  Ecstcn  Hedevelcpcent  Authority  on  the  _^_______  day  of  , 

19 ,   entered  Into  a  contract  vith  the  said  Obligee,  a  copy  of  vhich  agree 

nent  is  attached  hereto  and  by  rsfsrsncs  cade  a  part  hereof; 

NOV,  rHZHE?ORE,  THE  COilDITIO??  of  this  obligation  Is  such  that  if  the 
said  Principal  shall  veil  and  tr-oly  pay  for  all  labor  and  nsterials  useii  or 
eniployed  in  such  vork,  and  for  all  appliances  and  ecuipnsnt  eirolcyea  in  such 
vorx,  this  obligation  shall  be  void;  otherwise,  .  it  sh-all  rsrain  in  f.ill  fcrcs 
and  effect . 
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And  the  said  surety,  for  value  recei'/ed  hersby  stipulates  and  agrees 
that  no  esrenslon  of  tice,  or  change  in,  alteration  of,  or  addition  to  the 
terss  of  the  contract  or  the  specifications  acsospanylng  the  sans  shall  in 
any  vay  affect  its  oblisations  on  this  'bond  and  it  dees  hereby  vai'/e  notice 
of  any  such  extension  of  tlse,  alteration  of  or  addition  to  the  terr.s  of  the 
Contract  or  to  the  specifications. 

IH  WITHESS  VHZHEOF,  ve  have  hereunto  set  our  hands  and  seals  to  this 

"bond  this  day  of  _________^_____^  19  • 

VITHESS: 


fSZALl 


iru_e  of  Principal 


2y_ 


wiinzss; 


fSZ-U) 


Nane  of  Sursty 


37. 


(SIALJ 
Pcver  of  Attorney  for  person  signing  for  the  Surety  Ccspany  sust  ce  attached 
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CERTIFICATE  AS  TO  CORPORATE  PRINCIPAL 
(LABOR  AND  MATERIALS  BOND) 

I, ,  certify  that  I  am  the 

of  the  corporation  named  as  Principal 


in  the  within  Bond;  that 


who  signed  the  said  Bond  on  behalf  of  the  Principal  was  then_ 


of  said  corporation;  that  I  know  his  signature 


and  his  signature  hereto  is  genuine;  and  that  said  Bond  was  duly  signed, 
sealed,  and  attested  for  and  in  behalf  of  said  corporation  by  authority 
of  its  governing  body. 


CORPORATE 
SEAL 


,  19 
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GENERAL  SPECIFICATIONS 


GENERAL  CONDITIONS 

Part  1 

101.0         DEFINITIONS 

Wherever  used  in  any  of  the  Contract  Documents,   the  following 
meanings  shall    be  given   to  the  terms   herein  defined: 

101.0         The  term   "Contract"  means   the  Contract  executed  by  the 
Boston   Redevelopment  Authority  and  the  Contractor,   of  which   these  GENERAL 
CONDITION  PART   1   AND   11    form  a  part.      The  documents  which  comprise   the 
Contract  are  set  forth  in  the  Agreement. 

101.2  The  term   "Authority"  means  the  Boston   Redevelopment  Authority 
which  is  authorized  to  undertake   this   Contract. 

101.3  The  term   "Contractor"  means   the  person,   firm  or  corporation 
entering  into  the  Contract  with  the  Authority  to  construct  and  install 
the  improvements  embraced   in  this   Contract  for  Emergency  Repairs. 

101.4  The  term  "Project  Area"  means  the  site  of  the  Urban   Redevelopment 
Project  within  which  are  the  specified  Contract  Limits  of  the   Improvements 
contemplated  to  be  constructed  in  whole  or  in  part  under  this   Contract. 

101.5  The  term  "Engineer"  means   the   inspector,   technician,  or 
engineer  in   charge,   employed  by  said  Authority  for  the  purpose  of  inspecting 
and  recommending  to  the  Authority   rejection  or  acceptance  of  the  work 
embraced  in  this   Contract  for  Emergency  Repairs,   the  said  Engineer 

acting  directly  or  indirectly  through  any  Inspector  having  general  charge 
of  the  work  or  through  any  assistant  having  immediate  charge  of  a  portion 
thereof  limited  by  the  particular  duties   intrusted  to  him. 

101.6  The  term  "Local    Government"  means  the  City  of  Boston, 
Massachusetts,  within  which  the  Project  Area   is   situated. 

101.7  The  term  "Contract  Documents"  means   and  shall    include  the 
following:   Executed  Agreement,  Addenda   (if  any).   Invitation   for  Bids, 
instructions  to  Bidders,   Signed  Copy  of  Bid,  General   Conditions,  Parts  1 
and   11,  Special    Conditions,   and  Technical    Specifications. 

101.8  The  term  "Drawing"  means   the  drawings  enumerated  in  the 
SCHEDULE   OF  DRAWINGS.      NO  DRAWINGS    IN  THIS   CONTRACT   FOR  RESTORATION   WORK. 
SKETCHES  OF  REAR  PORCHES,   AND  PHOTO    COPIE.S  OF  THE   STRUCTURE   HAVE   BEEN 
INCLUDED  TO  AID   IN  THE  WORK. 

101.9  The  term  "Technical   Specifications"  means   that  part  of  the 
Contract  Documents  which  describes,   outlines   and  stipulates:   the  quality 
of  the  materials   to  be  furnished;   the  quality  of  workmanship   required; 
and  the  methods   to  be   used  in   carrying   out  the  construction  work  to  be 
performed  under  this   Contract. 
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101.10      The  term  "Addendum''  or   'Addenda"  means  any  change,   rsvisicns  or 
clarifications  of  the  Contract  Oocurrents  which  have  been  duly  issued  by  the 
Authority  to  prospective  Bidders  prior  to  time  of  receiving  Bids. 

101.11  The  words   "approval   of  the  Authority"  or  "approved  by  the  Authority'', 
shall  mean  an  approval  by  vote  of  the  Authority. 

101.12  The  words   "directed",   "required",   "permitted",   "ordered",   "designated" 
"prescribed",  or  words  of  like  import,   shall  mean  the  direction,   requirenrsnts , 
perrm'ssion,  order,  designation,  prescription  etc.,  of  the  Authority's  authori:sd 
representative  and  similarly  the  words   "approved",   "acceptable",   "satisfactory", 
or  words  of  like  import,   shall  mean  approved  by,  or  acceptable  cr  satisfactory 

to  the  Authority's  authorized  representative,  subject  in  each  case  to  the  final 
determination  of  the  Authority,  unless  otherwise  e^cpressly  stated. 

102.0     SUPERINTENOEIiCY  BY  CONTRACTOR 

102.1  Except  where  the  Contractor  is  an   individual   and  gives  his  personal 
superintendence  to  the  work,  the  Contractor  shall   have  a  competent  suoerintendent , 
satisfactory  to   the  Authority,  on  the  work  at  all   times  during  working  hours  wi:h 
full   authority  to  act   for  him.     The  Contractor  shall   also  provide  an  adequate 
staff  for  the  proper  coordination  and  expediting  of  his  work. 

102.2  The  Contractor  shall   lay  out  his  own  work  and  he  shall   be  responsible 
for  all  work  e:<ecuted  by  him  under  the  Contract.     He  shall  verify  all   figures   and 
elevations  before  proceeding  with  the  work  and  will   be  held  responsible  for  any 
error  resulting  from  his   failure  to  do  so. 

103.0,    SUBCONTRACTS 

103.1     The  Contractor  shall   not  execute  an     agreement  with  any  subcontractor 
or  permit  any  subcontractor  to  perform  any  work   included   in  this  contract  until 
he  has   submitted  a  non-collusive  affidavit  from  the  subcontractor  in  substantially 
the   form  shown  on   the   following  page  and  has   received  written  approval   of  such 
subcontractor  from  the  Authority. 
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los. 2  No  proposed  subcontractor  shall  be  disapproved  by  the  Authority 
excapt  for  cause. 

103.3  The  Contractor  shall  be  fully  responsible  to  the  Authority  for 
the  acts  and  omissions  of  his  subcontractors,  and  of  persons  either  cirectly 
or  indirectly  employed  by  them,  as  he  is  for  the  acts  and  omissions  of  per-' 
sons  directly  employed  by  him. 

103.4  The  Contractor  shall  cause  appropriate  provisions  to  be  inserted 
in  all  subcontracts  relative  to  the  work  to  require  compliance  by  each  sub- 
contractor with  the  applicable  provisions  of  the  Contract  for  Improvements 
embraced  in  the  Sits  Preparation. 

103.5  Nothing  contained  in  the  Contract  shall  create  any  contractural 
relation  between  any  subcontractor  and  the  Authority. 

104.0  OTHER  CONTRACTS 

The  Authority  may  award,  or  may  have  awarded,  other  Contracts  for 
additional -work,  and  the  Contractor  shall  cooperate  fully  with  such  other 
Contractors,  by  scheduling  his  own  work  with  that  to  be  performed  under 
other  Contracts  as  may  be  directed  by  the  Authority.  The  Contractor  shall 
not  commit  or  permit  any  act  that  will  interfere  with  the  performance  of 
work  by  any  other  Contractor  as  scheduled. 

105.0  FITTING  AND  COORDINATION  OF  THE  WORK 

The  Contractor  shall  be  responsible  for  the  proper  fitting  of  all  work 
and  fcr   the  coordination  of  the  operations  of  all  trades,  subcontractors  cr 
material  men  engaged  upon  this  Contract.  He  shall  be  prepared  to  guarantee 
to  each  of  his  subcontractors  the  locations  and  measurements  which  they  may 
require  for  the  fitting  of  their  work  to  all  surrounding  work. 

106.0  MUTUAL  RESPCNSI3ILITY  OF  CONTRACTORS 

If,  through  acts  or  neglect  on  the  part  of  the  Contractor,  any  other 
Contractor  or  any  subcontractor  shall  suffer  loss  or  damage  on  the  work,  the 
Contractor  shall  settle  with  such  other  Contractor  of  subcontractor  by  agree- 
ment or  arbitration,  if  such  other  Contractor  or  subcontractor  will  so 
settle.  If  such  other  Contractor  or  subcontractor  shall  assert 
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any  claim  against  the  Authority  on  account  of  any  damage  alleged  to  have 
been  so  sustained,  the  Authority  will  notify  this  Contractor, "who  shall 
defend  at  his  own  expense  any  suit  based  upon  such  claim,  and,  if  any 
judgement  of  claims  against  the  Authority  shall  be  allowed,  the  Contractor 
shall  pay  or  safisfy  such  judgement  or  claim  and  pay  all  costs  and 
expenses  in  connection  therewith. 

107.0  PROGRESS  SCHEDULE 

107.1  The  Contractor  shall  submit  for  aoproval  immediately  after 
execution  of  the  Agreement,  a  carefully  prepared  Progress  Schedule, 
showing  the  prooosed  dates  of  starting  and  completing  each  of  the  various 
sections  of  the  wor)<,  the  anticipated  monthly  payments  to  become  due  the 
Contractor,  and  the  accumulated  percent  of  progress  each  month. 

107.2  Cost  Breakdown:  The  Contractor  shall  submit  to  the  Authority 
a  breakdown  of  his  estimated  cost  of  all  work,  so  arranged  and  itemized 
as  to  meet  the  approval  of  the  Authority.  This  breakdown  shall  be 
submitted  promptly  after  execution  of  the  agreement  and.  before  any 
payment  is  made  to  the  Contractor  for  work  performed  under  the  Contract, 
After  approval  by  the  Authority,  the  prices  established  in  the  breakdown 
shall  be  used  in  estimating  the  amount  of  partial  payments  to  be  made  to 
the  Contractor. 

107.3  The  values  employed  in  making  up  the  Breakdown  are  for  the 
purpose  of  making  partial  payments  and  shall  not  be  taken  as  a  basis  for 
additions  to  or  deductions  from  the  Contract  Price. 

108. 0  PAYMENTS  TO  CONTRACTOR 

108.1    Partial  Payments 

108.1.1  The  Contractor  shall  prepare  his  reouisition  for 
partial  payment  as  of  the  last  day  of  the  month  and 
submit  it  with  the  required  number  of  conies,  to  the 
Authority  for  approval.  The  amount  of  the  payment  due  to 
the  Contractor  shall  be  determined  by  the  value  of  work 
completed  to  date  and  deducting  (1)  ten  percent  (10%  of 
the  total  amount,  to  be  retained  until  final  payment  and 
(2)  the  amount  of  all  previous  payments.  The  total  value 
of  work  completed  to  date  shall  be  based  upon  the  estinatea 
quantities  of  work  comoleted  to  date  on  each  item  and  the 
unit  prices  bid  and  adjusted  in  accordance  with  the  value 
of  work  completed  to  date  on  approved  change  orders. 
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Upon  presentation  by  the  Contractor  of  certified  copies 
of  paid  invoices  the  Authority  may  include  in  the  estimate, 
advance  payments  for  acceptable  reinforcing  steel,  structural 
steel,  piles,  pipe  or  other  non-perishable  materials 
purchased  expressly  for  the  work  and  delivered  on  the 
work  and  properly  stored  on  the  site,  but  which  materials 
are  not  considered  as  erected  or  complete  in  place  under 
the  items  of  the  Contract,  and  for  which  partial  payment 
as  specified  in  the  foregoing  paragraph  would  not  be  made 
until  such  materials  were  erected  or  complete  in  place. 
The  amount  to  be  included  in  the  estimate  will  be  determined 
by  the  Engineer  but  in  no  case  shall  it  exceed  90«  of  the 
value  of  the  materials  as  shown  by  the  certified  copies 
of  paid  invoices  nor  shall  payment  for  material  not 
incorporated  in  the  work  exceed  10"  of  the  total  contract 
value  at  any  time  during  the  contract  period.  Payment 
will  not  be  approved  when  the  invoice  value  of  such 
materials  as  determined  by  the  Engineer  amounts  to  less 
than  $1,000.00. 
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Deductions  at  ratss  and  in  amounts  which  are  equal  to  the  psyn:ents 
will  be  oiade  from  estimates  as  the  materials  are  incorporated  on 
the  work. 

Payments  for  the  materials,  as  aforesaid,  shall  not  1n  itself 
constitute  acceptance  and  any  materials  which  do  not  conform  to 
the  specification  shall  be  rejected.  Further  any  materials  which 
becomes  excess  for  any  reason  and  are  not  incorporated  in  the  work 
shall,  if  paid  for,  have  their  value  deducted  from  any  payment  to 
the  Contractor  at  the  same  rata  they  were  paid  originally. 
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108.1.2  Monthly  or  psi^ibl  paTasnts  made  "irf  the  Authority  to  the 
Contractor  are  moasys  ad'/sncsd  for  the  purpoca  cr"  assistir-5  the 
Contractor  to  e:cpedite  the  vcrk  of  canstractlcs .  All  catarial  sns 
ccarpleted  vcrk  covered  by  such  monthly  or  partial  paysents  shall 
reaaln  the  property  of  the  Contractor  and  he  sitall  he  racpcr.sihla 
for  the  care  and  protection  of  all  materials  and  worX  upon  vhich 
payoents  have  been  made .  Sucii  payments  shall  not  constitute  a 
valvar  of  the  right  of  the  Authority  to  require  the  ftiLflllr.en^  of 
all  taraa  of  the  Contract  and  the  delivery  of  all  irprove-ents  e=- 
braced  in  this  Contract  coinpleta  and  satisfactory  to  the  Authority 
in  all  details. 

108.1.3  Within  ten  (lO)  days  after  the  general  contractor  receives 
payment  on  account  of  a  periodic  estisate  of  the  -rahie   of  the  work 
done,  he  shall  pay  to  each  subcontractor  the  sua  contained  therein 
for  the  value  of  said  subcontractor's  vorit,  leaa  any  amount  retained 
therefrom  by  the  avarding  authority  under  the  terms  of  t.he  general 
contract  or  in  consequence  of  any  legal  proceedings  or  statutory 
liens,  and  less  any  amount  due  the  general  contractor  under  the 
subcontract.  ITot  later  than  the  sixty-fifth  (65th)  day  after  each 
subcontractor  fully  completes  his  portion  of  the  vork  in  accordance 
vlth  the  plans  and  specifications,  the  entire  balance  due  under  the 
subcontract  shall  be  due  the  subcontractor  and  shall  be  paid  to  the 
general  contractor  by  the  awarding  authority  for  the  account  of  the 
subcontractor  and  In  partial  pa:,-ment  of  the  amount  due  under  the 
general  contract;  provided,  hovever,  that  the  avarding  authority 
may  withhold  from  such  partial  payment  all  amounts  retained  by  the 
avarding  authority  pending  its  detarmlnaticn  that  said  portion  of 
the  work  is  satisfactory  or  in  consequence  of  any  legal  proceedings 
or  statutory  liens.  The  general  contractor  shall  fonhvith  pay  zo 
the  subcontractor  the  full  amount  received  as  aforesaid  from  the 
avarding  authority  for  the  account  of  such  subcontractor  less  any 
amount  due  the  general  contractor  under  the  subcontract;  and  the 
awarding  authority  nay  take  such  steps  as  It  cay  deem  necessary  to 
arrange  that  such  amounts  are  paid  by  the  general  contractor  to  the 
subcontractor  forthwith.'  If,  within  ten  (ic)  days  after  the  afore- 
mentioned sixty-fifth  (65th)  day,  the  subcontractor  has  not  recei'/ed 
from  the  general  contractor  the  entire  balance  due  on  the  subcon- 
tract less  the  aforesaid  amounts,  the  subcontractor  sh.all  give  the 
awarding  authority  and  the  general  contractor  Tritten  notice  of  such 
failure  to  receive  payment  and  of  the  amount  so  payable,  but  not 
paid,  by  the  general  contractor.  There  upon  the  awarding  authority 
shall  make,  out  of  sums  payable  to  the  general  contractor  on  the 
general  contract,  direct  payment  to  the  subcontractor  of  the  entire 
balance  due  on  the  subcontract  leas  the  aforesaid  amounts.  Such 
direct  cayaent   by  the  awarding  authority  to  any  subcontractor  and 

any  payment  to  a  general  contractor  for  the  account  of  a  subcontracto: 
as  hereinbefore  provided  shall  discharge  the  obligation  of  the  award- 
ing authority  to  the  general  contractor  to  the  extent  of  such  pa-.— ent. 

The  avarding  authority  shall  not  include  in  any  direct  pa;.-=ent  r^de 
to  a  subcontractor  pursuant  to  this  section  any  amount  claimed  from 
that  subcontractor  by  the  general  contractor  in  a  letter  containing 
a  breakdown  of  the  claim  and  sent  to  the  avarding  authority  within 
ten  days  after  receipt  by  the  general  contractor  of  the  copy  of  the 
request  of  the  subcoctrsctcr  to  the  awarding  authority  for  direct 
payment . 
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106.2  Finni  P?yigr.t 

ICS.2.1  yifter  flnil  inspection  and  nccsptnnce  by  the  Authority  of  nil 
vork  under  the  Contract,  the  Contractor  shall  creonre  his  requioltlon 
for  final  cpynent  which  shall  be  the  lu.-::p  su.^  sho*.m  in  the  AgrsorTten'.  in 
the  case  of  a  la-np  sun  contract  price  or  shall  be  based  upon  the  care- 
fully r.epsured  or  conputed  quarLity  of  each  item  of  vor*^  «t  the  ?orlic3bl! 
unit  prices  stipulated  in  the  Agreenent  in  the  case  of  a  unit  price 
contract.  The  foregoing  to  be  adjusted  by  approved  Change  Order:. 

The  total  a.-nount  of  the  final  paynent  due  the  Contr?ctor  under  this  con- 
tract shall  be  the  ?mcunt  as  described  above  less  ?11  previous  ^f-jmcr.tc. 
Final  payment  to  the  Contractor  shall  be  nftda   subject  to  his  furr.isni.-f; 
the  Authority  with  a  release  in  satisfcctory  forn  of  all  claims  ag=>ins-. 
the  Authority  arising  under  and  by  virtue  of  his  contract,  other  th?n 
such  clflimc,  if  -?ny ,  as  :nay  be  specifically  excepted  by  the  Con-ractor 
from  the  operation  of  the  release  as  provided  under  the  section  entitled 
DISPUTES  under  GSIZRAL  CCJIDITICKS,  PAHT  I.    . 

In  consideration  of  the  execution  of  this  contract,  by  the  Authority  th= 
Contr'Jctor  ^(-rees  that  si.-nultaneously  with  the  acceptance  of  what  r.he 
Authority  tenders  as  the  final  payment  by  it  under  this  contrcct,  he 
will  execute  snd  deliver  to  the  Authority  an  instr'J.r.ent  under  seal  re- 
■  leasing  and  forever  discharging  the  Authority  of  and  fror.  any  and  gll 
clai.TS,  demands  and  liabilities  whatsoever  of  every  name  and  nsture,. 
both  at  lav  ani  in  equity.,  arising  from,  growing  out  of,  or  in  any  -.-ny 
connected  with  Lhis  contrrct,  save  only  such  clai.-ns,  de.T.ands  and  liabili- 
ties as  are  exTrsssly  excepted  in  said  instru,-nent. 

1C6.2.2  The  Authority.,  before  ma.^ing  any  payment  including  the  final 
payment,  may  require  the  Contractor  to  furnish  releases  or  receipts  frcm 
all  subcontractors  having  performed  any  wcrit  and  ^11  persons  hrvir.r 
supplied  materials,  equipment  (installed  on  the  Project)  and  ser"/icss 
to  the  Contractor,  if  the  Authority  dee.ms  the  same  necessary  in  order 
to  protect  itc  interest.  The  Authority,  however,  may  if  it  deems  such 
action  advisable  make  payment  in  part  or  in  full  to  the  Contractor  wiih- 
cut  requiring  the  furnishing  of  such  releases  or  receipts  and  any  pay- 
ments so  made  shall  in  no  wlsp  i.mpair  the  obligations  of  -■'ny  curc-y  or 
sureties  furnished  under  this  Contract. 

.108.2.3  Withholding  of  any  amount  due  the  Authority  under  the  section 
entitled  "Liouidated  Da.mages"  under  SPECLAL  CCriDITICIIS,  shall  be  deducted 
from  the  final  prym.ent  due  the  Contractor. 

103.3  Vithholding  Payments 


Ths   Authority  m.-y  vithhold  from,  sny  p2%-ment  other--ise  due  the  Ccntr'ct : 
so  much  as  may  be  neress-Try  to  protect  the  Authority  ?nd  if  it  so  elfcts 
.may  also  withhold  snv  pmounto  due  from  the  Contractor  to  anv  subc?ontrnctors 
or  material  dealers,  for  vcr'^  performed  or  materisl 
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foresoirs  previsions  shall  be  constraed  solaly  fcr  the  tsneflt  ai   tha 
Authority  and  vlll  not  racuire  the  Authority  to  dacaraina  or  adjust  azy 
claias  or  disputes  oetvean  tha  Contractor  and  hi.-  subcontractors  or  sater- 
ial  dealers,  or  to  vithhold  any  moneys  for  their  protactica  unless  the 
Authority  elects  to  do  so.  The  failure  or  rarusal  of  the  Authority  to  vith- 
hold any  moneys  frca  tha  Contractor  shall  in  no  wise  ispair  the  obllsaticns 
of  any  surety  or  3\:reties  under  any  bond,  or  bonds  furnished  under  tha  C:n- 
tract. 

108  A  Payeents  Sub.]egt  to  Submission  of  Certificate 

Esch  payment  to  the  Contractor  by  the  Authority  shall  ba  cade  subject 
to  the  follcvlss: 

108.^.1  Suhaiission  by  the  Contractor  of  all  vrittan  certifi- 
cations required  of  hia  and  his  subcontractors  by  the  section 
entitled  CaJTHACTOH'S  CERTUICATZS  under  GSHSAL  CONIHTIOIia. 

108. U. 2  That  no  paynent  xade  under  the  Contract  shall  act  as 
a  walTsr  of  the  right  of  the  Authority  to  require  the  fulfill- 
ment of  all  of  the  terrs  of  the  Contract. 

109-0  CHAi'fGZS  in  THE  WCEK 

109.1  The  Authority  may  sake  changes-  in  the  scrpe  of  the  vorh  requ.ired 
to  be  performed  by  the  Contractor  under  the  Contract,  or  by  caking  addition 
thereto,  or  by  oaitting  vorit  theref^ca,  vlthout  invalidating  the  Contract^ 
and  vithout  relieving  or  releasing  the  Contractor  frca  any  of  his  obliga- 
tions under  the  Contract  or  any  guarantee  given  by  hia  pursuant  to  tha  Con- 
tract provisions,  and  without  affecting  the  validity  of  the  guaranty  bonds 
and  vithout  relieving  or  releasing  the  surety  or  sureties  of  said  bonds. 

All  such  vorJc  shall  be  executed  under  the  terss  of  the  original  Contract 
unless  it  is  e:cpressly  provided  othervlse. 

109.2  2scept  fcr  the  purpose  of  affording  protsctlon  against  any 
emergency  endangering  life  or  property,  the  Contractor  shall  iiake  no  change 
la  the  materials  used  or  in  the  specified  manner  of  coastructlng  and/ or 
Installing  the  laprovesents  or  supply  additional  labor,  ssz-ftcss   or  materials 
beyond  that  actually  required  for  the  execution  of  the  Contract,  unless  in 
pursuance  of  a  vrltten  order  frca  the  Authority  authorising  the  Ccntraccor 

to  proceed  vlth  the  change.  No  claim  for  an  adjustment  of  the  Gsntract 
Price  vlll  be  valid  unless  so  ordered. 

109.3  If  applicable  unit  prices  are  contained  in  the  Acreer.ant 
(established  as  a  result  of  either  a  unit  price  bid  or  a  Supplemental 
Schedule  of  Unit  Prices)  The  Authority  may  order  the  Contractor  to  proceed 
with  desired  changes  in  the  voric,  the  '."alue  of  such  changes  to  be  deter- 
mined by  the  measured  quantities  involved  and  tha  applicable  unit  prices 
specified  in  the  Contract  as  provided  In  Section  17-0  under  Instmotlcns  to 
Bidders. 

109.'''  If  applicable  unit  prices  are  not  contained  In  the  Agrser.ent  or 
if  the  total  net  change  increases  or  decreases  the  total  contract  price  more 
than  tventy-flve  percent  (2;^)  the  Authority  shall,  before  orderlr^g 
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the  Contractor  to  proceed  vith  desired  charges,  request  m  itesissd  proposal 
frca  hi3  coverlr?  the  vcric  involved  in  the  change  after  vhich  the  prct2dure 
shall  te  as  follovs: 

109. U.l  If  the  proposal  la  accentable  the  Authority  vill  prepare 
the  chjacge  order  in  accordance  therevlth  for  acceptance  "by   the 
Contractor  and; 

1C9.'*'.2  If  the  proposal  Is  not  accertable  and  prorrpt  agresr.ent 
betveen  the  tvo  parties  cannox  be  reached,  the  Authority  r^y  crder 
the  Contractor  to  proceed  vith  the  vori  on  a  cost-plus  Linitad  basis, 
A  cost -plus -United  basis  is  defined  as  the  cat  coat  of  the  Con- 
tractor's Labor,  naterials  and  Insurance  plus  fifteen  percent  (15^) 
of  said  net  cost  to  cover  overhead  and  profit,  the  total  cost  not 
to  exceed  a  specified  liait. 

109 ^5   2ach  change  order  shall  include  la  its  final  fors: 

109.5-1  A  detailed  description  of  the  change  in  the  vcric. 

109.5.2  The  Contractor's  proposal  (if  any)  or  a  conforsed  copy 
thereof. 

109.5.3  A  definite  statanent  as  to  the  resulting  change  in  the 
contract  price  and/ or  tlae. 

109. 5'^  The  statement  that.aH  work  involved  in  the  charge  shall 
be  performed  in  accordance  '."Ith  contract  requlre-rjents  excspx  as 
aodlfied  by  the  change  order. 

nb.O  CLAIMS  FC?.  E"-C?A  CCST 

110.1  If  the  Contractor  claias  that  any  instructions  by  Cravings  or  other- 
vise  involve  extra  cost  or  extension  of  tlse,  be  shall,  vithin  ten  (lO)  cays 
after  the  receipt  of  such  Instractlons,  and  in  any  event  before  proceeding  to 
execute  the  wcri:,  submit  his  protest  thereto  in  vriting  to  the  Authority 
stating  clearly  and  In  detail  the  basis  of  his  objections.  No  such  clain  vill 
be  considered  unless  so  isade. 

110.2  Clair.s  for  additional  co.Tpensation  for  extra  vorx,  due  to  alleged 
errors  In  ground  eie'/aticns,  contour  lines,  or  bench  caries,  vlH  ncx  be 
recognised  unless  acccrspanied  by  a  certified  sur'/ey  data,  cade  prior  to  the 
tine  the  original  ground  vas  disturbed,  clearly  ahcving  that  errors  exist 
vhlch  resulted,  or  vculd  result,  in  handling  aore  r^terial,  or  perfomin^ 
more  vork,  than  vculd  be  reasonably  estlnatad  fron  the  liravings  and  zaps 
Issued. 

110.3  Any  discrepancies  vhich  nay  be  discovered  betveen  actual  ccnditlcris 
and  those  represented  by  the  Dravi-gs  3h.£j_l  a*  once  be  reported  to»the 
Authority  and  vcrx  shall  not  proceed,  except  at  tha  Ccntrac-cor 's  ris^:,  -in-il 
vrlttan  Instructions  hB-re   been  received  b-.-  hir.  frcr:  the  Authorltv. 
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110.4  If,  OQ  the  basis  of  the  available  evidence,  the  Authority  determines 
that  an  adjustment  of  the  Contract  Price  or  time  is  justifiable,  the  pro- 
cedure shall  then  be  as  provided  for  in  Section  109  -  CHANGES  IN  THE  WORK 
under  GENERAL  CONDITIONS,  PART  I. 

111.0  TERMINATION:   DELAYS,  AND  LIQUIDATED  DAMAGES 

111.1  Termination  of  Contract.   If  the  Contractor  refuses  or  fails  to 
prosecute  the  work  with  such  diligence  as  will  insure  its  completion  within 

the  time  specified  in  these  Contract  Documents,  or  as  modified  as  provided  in 
these  Contract  Documents,  the  Authority,  by  written  notice  to  the  Contractor, 
may  terminate  the  Contractor's  right  to  proceed  with  the  work.   Upon  such 
termination,  the  Authority  may  take  over  the  work  and  prosecute  the  same  to 
completion,  by  contract  or  otherwise,  and  the  Contractor  and  his  sureties 
shall  be  liable  to  the  Authority  for  any  additional  cost  incurred  by  the 
Authority  in  its  completion  of  the  work  and  they  shall  also  be  liable  to  the 
Authority  for  liquidated  damages  for  any  delay  in  the  completion  of  the  work 
as  provided  below.   If  the  Contractor's  right  to  proceed  is  terminated,  the 
Authority  may  take  possession  of  and  utilize  in  completing  the  work  such 
materials,  tools,  equipment,  and  plant  as  may  be  on  the  site  of  the  work 
and  necessary  therefor. 

111.2  Liquidated  Damages  for  Delays.   If  the  work  is  not  completed 
within  the  time  stipulated  in  Section  403.0  -  TIME  FOR  COMPLETION  AND  SEQUENCE 
OF  WORK  under  SPECIAL  CONDITIONS,  including  any  extensions  of  time  for  excusable 
delays  as  herein  provided,  the  Contractor  shall  pay  to  the  Authority  as  fixed, 
agreed,  and  liquidated  damages  (it  being  impossible  to  determine  the  actual 
damages  occasioned  by  the  delay)  for  each  calendar  day  of  delay,  until  the 

work  is  completed,  the  amount  as  set  forth  in  Section  404.0  -  LIQUIDATED  DAMAGES 
under  SPECIAL  CONDITIONS  and  the  Contractor  and  his  sureties  shall  be  liable 
to  the  .Authority  for  the  amount  thereof. 

111.3  Excusable  Delays.   The  right  of  the  Contractor  to  proceed 
shall  not  be  terminated  nor  shall  the  Contractor  be  charged  with  liquidated 
damages  for  any  delays  in  the  completion  of  the  work  due: 

111.3.1  To  any  acts  of  the  Government,  including  controls  or 
restrictions  upon  or  requisitioning  of  materials,  equipment, 
tools  or  labor  fay  reason  of  war.  National  Defense,  or  any  other 
national  emergency, 

111.3.2  To  any  acts  of  the  Authority, 

111.3.3  To  causes  not  reasonably  foreseeable  by  the  parties 
to  this  Contract  at  the  time  the  execution  of  the  contract 
which  are  beyond  the  control  and  without  the  fault  or  uegligence 
of  the  Contractor,  including,  but  not  restricted  to,  acts  of 
God  or  of  the  public  enemy,  acts  of  another  Contractor  in  the 
performance  of  some  other  contract  with  the  Authority,  f ir^s , 
flood,  epidemics,  quarantine  restrictions,  strikes,  freight 
embargoes,  and  weather  of  unusual  severity  such  as  hurricanes, 
tornadoes  and  other  extreme  weather  conditions;  and 
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111.3.'+  To  any  delay  of  any  subcontrsctcr  occasioned  t-/  an-j 

of  the  causes  specified  la  sub-paragraphs  12J..3,1,  111. 3. 2 
111.3.3  of  this  paragraph  HI. 3*. 


Provided,  hcwever,  t.hat  the  Contractor  jrtsptly  notified  the  Authority 
vlthla  ten  (lO)  days  in  vritiag  of  the  csTise  of  the  delay. 

Upon  receipt  of  such  notification  the  Authority  shall  ascertais  the 
facts  and  the  cause  and  extent  df  delay.  If,  upon  the  basis  of  the  facts 
and  the  tarss  of  this  Contract,  the  delay  is  properly  e:;cusable,  the 
Authority  shall  extend  the  tine  for  ccapletlag  the  vori  for  a  period  of 
tine  ccssensurate  vith  the  period  of  excusable  delay. 

122.0   AssiGiDsrr  OH  nownoN 

The  Contractor  shall  not  assign  or  transfer,  vhether  by  as  assigmest 
or  novation,  any  of  its  rights,  duties,  benefits,  obligations,  liabilitiea 
or  responsibilities  under  this  Contract  vithout  the  vrittan  consent  of  the 
Authority;  prcrlded,  hcvever,that  assignsents  to  tanks,   txtist  corcanlss, 
or  other  financial  Institutions  say  be  cade  -Jlth-rut  the  consent  of  the 
Authority.  Mo  assignment  or  no-ration  of  this  Contract  shall  'se  -ralid  unless 
the  assignment  or  nc.Titicn  expressly  prc-ides  th"t  the  asslgnr:ent  cf  any  of 
the  Contractor's  rights  or  benefits  under  the  Contract  is  subject  to  a  prior 
lien  for  labor  perfomed,  services  rendered  and  materials,  tools  and  equipment 
supplied  for  the  performance  of  the  worii  under  this  Contract  in  favcr  of  all 
persons,  firms  or  corporations  rendering  such  labor  cr  ser*/ices  of  supplyi--.g 
such  materials,  tools  or  equipment. 

U3.0  cispims 

113.1  All  disputes  arising  under  this  Contract  or  its  inte::pretation, 
whether  involving  lav  or  fact  or  both,'  or  extra  vcrx,  and  all  claims  for  al- 
leged breach  of  contract  shall  vlthln  ten  (lO)  days  of  commencement  cf  the 
dispute,  be  presented  by  the  Contractor  to  the  Authority  for  decision.  All 
papers  pertaining  to  claims  shall  be  filed  in  quadr-jplicate .  Sach  notice 
need  net  detail  the  amount  of  the  claim  but  shall  state  the  'acts  surround- 
ing the  claim  in  sufficient  detail  to  ids.Ttify  the  claim  together  vith  its 
character  and  scope.  In  the  meantime,  the  Contractor  shall  proceed  with  the 
voric  as  directed.  Any  claim  not  presented  'Jlthin  the  time  limit  specified 
vlthln  this  paragraph  shall  be  deemed  to  have  been  vaived,  except  thai;  if  the 
claim  is  of  a  continuing  character  and  notice  of  the  claim  is  act  given 
vlthln  ten  (lO)  days  of  its  ccmneacement,  the  claim  vlH  be  considered  only 
for  a  period  ccirmencing  ten  (lO)  days  prior  to  the  receipt  cf  the  Authority 
of  notice  thereof. 

113.2  The  Contractor  shall  sutnit  in  detail  his  claim  and  his  proof 
thereof.   Each  decision  by  the  Authority  vill  be  in  vrlting  and  vlH  ce  mailed 
to  the  Ccntractor  by  registered  mail,  return  receipt  requested. 


113-3  I^  *he  Contractor  does  net  ggr^s  vlth  any  decision  of  the 
Authority  he  shall  in  no  esse  allov  the  dispirta  to  delay  the  vorJc  cut 
shall  notify  the  Authority  prcsip-cly  that  he  is  proceedlns  vith  ths  vcri: 
under  protest  and  he  say  then  ejccspt  the  matter  in  question  frcn  tha 
final  release. 

112. Ji  The  Authority's  decision  shall  not  "be  final  and  conclusi-,-^ 
"but  the  dispute  shall  "be  tried  In  court  on  its  aarita. 

UU.O  TZCHKICAL  SPECTrl CATIONS  AND  ISAWlZrGS 

Anything  ceationed  in  the  Technical  Specifications  and  not  shcvn 
on  the  Dravings,  or  showis  on  the  Dravinss  and  not  centicned  in  the  Tech- 
nical Specifications,  shall  te  of  lllie  effect  as  If  shcvn  on  or  aeff=ioned 
ia  both.  In  case  of  a  conflict  "betveen  Dravinga  and  Technical  Speci- 
fications, the  Technical  Specifications  shall  govern.  In  case  of  any 
discrepancy  in  Dravings  or  Technical  Specifications,  the  natter  shall 
te  iacediately  subaltted  to  the  Authority,  vithout  vhose  decision  said 
discrepancy  shall  not  be  adjusted  by  the  Contractor,  save  only  at  his 
ovn  risk  and  exper.ae. 

115.0  SKDP  DRAVCJGS 

115.1  All  required  shop  drawings,  sachinery  details,  laycut  dravir.gs, 
etc.,  shall  be  subaitted  to  the  Authority  ia  5  copies  for  appro-ral  suffi- 
ciently in  advance  of  recuiresents  to  afford  anple  tize  for  checki.ng,  in- 
cluding tlse  for  correcti.ig,  resufcmittir-g  and  rechedcing  if  necessar;-.  The 
contractor  cay  proceed,  only  at  his  cvn  risk  vlth  inanufact'.ire  or  ins~alla- 
tion  of  any  equipnent  cr  vork  covered  by  said  shop  dr3vi.-:gs,  etc.,  urrtil 
they  are  approved  and  no  claia,  by  the  Contractor,  for  exzensica  of  the 
contract  tiaie  vlll  be  granted  by  reason  of  bis  failure  in  this  respac-z. 

115.2  Any  dravinjgs  subaitted  vithout  the  Contractor's  stara  of  ap- 
proval vill  not  be  considered  and  vill  be  returned  to  hia  for  proper  re- 
sufcaissicn.  If  any  dravings  shov  variations  frca  the  requirsaeats  of  the 
Contract  because  of  standard  shop  practice  or  other  reason,  the  Con~ractcr 
shall  make  specific  mention  of  such  variation  in  hia  letter  of  transmittal 
in  order  that,  if  acceptable,  suitable  action  xay  be  taken  for  proper  ad- 
Justsent  of  contract  price  and/ or  tine  othervise  the  Cc'n"cractor  vill  not 
be  relieved  of  the  responsibility  for  e:?3cutiag  the  work  in  accordance 
vith  the  Contract  even  thcagh  the  drawings  have  been  approved. 

115.3  I-  a  shop  draving  is  in  accord  vith  the  contract  or  iavol'/HS 
only  a  minor  adjustment  in  the  Interest  of  the  Authority  not  involving  a 
change  In  contract  price  or  time,  the  Authority  ray  approve  the  drawing. 
The  approval  shall  be  general,  shall  not  relieve  the  Contractor  frca  his 
responsibility  for  adherence  to  the  contract  or  for  any  error  in  the  draw- 
ing and  shall  contain  in  substance  the  folloving: 

"The  modification  sho".rn  on  the  attached  draving  is  arprovad  ia  the 
interest  of  the  Authority  to  effect  an  improvement  for  the  Project  ard  is 
ordered  with  the  understanding  that  it  dees  not  involve  any  change  i.n  the 
Contract  Fries  or  time;  that  it  is  subject  generally  to  all  Contract  stipu- 
lations and  covenants;  and  that  it  is  --ithcut  prejudice  to  any  and  all 
rights  of  the  Authority  under  the  Contract  end  suretv  bond  cr  bonds." 


116.0     REQUESTS  ?C?.  SUPPLZMZmAHY  nTFCEMAnCIT 

It  shall  "be  t.^e  responsltility  of  tJie  Contractor  to  sahs  tiraly  r^cuests 
of  the  Authority  fcT  any  additional  infoznation  not  alr3ady  ia  hia  pcsjsssicn 
vhich  should  be  furnished  by  the  Authority  under  the  tarr.s  of  this  Co.-riract, 
and  vhich  ha  viH  require  in  the  plannics  and  erecutica  of  the  vcrl:.     Such 
requesta  say  be  subnitted  in  vrltlng  frcsi  tine  to  tiss  as  the  need  Is  approach- 
ed,  but  esch  shall  be  filed  in  ainple  time  ta  perait  appropriate  action  to  be 
taken  by  all  parties  Invol'red  so  as  to  avoid  delgy  .     Each  request  srjail  be  in 
vTitins,   and  list  the  various  items  and  the  latest  data  by  vhich  each  vill  be 
required  by  the  Contractor.     The  first  list  shall  be  subnitted  vithin  tvo 
weeics  after  Contract  avard  and  shall  be  as  caTipl'ete  as  possible  at  that  tlss  . 
The  Contractor  shall,    if  requested,   furrjish  prcsratly  any  assistance  and  infor- 
mation the  Authority  nay  require  in  respcndlc^  to  these  requests  of  the  Con- 
tractor.    The  Contractor  shall  be  fully  responsible  for  any  delay  in  his  vcrh 
or  to  others  arising  frca  his  failure  to  ccsrply  fully  vith  the  pro'.-isions  of 
this  Section. 

117.0     MATERIALS  AJtT3  WOEKyj\:iSKI? 

117.1  Unless  cthervisa  specifically  provided  for  in  ths  Technical  Specifi- 
cations,  all  vorioEanship,   equipment,  natarlals  and  articles  incorporated  in 
the  vork  shall  be  new  and  the  best  grade  of  the  respective  kinds  for  the  pur- 
pose.    Where  equipment,  niatarials,   articles  or  vorlcsanship  are  referred  to  in 
the  Technical  Specifications  as  "equal  to"  any  particular  standard,   the 
Authority  shall  decide  the  question  of  equality. 

117.2  The  Contractor  shall  furnish  to  the  Authority  for  appro%-al  the 
Eamifacturer' 3  detailed  specifications  for  all  machinery,  mechanical  and  other 
special  equipnent,  which  he  contesplatas  installins  together  vith  full  infor- 
catlon  as  to  type,  performance  characteristics,   and  all  other  pertinent  infor- 
mation as  required,    and  shall  likevise  sufcait  for  approval  as  required  full 
Information  concerning  all  other  materials  or  articles  vhich  he  prcposcs  to 
Incorocrata   in  the  vrjrk.      (See  Section  118.0  -  EAHPIZ5,   CEHTIJICATIS  AlTD  TESTS 
under* GErrERAL  COimiTIOlIS ,  PAP.T  l): 

117.3  Machinery,  mechanical  and  other  equipme.Tt,  materials  or  articles 
installed  or  used  without  such  prior  approval  sh.ali  be  at  the  risk  cf  sub- 
sequent rejection. 

117.^     Materials  specified  by  reference  to  the  number  or  sj-nbol  of  a  specific 
standard,   such  as  an  A.S.T.M.   Standard,   a  Federal  Specification  or  other 
similar  standard,    shall  caroly  vith  requirements   in  the  latest  revision  thereof 
and  any  amendment  or  supplement  thereto  in  effect  on  the  date  of  the  Invitation 
for  Bids,    except  as  limited  to  type,    class  or  grade,    or  modified  in  such  refer- 
ence.    The   standards   referred  to,    except  as  modified   in  the  Technic2l 
Specifications  shall  have  full  force  and  effect  as  though  printed  therein. 

117.5     The  Authority  nay  require  the  Contractor  to  dismiss  from  the  vcrk 
such  employee     or  employees  as  the  Authority  nay  deem  incompetent,   ir  careless, 
or  insubordinate. 
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U8.0  SAMPLES,  CZHITJICJIZS  AlID  TESTS 

118.1  The  Ccntractor  shall  subait  all  r^terial  or  equipr-ani  s:i=les, 
certiricatea,  afflda-rits,  etc.,  as  called  fcr  in  the  contract  dcc'jr.a=:;3  or 
required  by  the  Authority,  prcsptly  after  averd  of  the  Contract  and  =3cccrt- 
ance  of  the  Contractor's  bond.  No  such  latarial  or  equipment  shall  b-s 
manufactured  or  deli'/ered  to  the  site,  except  at  the  Contractor's  ovn  risk, 
until  the  required  sanales  or  certificates  have  been  approved  in  vritin^  by 
the  Authority.  Any  delay  in  the  voric  caused  by  late  or  isprcper  sucsissica 
of  saiaples  or  certificates  for  approval  shall  not  be  considered  Just  cause 
for  an  extension  of  the  contract  tise. 

Each  sasple  submitted  by  the  Contractor  shall  carry  a  label  gi'/ing  the 
nace  of  the  Contractor,  the  project  for  vhich  it  is  intended,  and  the  nana 
of  the  producer.  The  acccsipanying  certificate  or  letter  frca  the  Contractor 
shall  state  that  t.he  sarrple  complies  with  contract  requirasesta,  shall  give 
the  name  and  brand  of  the  product,  its  place  of  origin,  the  nase  and  address 
of  the  producer  and  all  specifications  or  other  detailed  inforration  vhich 
vill  assist  the  Authority  in  passing  upon  the  acceptability  of  the  ssrple 
pronptly.  It  shall  also  include  the  statenent  that  ail  catarials  or  ecuip- 
aent  furnished  for  use  in  the  project  will  ccsply  vith  the  sarples  and/or 
certified  atatesents. 

116.2  Approval  of  any  siaterials  shall  be  general  only  and  shall  not 
constitute  a  vaiver  of  the  Authority's  right  to  de=and  full  cczipliance  vith 
Contract  requirements.  After  actual  deliveries,  the  Authority  uill  have 
such  check  tests  made  as  it  deems  necessary  in  each  instance  and  cay  reject 
materials  and  equipment  and  accessories  for  cause,  even  though  such  materials 
and  articles  have  been  given  general  approval.  If  mterials,  equipment  or 
accessories  vhich  fail  to  meet  chedt  tests  have  been  incorporated  in  the  vcrr., 
the  Authority  vill  have  the  right  to  cause  their  removal  and  replacement  by 
proper  saterials  or  to  demand  and  secure  such  reparation  by  the  Contractor  as 
is  equitable. 

118.3  Except  as  other"/ise  specifically  stated  in  the  Cbntract,  t.he 
costs  of  sampling  and  testing  vill  be  divided  as  follcvs: 

118.3.1  The  Contractor  shall  furnish  vithout  extra  cost, 
including  packing  and  delivery  charges,  all  sairples  required 
for  testing  purposes,  except  those  samples  taken  on  the  project 
by  the  Authority; 

118.3.2  The  Contractor  shall  assume  all  costs  of  retesting 
materials  vhich  fail  to  meet  contract  requirements; 

118.3.3  The  Ccn-ractor  shall  assume  all  costs  of  tasting 
materials  offered  in  substitution  for  those  found  deficient;  and 

118.3.2*  The  Authority  vill  pay  all  other  expenses.       , 
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119.1  The  Contractor  shall  give  ail  ricticsa  rsquirsd  by  and  ccrply  vlth 
all  applicable   lavs,    ordinances,    codes,    —jIss  and  regulations.     All  ccnstr-jction 
work  and/or  utility  installations  shall  ccsiply  vlth  all  arrilicable  ordinances, 
and  codes   including  all  vritr.pn  waivers.      Before   instai-ling  any  -^ctIt.,   the  Con- 
tractor shall  sxar.ine  the  Technical  Speci-lcotlcns  for  cccroliar.oe 
vith  applicable  ordinances  and  codes  and  shall  iz=ediately  report  any  discrepan- 
cy to  the  Authority.     Vhere  the  reculresenta  of  the  Tschnic-l 
Specifications  fail  to  cc=?ly  vlth  such  applicable  ordinances  or  codes,    the 
Authority  viH  adjust  the  Contract  by  Ciaage  Order  to  confers  to  such  ordinances 
or  codes   (unless  vaiv«rs  in  vrltlng  covering  the  difference  h^ve  been  ^■nr.tez  by 
the  governing  body  or  departasnt)  and  naite  appropriate  edjuataent  la  the  Contract 
Price. 

.   Should  the  Contractor  fail  to  observe  the  foregoing  prcrisicna  and  proceed 
vlth  the  construction  and/or  Install  any  utility  at  variance  vlth  any  applicable 
ordinance  or  code,    including  any  vrltten  -"alvers   (notvlthstanding  the  fact  that 
such  Installation  is  in  ccapliance  vith  the  Technical  Specifications 

the  Contractor  shall  rssove  such  vorh  vithout  cost  to  the  Authority,   but  a  Change 
Order  vlll  be   Issued  to  cover  only  the  excess  cost  the  Contractor  vculd  have  been 
entitled  to  receive  if  the  change  had  been  aade  before  the  Contractor  ccrjcenced 
work  on  the  iteas   in'/clved . 

119.2  The   Contractor  shJll  at  his  own  expense,    secure  and  pay  to  the 
appropriate"  depart:=eat  of  the  Conronvealth  of  Massachusetts  or  the  City  of 
ftjston,   the  fees  or  charges  for  all  persits  for  street  pavesents,    side'valhs, 
sheds,    rsEoval  of  abandoned  vater  taps,    sealing  of  house  connection  drains,   pave- 
aents,    cuts,   building,    electrical,   plumbing,   vater,   gas  and  sever  persit  required 
by  the  regulator;^  body  or  any  of  its  agencies. 

The  Contractor  shall  also  ascertain  frca  the  Perrit  Division  of  City  of 
Boston  Public  Vorits  Eepartsent  the  cos^  of  pavesent  opening  perrdts  vhicn  he  rust 
pay  at  his  c-t:  expense  to  the  City  (vhich  vlll  not  include  any  r.onies  for  permanent 
paver.ent  repair)    for  pa\-e=ent  openings  necessary  under  the  contract.     Said  pamt 
shall  not  relis'/e  the  contractor  of  any  necessary  tasporar;''  pavesent  patching  requlr 

Without  Halting  the  generality  of  the  foregoing,   the   Contractor  srjJll  at 
his  ovn  expense,   pay  for  the   services  of  any  concrete  or  other  inspectors  which 
the   Contractor,    under  any  applicable  lav,    ordinance,    rule,    regulation,    or  code, 
aay  be  required  to  eaploy  or  pay  directly  and  for  the  cost  of  obtaining  any  bond 
or  security  which,   under  any  applicable  lav,    ordinance,   rjle,    regulation  or  order 
the  Contractor  aay  be  obliged  to  furnish  as  a  condition  to  obtaining  any  such 
license  or  peralt.     It  shall  be  the  obligation  of  the   Contractor  to  rsl^s  aH 
necessary  applications  and  to  take  all  steps  for  the  securing  of  peraits  or 
licenses,   to  attend  t.he  office  or  offices  of  the  issuing  departaent  or  agency 
and  to  receive  all  necessary  peraits  or  licenses  before  ccaasncing  the  applica- 
ble work. 

119.3  The  Contractor  shall  coaply  vith  applicable  laws  and  ordinances 
governing  the  disposal  of  surplus  exca%-aticn,   aaterials,   debris  and  rubbish 
en  or  off  the  Project  Area  and  co.-nait  no  trespass   on  any  public  or  prl-.'^ats 
property  in  any  operation  due  to  or  connected  vith  the  laproveaents  eabrscsd 
in  this   Contract. 

120.0  CVRZ  OF  WCHIC 

120.1     The  Contractor  shsll  be  responsible  for  all  daaages  to  perocno 
or  property  that  occur  as  a   result  of  his  fault  or  negligence   in  connection 
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vith  the  prosecution  of  the  worSc  and  shall  be  responsiala  for  the  proper 
care  and   protcctlcr.  o:?  ail  materials  delivered  ai:d  vork  performed  'istii 
coonletion  and  final  nceeptance,  vhethcr  or  not  the  sane  lias  been  ec-ered 
in  vhole  or  in  part  by  paj-nenta  sade  by  the  Authority. 

120.2  The  Contractor  shall  provide  sufficient  ccspstact  watcin^n, 
both  day  and  niQht,  including  Saturdays,  Sundaya  and  Holidays  frc=  ths  ziz.z 
of  ovard  of  contract  until  final  corpie'Cion  and  acceptance. 

120.3  I-T  an  eniersency  affecting  the  safety  of  life  or  property,  in- 
cluding adjoining  property,  the  Contractor,  without  special  icstr-icticna 
or  author irat ion  froa  the  Authority  is  authorized  to  act  at  his  discretion 
to  prevent  such  tlireatened  loss  or  injur^r,  and  he  shall  so  act.  Ke  shall 
liiewise  act  if  instructed  to  do  so  by  the  Authority.  Any  cccpensaticn 
clsin  due  the  Contractor  on  account  of  such  esergency  woric  as  dererrJj:sd 
■by  the  Authority,  vill  be  processed  as  provided  in  the  Section  IO9.O, 
CHAIICZS  I2f  TH2  WOHI-C  under  GZIIEHAL  CCIIUITICnS,  ?AET  I. 

120. U  The  Contractor  shall  avoid  da.'raffe  as  a  result  of  his  operations 
to  existing  sldevall-is,  streets,  curbs,  pavenants,  utilities,  (excep-  those 
vhich  are  to  be  replaced  or  reaoved)  adjoining  property,  etc.,  and  he  shall 
at  his  cvn  expense  conpletely  repair  any  dacage  thereto  caused  by  his 
operations. 

120.5  The  Contractor  shall  shore  up,  braes,  underpin,  secure,  and 
protect  as  nay  be  necessary  all  foundations  and  other  parts  of  existi.-!; 
structures  adjacent  to,  adjoining,  and  in  the  vicinity  of  tha  Site,  vhich 
say  be  in  any  vay  affected  by  excavations  or  other  operations  connectad 
vith  the  construction  of  the  Irprovesents  esbraced  in  thi5  Contract.  The 
Contractor  shall  be  responsible  for  the  giving  of  any  and  all  retruired 
notices  to  any  adjoining  or  adjacent  property  cvcer  or  other  party  before 
the  ccmnencer.ent  of  any  vork.  The  Contractor  srj.ll  ind^inlfy  and  sa'/e 
bamless  the  Authority  frcn  any  dacages  on  account  of  settlesent  or  the 
loss  of  lateral  support  of  adjoining  property  and  izz^   all  loss  or  expense 
and  all  dasages  for  vhich  the  Authority  nay  beccse  liable  in  consequence 
of  such  injury  or  darfge  to  adJoinf:r.g  property  and  to  adjoining  and  adjacent 
structures  and  their  premises. 

121.0   AcciDErr  FHr/zmoN 

121.1  The  Contractor  shall  exercise  proper  precautions  at  all  tines 
for  the  protection  of  persons  and  property  and  shall  be  responsible  for  all 
da.tages  to  persons  or  property,  either  on  or  off  the  site,  voich 'occur  aa 

e  result  of  his  prosecution  of  the  vork.  The  safety  pro-.-lsions  of  applicable 
lavs  and  building  and  construction  codes  shall  be  obser-.-ed,  and  the  Contractor 
shall  take  or  causa  to  be  taken  such  additional  safety  and  health  measures 
aa  the  Authority  xay  detemine  to  be  reasonably  necessary.  ."-Sachinsry, 
equlprient  and  all  hazards  shall  be  guarded  in  accordance  "with  the  safety 
provisions  of  the  "!-'nnual  of  Accident  rreventlcn  in  Constrjcticn"  publiohed 
by  the  Associated  General  Contractors  of  /-terica,  Inc.,  to  the  extent  that 
such  previsions  ore  not  in  conflict  vith  applicable  local  lavs.   The  ircncracr^T 
shall  also  ccsoly  with  che  "Construction  Safety  and  Health  Regulations'-'  of  c^.e 
Occupational  Safety  and  Health  Adrainis t ration  United  States  Cepartnent  of  Labor. 

121.2  The  Contractor  shall  naintain  an  accurate  record  of  all  cases 
of  death,  occupational  disease,  and  Injury  requiring  nedlcal  attention  or 
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cauairg  loss  of  tlse  frcn  work,   arising  out  of  a=d   is.  the  course  cf  -ticpLoy- 
nent  on  vcrk  under  the  Contract.     The  Contractor  shaU.  promptly  furnish 
the  Authority  with  reports  concerning  these  natters. 

121.3     The  Contractor  shall  indasnify  and  save  harsLLess  the  Au-hsrity 
frc=  any  clalis  for  dacages  resulting  frca  personal  injury  and/ or  death 
suffered  or  alleged  to  have  heen  suffered  ty  any  person  as  a  result  of  any 
voric  conducted  under  this  contract. 

122.0     SAillTAHY  JACUITTZS     ■ 

The  Contractor  shall  furnish,    Install  and  saiatala  arrple  sanitary 
facilities  for  the  worksen.     As  the  needs  arise,   a  sufficient  nusher  of 
enclosed  tesporary  toilets  shall  he  conveniently  placed  as  reqxilred  by  the 
sanitary  codes  of  the  State  and  City  of  Boston.     Drlnltlr.g  'rfoter  s.'-.all  he 
provided  frca  an  apprc/ed  source,    so  piped  or  transported  as  to  keep  it  safe 
and  fresh  end  served  frca  single  service  containers  or  satisfactory  t;.-pes  cf 
sanitary  drinking  stands  or  fountains.     All  such  facilities  and  serrices 
shall  "be  furnished  in  strict  accordance  with  ejclstlng  and  go-zeming  health 
regulations . 

123.0     USZ  07  FHE^SZS 

123.1  The. Contractor  shall  confine  his  ecuipsert,   storage  of  saterials 
and  construction  operations  to  the  Contract  Liaits  as  shewn  on  the  Drsvinga 
and  as  prescribed  by  ordinances  or  persits,   or  as  csy  be  directed  by  the 
Authority,   and  shall  not  unreasonably  encurber  the  site  or  public  rlghzs-of- 
way  with  his  saterials  and  construction  eqaiprent. 

123.2  The  Contractor  shall  cosnsly  with  all  reasonable   instructions  of 
the  Authority  and  the  ordinances  and  codes  of  the  City  of  Boston  and  Ccr=cn- 
vealth  of  Massachusetts,   regarding  signs,   advertising,   traffic,   fires,   ex- 
plosives,  danger  signals,   barricades  and  fire  prevention. 

12*^.0     HE^tOVAL  OF  DE2HIS,    CLZAITIITG,   ETC. 

The  Contractor  shall,   periodically  or  as  directed  during  the  progress 
of  the  work,   resove  and  legally  dispose  of  all  siirplos  excavated  satarlals 
and  debris,   and  keep  the  Project  Area  and  public  rights -cf -way  reasonably 
clear.     Upon  ccnpletion  of  the  work,   he  shall  resove  all  ter:pcrary  constr-jc- 
tlcn  facilities,   debris  and  unused  materials  provided  for  the  work,   and  put 
the  whole  site  of  the  work  and  public  rights-of-way  in  a  neat  and  clean  con- 
dition.    Trash  burning  on  the  site  will  be  subject  to  prior  arpro-/al  of  the 
Authority  and  existi.ng  State  and  City  lavs. 

125.0     IIISrZCnON 

125.1     All  naterlals  and  workmanship  sh.all  be  subject  to  inspection, 
exaainatlon,    or  test  by  the  Authority  and/or  its  Inspector  at  any  and  all 
tines  duri.^g  canufacture  or  construction  and  at  any  and  all  places  where 
such  nanufacture  or  constrjctlon  is   carried   on.     The  Authority  shall  have 
the  right  to  rejecc  defective  csterial  and  workr.anshlp  cr  require   its  correc- 
tion.    Unacceptable  vorkr^nship  shall  bs   satisfactorily  corrected.     Rejected 
material  shall  be  prcr.ptly  segregated  and  reno-z^d  frc=  the  rrcject  .^es   and 
replaced  with  r.aterlal  of  specified   quslity  wltbcut  charge  therefor.     If 
the  Contractor  falls  to  nroceed  at  once  with  the  correction  of  rejected 
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workaanship  or  d'efecti'.-e  na^-rial,  the  Authority  may  by  contract  or  ether- 
wise  have  the  defects  remedied  or  rejected  sateriala  reroved  fr:=  the  Pro- 
ject Area  and  charge  the  cost  of  the  aaae  against  any  acneys  which  ray  he 
due  the  Contractor,  without  prejudice  to  any  other  rishts  or  resedies  of  the 
Authority. 

125 -2  The  Contractor  shall  furnish  prczptly  all  materials  reascnafaiy 
necessary  for  any  tests  which  =ay  he  raauired.  (See  Section  118.0,  SA^iPLZS, 
CSSTIrTCATZS  AND  TZSTS  under  the  GSIIPJUi]  CONDITICHS,  PAST  I).  All  tests  hy 
the  Authority  will  he  perf oraed  in  such  nanner  as  not  to  delay  the  worh 
unnecessarily  and  shall  he  nade  as  described  la  the  Technical  Specifications . 

125.3  The  Contractor  shall  notify  the  Authority  sufficiently  in  ad- 
vance of  bacKfllling  or  concealing  any  facilities  to  perait  proper  inspec- 
tion. If  any  facilities  are  concealed  without  approval  or  consent  of  the 
Authority,  the  Contractor  shall  uncover  for  Inspection  and  recover  such 
facilities  all  at  his  own  expense,  when  so  requested  by  the  Authority. 

Should  it  be  considered  necessary  or  advisable  by  the  Authority  at  any 
tlr.e  before  final  acceptance  of  the  entire  wori  to  sake  an  esacinatlon  of 
work  already  conpietad,  by  uncovering  the  seae,  the  Contractor  shall  on 
request  prcoptly  furnish  all  necessary  facilities,  labor,  and  material. 

If  such  work  is  found  to  be  defective  in  any  Icportant  or  essential 
respect,  due  to  fault  of  the  Contractor  or  his  subcontractors  he  shall  da- 
fray  all  the  expense  of  such  examination  and  of  satisfactory  reconstruction. 
If,  however,  such  work  is  found  to  raeet  the  requiresents  of  the  Contract, 
the  actual  cost  of  labor  and  oaterlal  necessarily  involved  in  the  exa=lnatlon 
and  replacement,  plus  15  percent  of  such  costs  to  cover  superintendence, 
general  expenses  and  profit,  shall  be  allcved  t.he  Contractor  and  he  shall 
in  addition  if  cosplsticn  of  the  work  of  the  entire  Contract  has  been  de- 
layed thereby,  be  granted  a  suitable  extension  of  tine  on  account  of  the 
dddltional  work  involved. 

125.'*  Inspection  of  caterlsls  and  appurtenances  to  be  incorporated  in 
the  Icproveaents  esbraced  in  this  Contract  may  be  tiade  at  the  place  of  pro- 
duction, manufacture  or  shipment,  whenever  the  quantity  Justifies  It,  and 
such  Inspection  and  acceptance,  unless  other*-l3e  stated  In  the  Technical 
Specifications,  shall  be  final,  except  as  regards  (l)  latent  defects,  (2) 
departure  fran  specific  reculreaents  of  the  Contract,  (j)  dacaee  or  loss  in 
transit,  or  (k)   fraud  or  such  gross  mistakes  as  anoxint  to  fraud.  Subject 
to  the  requlreaents  contained  in  the  preceding  sentence,  the  inspection 
of  aaterial  as  a  whole  or  in  part  will  be  cade  at  the  Project  Site. 

125.5  Neither  inspection,  testing,  approval  nor  acceptance  cf  the 
work  in  whole  or  in  part,  by  the  Authority  or  Its  agents  shall  relieve  the 
Contractor  or  his  sureties  of  full  responsibility  for  caterials  furnished 
or  work  perf oraed  not  in  strict  accordance  with  the  Contract. 

126.0  RF/IZW  EY  THE  AUTHOHin 

The  Authcr  ity,  its  authorized  representatives  and  agents,  shall  at 
all  tiaes.  have  access  to  and  be  neraittsd  to 
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obser'/e  and  revlev  ail  vcrlc,  uaterlais,  equl^ent,  payrolls,  perscnral 
records,  enrpicyrr.ar.t  conditions,  csterial  iavoicea,  and  j'^.iisr  rais'/aar  data 
and  records  pertaining  to  this  Contract,  provided  hcve\-^r,  that  all  i:i- 
structions  and  appro'/als  with  respect  to  tha  work  viH  be  aivas  to  the 
Contractor  03ly  by  the  Authority  through  its  authorirad  rspresentati',-:  or 
agents. 

127. 0  JDIAL  I2IS?SCnCTI 

127.1  When  the  IsproveT.ents  eabracsd  in  this  Contract  are  substantially 
ccapletad,  the  Contractor  shall  notify  the  Authority  ia  'xritizg  that  ths  vcrii 
vlll  be  ready  for  flsal  inspection  on  a   definite  date  vfaich  shall  be  staxad 
In  such  notice.  The  aotics  shall  bear  the  signed  ccaairresca  of   tha  repre- 
sentative of  the  Authority  ha-ring  charge  of  Inspection  and  shall  be  given  at 
least  ten  (lO)  daya  prior  to  the  data  stated  for  final  inspection.  If  the 
Authority  detersiines  that  the  status  of  the  Inprovesests  is  as  represented  it 
vlll  lake  the  arrangements  necessary  to  have  final  inspection  ccrsenced  en 
the  date  stated  in  such  notice  or  as  nearly  thereafter  as  is  practicable.  The 
Inspection  party  wiU.  also  include  the  DHJD  Representative  and  rapresan~atives 
of  each  departaent  of  the  City  of  Boston  having  charge  of  isrprovesent s  of  like 
character,  vhen  such  irrprovesents  are  later  to  bo  accepted  by  ths  City  of 
Boston. 

123.0  DSrUCTICII  7CR   UIICCRP^CTZD  WOEK 

If  the  Authority  dssns  it  not  expedient  to  require  the  Contractor  to 
correct  woris  not  done  La   accordance  «lth  the  Contract  Docurrents  an  equitable 
deduction  fron  the  Cbntraci  Price  viH  be  r^de  by  agreement  betveen  the  Con- 
tractor and  the  Authority,  and  subject  to  settleaent,  in  case  of  dispute  as 
herein  provided . 

129.0  ITJSURAIICZ 

129.1  Before  ccanencing  vork  the  Contractor  shall  gubsit  copies  of  his 
Wcrknen's  Cor:pensaticn  and  .'•Manufacturer's  and  Contractor's  P-ablic  Liability 
Insurance  policies  to  the  Authority  for  review  and  appro'/al.  He  shall  si,r.ilarly 
subait  his  subcontractor's  policies  of  slnilar  insurance  before  each  ct^r-.sncss 
vork.  The  policies  subaitted  shall  be  scheduled  on  an  approved  fcrr.  to  be 
supplied  by  the  Authority.  The  Authority  vlll,  in  vriting,  identify  the  poli- 
cies and  indicates  its  approval  or  disapproval  of  the  policies.  Nev  policies 
from  other  ccaipanies  shall  be  provided  in  place  of  those  disapproved.  Sach 
insurance  shall  be  carried  vith  financially  responsible  insurance  cccrpaniss, 
licensed  in  the  State  and  approved  by  the  Authority,  and  shall  be  kept  in 
force  until  the  Contractor's  work  is  accepted  by  the  Authority.  Contracts 
of  insurance  (covering  aLL  operations  under  this  Contract)  vhich  expire  before 
the  Contractor's  vork  is  accepted  by  the  .i^uthority  shall  be  rsneved  and  sub- 
mitted to  the  Authority  for  its  approval. 
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129.0  INSURANCE  (Continued) 

The  Contractor  shall  be  responsible  for  maintaining  insurance 
coverage  in  force  for  the  life  of  this  Contract  of  the  kinds  and  in 
adequate  amounts  to  secure  ail  of  his  obligations  under  the  Contract  and 
with  insurance  companies  licensed  to  write  such  insurance  in  the  Commonwealth 
of  Massachusetts.     The  kinds  and  amounts  of  such  insurance  carried  shall 
not  be  less  than  the  kinds  and  amounts  designated  herein,   and  the  Contractor 
agrees  that  the  stipulation  herein  of  the  kinds  and  minimum  amounts  of 
insurance  coverage  or  the  acceptance  by  the  Authority  of  certificates 
indicating  the  kinds  and  limits  of  coverage  shall   in  no  way  limit  the 
liability  of  the  Contractor  to  any  such   kinds  and  amounts  of  insurance 
coverage.     All  policies  issued  shall  indemnify  and  save  harmless  the 
Authority,   their  agents  and  employees  from  any  and  ail  claims  for  damages 
arising  out  of  this  Contract,  to  either  persons  or  property.     All  insurance 
policies  written  for  this  Contract  shall  be  written  with   such  company  as 
may  be  acceptable  to  the  Authority,   and  shall  be  submitted  to  the  Authority 
for  review  and  approval.     All   policies  so  written  shall   be  extended  for 
the  full   life  of  the  construction  contract.     All   policies  furnished  as 
specified  shall   be  provided  by  the  Contractor  and/or  Subcontractor  at  no 
additional  expense  to  the  Authority. 

129.2  Workmen's  Compensation   Insurance:     The  Contractor  shall  carry 

or  require  that  adequate  statutory  WorKman's  Compensation   Insurance  be 
carried  for  all  his  employees  and  those  of  his  subcontractors  on  the 
project  in  accordance  with  State  Workmen's  Compensation   Laws,   and  shall, 
in  addition,   provide,   where  practicable,    Employer's  General   Liability 
Insurance  for  the  benefit  of  his  employees  not  protected  by  such  com- 
pensation laws,   and  proof  of  such  insurance  satisfactory  to  the  Authority 
shall   be  given.     Satisfactory  certificates  of  said  insurance  shall   be 
filed  with  the  Authority  prior  to  the  preparation  of  the  construction 
contracts.     The  Contractor  will   be  charged  with  the  responsibility  for 
proper  and  adequate  Workman's  Compensation  coverage  for  all   his  subsequent 
operations,   and  in  the  event  the  Contractor's  policy  does  not  cover  each 
and  every  subcontractor,   certificates  of  insurance  issued  on  policies 
covering  each  and  every  subcontractor,   shall  be  filed  with  the  Authority 
prior  to  the  commencement  of  such  subcontract  operations. 

The  Contractor  shall  give  written  or  printed  notice  to  all 
persons  under  contract  of  hire  with  him  and  to  every  person  with  whom  he 
is  about  to  enter  into  a  contract  of  hire,   that  he  has  provided  for 
payment  to  injured  employees  by  insuring  as  provided  under  Chapter  152 
of  General   Laws.     The  foregoing  shall  also  apply  to  subcontractors.     The 
form  of  notice  to  be  posted  is  prescribed  by  the  Department  of  Industrial 
Accidents  of  the  Commonwealth  of  Massachusetts. 


-49- 


129.3  Contractor's  Comprehensive  Manufacturers'  aad  Contractors' 
Liability  and  Property  Damage  Liability  Insurance: 

(1)  The  Contractor  shall  carry  or  require  that  there  be  carried 
Comprehensive  General  Liability  Insurance  providing  for  a 

limit  of  not  less  than  $500,000.00 for 

all  damages  arising  out  of  bodily  injuries  to  or  death  of  one 
person,  and  subject  to  that  limit  for  each  person,  a  total 

limit  of  not  less  than  S2.  SQQ.OOO for 

all  damages  arising  out  of  bodily  injuries  to  or  death  of  two 
or  more  persons  in  any  one  accident  to  protect  the  Contractor 
and  his  subcontractors  against  claims  for  injury  to  or  death 
of  one,  or  more  than  one  person,  due  to  accidents  which  may 
occur  or  result  from  operations  under  the  Contract.   Such 
insurance  shall  cover  the  use  of  all  equipment,  hoists,  motor 
vehicles  on  the  site  or  hauling  materials  or  debris  from  the 
site.   The  Contractor  shall  also  carry  Contractor's  Comprehensive 
Property  Damage  Liability  Insurance  providing  for  a  limit  of 

not  less  than    <;snn  ,nnn  .  no for  all  damages 

arising  out  of  injury  to  or  destruction  of  property  in  any  one 
accident,  and  subject  to  that  limit  per  accident,  a  total  (or 

aggregate)  limit  of  not  less  than  $2,000,000 

for  all  damages  arising  out  of  injury  to  or  destruction  of 
property  during  the  policy  period. 

(2)  Satisfactory  certificates  of  said  insurance  shall  be  filed  with 
the  Authority  prior  to  the  preparation  of  the  construction 
contracts.   The  Contractor  will  be  charged  with  the  responsibility 
for  similar  Public  Liability  protection  for  all  his  subcontract 
operations,  and,  in  the  event  that  the  Contractor's  policy 

does  not  cover  each  and  every  subcontractor,  certificates  of 
insurance  issued  on  policies  covering  each  and  every  subcontractor 
shall  be  filed  with  the  Authority  prior  to  the  commencement  of 
such  subcontract  operations. 

129.4  Owner's  Protective  Liabilitv  Insurance  and  Prooertv  Damase: 

The  Contractor  shall  provide  the  .Authority  an  insurance  policy 
written  in  the  name  of  the  .Authority,  its  employees,  servants 
and  agents,  to  protect  them  from  any  liability  which  might  be 
incurred  against  them  as  a  result  of  any  operations  of  the 
Contractor  or  his  subcontractors  or  their  e.mployees.   Such 
insurance  shall  provide  for  a  limit  of  not  less  than 

$500,  000.  00 all  damages  arising  out  of  bodily 

injuries  to  or  death  of  one  person,  and  subject  to  that  limit 
for  each  person,  a  total  limit  of  not  less  than  

$2,  500  ,  000. OO for  all  damages  arising  out  of  bodily 

injuries  to  or  death  of  two  or  more  persons  in  any  one  accident; 

and  not  less  than    S500  .  000  .  00 for  all 

damages  arising  out  of  injury  to  or  destruction  of  property  in 
any  one  accident  and  subject  to  that  limit  per  accident,  a 
total  (or  aggregate)  limit  of  not  less  than   $2 .  500  ^  OOP 

for  all  damages  arising  out  of  such  injury  or 

destruction  of  property  during  the  policy  period. 
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129.0     INSURANCE  (Continued) 

129.5  Compreheosive  Automobile  Liability  and  Property  Damage  Insurance: 

The  Contractor  shall  carry  Comprehensive  Automobile 
Liability  Insurance  covering  all  owned  vehicles,  hired 
vehicles  or  non-owned  vehicles  in  the  amount  of  not  less 

than  $500.000.00 for  ail 

damages  arising  out  of  bodily  injuries  to  or  death  of  one 
person  and  subject  to  that  limit  for  each  person,  a  total 

of  not  less  than  $1.000,000.00 for  all 

damages  arising  out  of  bodily  injuries  to  or  death  of  two 
or  more  persons  in  any  one  accident:  and  Property  Damage 
coverage  in  the  amount  of  not  less  than   S500 .  OOP  .00 

for  all  damages  arising  out 

of  injury  to  or  destruction  of  property. 

129.6  Insurance  covering  special  hazards:   Special  hazards 
shall  be  covered  by  rider  or  riders  to  the  Public  Liability 
and  Property  Damage  insurance  policy  or  policies  hereinabove 
required  to  be  furnished  by  the  Contractor  or  by  separate 
policies  of  insurance  as  follows: 

(1)  Property  Damage  Liability  arising  out  of  the  collapse  of 
or  structural  injury  to  any  building  or  structure  due  to 
excavation  (including  borrowing,  filling  or  backfilling 
in  connection  therewith),  cofferdam  work  or  removal  or 
rebuilding  of  any  structural  support  thereof. 

(2)  Property  Damage  Liability  for  injury  to  or  destruction  of 
property  arising,  directly  or  indirectly,  from  blasting 
or  explosions  however  caused,  other  than  explosions  of 
air  or  steam  vessels,  piping  under  pressure,  prime  movers, 
machinery  or  power  transmitting  equipment. 

(3)  Property  Damage  Liability  for  injury  to  or  destruction  of 
wires,  conduits,  pipes,  mains,  sewers  or  other  similar 
property,  or  any  apparatus  in  connection  therewith,  below 
the  surface  of  the  ground  arising  from  and  during  the  use 
of  mechanical  equipment  for  the  purpose  of  excavating  or 
drilling  within  project  limits;  injury  to  or  destruction 
of  property  at  any  time  resulting  therefrom. 

(4)  The  Contractor  shall  require  similar  insurance  in  such 
amounts  to  be  taken  out  and  maintained  by  subcontractors. 
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129.0  INSURANCE  (Conrinuec) 

1 29 .7  FT  PS  Insurcnce: 


(1)  Duri'ng  .'■he  progress  or  worx  ^he  Contrccf'or  sncll  effec^  end  malnfain 
BUILDER'S  RISK  INSURANCE  ON  COMPLETED  VALUE  ^OR^^  cgaf^s^ 
loss  by  fire,   lichfning,wi'ndsi'orm,    hurricane,  cyclone,  fornado,  hail, 
explosion,  riol-,  riot  attending  a  strike,  aircraft,  smoke  and  vehicle 
damage,  vandalism  end  mclicicus  mischief  upon  all  work  in  place  and 
aii  material  stored  ct  the  building  sire,  v/hether  or  not  covered  by  par- 
tial payments  made  by  the  Authority.      This  insurcnce  shell  be  in  en 
cmcunr  equal  to  ICO  percent  of  the  Insurable  portion  of  the  project  end 
shall  be  For  the  benefit  of  the  Authority,  the  Contractor  and  each  sub- 
contractor cs  their  interest  may  respectively  appear.     -Tne  Contractor 
shell  furnish  the  Authority  with  certified  copies  of  the  policy  of  said 
insurance  immediately  before  prepc.-ation  en  the  construction  controcts. 

(2)  Policies  shall  be  executed  with  the  construction  contract;  the  poli- 
cies shall  be  issued  for  the  protection  of  the  Contractor  and  the  Au- 
thority and  its  agents. 

(3)  The  policy  shall  indicate  the  Authorfty  and  its  agents.  Contractor, 
and  all  Subcontractors  as  the  ncme  insured  with  the  loss  payable  to 
the  Authority  as  Toistee. 
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130.0       PATENTS 

The  Contractor  shall  hold  and  save  the  Authcriry,    its  afficsr:,   end  3r-ricyes5, 
hcmless    from    licbility       of  any  nature  or  kind,    inciudinc  costs  end  excenses,   for, 
or  on  account  of,  any  potented  or  unpatented  invention,  process,   article,  or  cppli- 
ance  rrcnufcctured  or  used  in  the  perforrrcnce  of  the  Contract,   inciudinc  its  jse  by 
the  Authority,   unless  otherwise  specifically  stipulated  in  the  Technical   Specifico- 
ticns. 

131,0       V/ARRANPr'  OF  TITLE 

No  materia!,  supplies,  or  equiprr.ent  for  the  wcr!<  shell  be  curchcsed  :ubiect 
to  any  chottal  rrortgcge  or  under  a  conditicnc!   sole  or  other  ngreerre^f  by  '.vhi^ih  en 
interest  therein  er  in  any  port  thereof  is  retained  by  fhe  seller  or  supplier.        The  Cen- 
trcctor  shell  warrant  good  title  to  all  materials,  supplies,  end  equipment  I^stciled  or 
incorporated  in  the  won<  and  uoon  completicn  of  ell  wori< ,  shell  dslI-.-er  the  scr*e  to- 
gether with  all   improvements  end  cppurtencnces  constructed  or  pieced  thereon  by  him 
to  the  iXuthority  free  from  any  claims,   liens,  or  chorees.       Neither  the  C; 


,>r__.«. 
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131.0     WARRANTY  CF  TITLE     (CsnCinued) 


nor  any  penon,   f,rm  or  corporotion  fumfshfng  cny  mcfenal  or  Icbor  for  cny  -.or,  cov- 
IZX         ^°"^L°=:J"°"  ^°-  -y  ^-3"^  ^°  =  '--  upon  any  ^nprove.en/or    =p"en- 
=o"^h      •":■  ■  ^°^^'"S  «"?'■"*'  '■"  ^^''^  P=-5-P^  ^^owever,  .hell  cefe=^  oVC 
pa,  Jhe  r.gnf  or  perrons  fumfshlng  moferfols  or  labor  ^o  recover  .nder  arv.  bond  afv-n 
by  ^he  Cor^roc^cr  for  fkeir  pro^ec^,•on  or  any  rfghrs  under  any  lo-.v  pen.1  fHnc  "J  per- 
son^to    oo^  ^o  l^nds  due  ^he  Contrca.or  Fn  .he  hands  of  .he  iu.h=r-.y.      The     rovl'ons 
c    fh.s  pcrcgrapn  snail  be  Inserted  In  all  suboontrac^s  end  .o.erlal  oonf^c.s  and  noffol 

c'^irT"'':  i"'"  ?  ="  ^""°"^  ■'^^"'■'•^'"S  --enols  Tor  the  work  when  no' 

tormai  contract  ,s  entered  Into  for  such  materlais. 

132.0       GENERAL  GUARANFr' 

_    Neither  the  final  certificate  cf  payment  nor  any  orovfsfcn  In  th-  Contr-c*  -' 
portrnf  or  ent.re  use  of  the  Improvements  embraced  In  this  Contract  by  the  A^horih/ 
or  the  puol.c  shall  constitute  an  occeptonce  of  work  n=t  cone  In  occcrdanc-  wifh  t^-e 
Contnrctor  re.leve  the  Contractor  of  liability  In  respect  to  any  express  war;=ntles  cr 

respcns.cihry  for  faulty  materials  or  workmanshio.      The  Contr=c'-r  shall I- 

remedy  any  defects  In  the  work  and  pay  for  any  damage  to  other  wor^<  resu7t'na  th-r- 
rrorr,  wn.cn  snail  cr-pezr  within  a  period  of  12  months  fnrm  the  dct^  of  final  cc'—t'anc- 

r'eot ^1  e'prom'ot'ness :'"'^  ^' '  ^''^^  "°^'«  °^'  '^^^^'^^  ^^--'^  =-  --  -'^^ 


133 '0     CCiriHACTCR  TO  MA.^^:  CWIJ  EXA.Mi:iAIIOIi' 

Plans,    calciilations,    estimates  cf  cu^rtltlss,   and  any  stata=— 3  z-^^ 
in  the  Instrjcticns  to  Bidders  or  other-.-.ss  as  to  the  ccr.dltio.-.s  ■j.-.dsr  vri-- 


the  vcrk  is  to  fcs  performed  are  r.cz  g-oarsntaed   cy  t.-.s  Au-hority  z7'^^'       ---^^ 
cr  to  te  a   ccrplete  reprsse2::atl3n  of  all  e;cistiZ5  data   ca  c=r.ditic=^  p--e--' 
the  vorx,    a=d  the  Contrac-cr  egress  th=t  he  has  ==ds  his  c-t:  s.-^zrijilv  ~-"a-d' 
vin  raice  no  clain  for  danagss  on  account  of  any  errors,    inacouraciss'c- 
omissions  that  cay  be  found. 

The   Contractor  shall  not  take  any  ad-.-3ntare  or  'r^\-s  anv  claim  -* 

dar^ges  on  accouni  cf  any  discrepancy,    error  cr  cizisslon  in'cn"-  --^-r' 
calculations,    estiz^tes   of  cuanzitics,    or  any  staters.-.t  zlie   in  the"'^-£t  — -- 
ticn  for  Bidders  or  other-'ise  as  to  the  conditions  under  •.•hi-h"-:hc~vc~'"''3" 
to  be  perfor=ed,    and  he   shall  report   such  discreoancy,    error'or'-=- -^P--'-- 
the  Authority  in  vritir^  as  seen  as   it  c~=s  to  his  •l-.ov>^--"=!--'-  =  .-Zl'="' 
proceeding  vith  vork  related   to   such  discrerancy,    errur  or"'c-.--3s--'--"'^"J--'- 

correction   or  ncdificstioc  of  the  Specificotions  may  be  mcde  by  rh'e     ""'' 

Autnority  ■.•r.er.  necessary,    in  their  opinion,    for  the   crooer  fulf'll='= 

cf  -heir  p'jrpcse  or  for  their  proper*  in-erpretat ion ." 
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134.0       REVISIONS  TO  CHAPTER  30,  GENERAL  l^WS,  SECTIONS  39G  and  3?M. 


SECTION  I  .    Chapfer  30  of  \he  General  Laws  is  hereby  amended 
by  stril-,ing  out  Section  39G,  as  most  recently  amended  by  section  3  of 
chapter  774  of  the  acts  of   1972  and  inserting  in  place  thereoi'  the 
following  section;  - 

Section  39G  .     Upon  substantial   completion  of  the  work  required 
by  a  contract  with  the  commonwealth,   or  any  agency  or  political  sub- 
division thereof,    for  the  construction,  reconstruction,   alteration,  re-  Applies  to  all   con- 
modeling,  repair  or  improvement  of  public  v/ays,   including  bridges  and        struction  projects 
other  highway  structures,   sewers  and,   water  mains,  airports  and  other  except  buildings 
public  v.orks,    the  contractor  shall   present  in  writing  to  the  awarding 
author'tv  its  certification  that  the  work  has  been  substantially  completed. 
Within  tv/enty-one  days  thereafter,    the  awarding  authorit/  shall   present 
to  the  i;cntractor  either  a  written  declaration  that  the  work  has  been 
substani  iail  y  completed  or  an  itemized  list  of  incomplete  or  unsatisfactory 
work  itc'Tis  required  by  the  contract  sufficient  to  demonstrate  that  the 

work  I'os  not  been  substantially  completed.    The  awarding  authority  may      Contractor  initiates 
includ'=  with  such  list  a  notice  setting  forth  a  reasonable  time,  which  final   payments  pro- 

shall   llo^  in  any  event  be  prior  to  the  contract  completion  date,  within  cedure 

which  tl-ip  contractor  must  achieve  substantial   completion  of  the  work. 
In  the  event  that  the  cv/crding  outhority  fails  to  respond,    by  pre- 

sentajion  of  a  v/ritten  declaration  or  itemized  list  as  aforesaid,   to  Substantial   completion 

the  contractor's  certification  within  the  twenty-one  day  period,  In  force  when  agency 

the  ccti^ractor's  certification  shall   take  effect  as  the  awarding  fails  to  respond 

author'j/'s  declaration  that  the  work  has  been  substantially  com- 
pleted. 

V/ithln  sixty-five  days  after  the  effective  dote  of  a  declara- 
tion of  n  substonrial   completion,   the  awarding  authority  shell   pre- 
pare otid  forthwith  send  to  the  contractor  for  acceptance  a  sub- 
stantial completion  estimate  for  the  quantity  and  price  of  the  work 
done  (ind  all  but  one  percent  retainage  on  that  work,    including  the 
c|uanti|,  ,   price  and  all   but  one  percent  retainage  for  the  undisputed 
port  of  "ach  v/ork  item  and  extra  v/ork  item  in  dispute  but  excluding 
the  disputed  part  thereof,    less  the  estimated  cost  of  completing  all 
incomplete  and  unsatisfactory  work  items  and  less  th>3  total   periodic 


V. 
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pcymenh  made   fo  date   for   the  war'-        Tho  j- 

quo     ro  .he  s..  of  oil   defends   for  dfrec^  pc,.en^  fil    d  b,. 
con.rocrors  end  nof  yet  pcid  fo  subconrroctors  or  deposited  In  io I nh 
occounh  pursuor^r  fo  secHon  fhfrfy-nlne  F     buf  r.o !-      /  l 

fo  sold  secMon  hh.Vry-nfne  F  shall   ^17-  l  '"''  '"^'^"^ 

cor^frocf  '^'  °""^"'  °'^"^>'  ^°"^   '°  P^^P°-  -d  send  fo  fhe 
confr,,,,,  ony  suos.^cnf.ol    con^pIeWcn  esM.cfe  required  by  fhis 
secfion  on  or  before   fhe  dcfe  herein  obov^  sef  forfh       fh/         ^• 
^or^^  shoM   poy  fo  fhe   confrocfor  ,nfer;srLr  ^^      J:::^^^ 
would  have  been  due   fo   fh^   rnn^^^^^    ,  ,  ^""cn 

I    ,-  .      -J-  ro  rn^   confrocfor  pursuonf  fo  such  subsfanflnl 

complefion  esf.mofe  of  fhe  rofe  nf  fhr^o  .  •  '"""^"^"^'a' 

fhof  subsfanfiol   complefion  esfincf-   fn  hh.  ■         ■        r 

or   fo  fhe  dc^.  of  pcy^en^r.      "  V        ""^^^=^<=^  for  ccceprcn ce 

ac       o     pcy,,.enf  fhereior,    whichever  occurs  firsf       The 

oword,ngaufhor,fysholl    -d ude  fhe  c.cunf  of  such  infe  esf  In  fh^ 
sucsfanfiol   compleflon  esfimafe.  -nreres,    m  fhe 

Wlfhln  fiffeen  days  offer  fhe  effecMve  dare  of  fhe  declcroflon 

ccnrracior  by  crfifipW  mo  .-^i  • 

llsf  of  nil   In  .  '  '^"'P'  '■sq^esfed,   o  complefe 

bv  els        '"""^'f-  ''  --^'Vocfory  work  ife.^s,   and  unless  delayed 

0/     cuses  beyond  n,s  confrol,    fhe  confrocfor  shell   co.plefe  ell  lucn 

worK  ,fer.s  wifhin  forfy-five  doys  offer  fhe  recelpf  of  such  iisf  or 

oefore     he  fhen  confrocf  co.plefion  dofe,    which'e-.r  Is  lof    r         F 

fHe  confrocfor  fo.Is  fo  complefe  such  work  wifhin  such  fi.e,    fhe 

w     d     g  .oy     subsequenf  fo  seven  doys'  v.lffen  ^oflce 

^o  fhe  confrocrcr  by  cerf,f,ed  moll,   refurn  recelpr  re^uesfed     f.rnl- 

:Z      :   ^°"^T"  '^'  ^?^^'^^^   ''^   -"-^'^^^  -  unLlsfcc:or; 
en.  cncrge   fne   cosf  of  some   fo  fhe   confrocfor. 

of  o  n^'^'f    '^"''  '°'"  °^'''  ^'"'P^  ^y   ^"^  -^-dlng   oufhcrify 
o:  o  noMce    from  fne    confrocfor  sfcfing   fhcf  ell   of  fhe  work  re- 
quired by  fhe   confrocf  has  been   complefed,    fhe  ewording  ou   hcrify 
1-1   prepore  end  forfhwifh  send  fo  fhe   confrocfor   for  eccepfonc^ 

re'     :     I       T  r  ''^r^^'^y  -^  P-e  of  fhe  work  done  end  ell 
re.o.r^ece  on  fhef  wcrk   less  ell   peyr^enfs  mode  fo  defe      unless  fh^ 
oworcng  oufhorlfy's   Inspecflon  shows   fher  work   Ifems'r 
fhe  confrocf  remoln   Incompiefe  or  unsof Isfocfor 


equired  by 
Y,    or  fhcr  docum.enf' 


fion  required  by   fhe   confrocf  has  ncf  be 

■ng  oufhor.y  foils. o  p.epo.e  end  send  fo  fhe   confrocfor  fhe '^ 


n   ccmoi  ere. 


If  f|-,« 


Subsfcnflcl  comple 
esflmofe  fo  be  file 
6;;  uays 


Ir.feresf  fo  accrue  c 
65  dcy    period 


/''Ci  <  fo  oe   complefi 
y  fiiin  45  doys  of  es 


:rd- 


nol 


rstlmcl.'  v/illiiii  \\ui\y  dc.y-  oUcr  rccctr:  qT  ncf  ice  of  coihj;!  cl  icn, 
flic   IT.   -Lcflnf)   ouflicril/   'Jinll    pay    fo   Hie    coiilraclor    intorCG.'    on    (lie 
amoufi   ■./lilrh  -.vould  huvp  l:.ccn  due   fo  H-.e   ccnfracfcr  pursuant  lo 
sucli   f'>-nl   cc.'Imcfe  cf  (-he  rofc  hcremci'Cvc   provided  frcm   fiie 
fhlrtic'l-  do/    offer  such  compleflcn  un;i!   iUe  dcfe  on  v/liich  rlio 
av/ordl'iri  oijfhorlf/  sends  fiie   final   esl-imcfe  fo  f!ie  confracfcr    fcr 
occepif-.cc  or   flie  dcfe  of  pa/nenf   fherefor,   whicliever  occuis   firsf 
provrd-d  fhof   f!ie  O'.vcrding  oufliorlfy's   inspecflcn  sl-.ov/s  flior  no  work 
Ifems  r-quired  by  flie  confrccf  rerr.oin  inccrr.plefe  or  unsof  isfocfory  . 
Inferesf  shall   nof  be  paid  hereunder  on  amounfs  for  which   inferesf  is 
required  fo  be  paid  in  ccnnecfion  wifh  fhe  subsronf iol   completion  esfi- 
nofe  a?  hereinabove   provided.     The  ov/crding  aufhorify  shall    i/iciude 
the  oniounf  of  the   interest  required  fo  be  paid  hereunder  in  fhe  final 
estimafr?  . 

TI-3  av/crding  cuthcrif/  shall    pay   the  amount  due   pursuant  fo 
any  periodic,    substantial    completion  or   final   esfimofe  v/ithin   thirty-  35  days   to  pay  en' 

five  day:  offer  receipt  of  v/ritfen  acceptance   for  such  esHmafe  from  periodic  estimate 

the  confracfcr  end  shell    pay  interest  on   the  amount  due  pursuant  fo 
such  esi'mcre  of  fhe  rate  hereinabove  provided  from  that  fhirty-fiffh 
day  to  the  dote  O''    payment. 

Mo  periodic,   subsfcnfial    completion  or   final    estimate  or  cccecf- 
ance  or   payment  thereof  shell   bar  a   ccnfracfor   from  reserving  all   riahts 
fo  disp'.'fe    fhe  quantity  and  omcunf  of,    or   the  failure  of  the  ov/arding 
authoril,    to  approve  a  quantify  and  arr.ount  of,   all   or  pcrf  of  any  work 
item  c  r-vfro  work   item. 

S'.bsfanf ici    completion,    for  fhe  purposes  of  this  section,   shell   mean 
either  that  fhe  work  required  by  the   contract  hcs  been  completed  except 

for  work  hcvina  a   contract  price  of  less  then  one  percent  of  fhe   tl^en  De-initlon  of  subs: 

adiusfed  tofci    contract  price,   or  subsrcnficl!  /  ell   of  fhe  v/ork  has  been  compieflcn 

complered  and  opened  fo  public  use  except  for  minor  incomplete  or  un- 
sotisfctlory  work  ifem.s   fhof  do  not  mcrerially   impair  fhe  usefulness  O' 
the  wc  1;  required  by  the   conrracf  . 

SECTION   2.     Section  39M  of  sold  chapter  30  is  hereby  am.ended 
by  inse'iira  after   fhe   first  sentence   fhe   fc'lc-ving   two  sentences:   -  Bid  bends  to  be  ac 

Ever/  b'd  fcr'such   contract  shell    be  accompanied  by  a  bid  deposit   in  m  lieu  o"  ccsn 

flie   fc:m  of  a  bid  bond,   or  cash,    or  a  certified  check  on,    or  a  treasur- 
er's 01    reshier's  check  issued  by,   a  responsible  bonk  or   trust  company, 
payoc'r   to  the  ov/crdina  authority.     Such  bid  deposit  shell   be  i;i  on 
amount  not  less  then  five  percent  of  fhe  value  of  the   proposed  work, 
OS  esf'i''-nred  by  the  awarding  authority,   but  m  no  event  less  than  one 
hundrerl  dol  lors  . 

SfiCTiON   3.     This  act  shell   not  be  cppliccble  to  ccnrracts  =xe-  Sfofure  cppHcobU 

cufed  n-icr   to  January  first,    nineteen  hunce:  d  and  seventy-six.  tracts  cwcrded  c't 

ary  I,    1976 
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GEnZ?.\L  ZPZCIJICATICirS 
GSrZHAL  CJTrULTICTTS 
PART  H 

(iABOH-s:L=jn:.'\i^DS  ?p.qvi5Ic:to  ) 

201.0    DZFIKZI3  TZH>S 

Except  vhere  the  ccntext  clearly  Indicates  othervise,  the 
fallcving  teras  as  used  ia  these  Labor-Stacdards  Provisions,  shall 
have  the  aeHuisrs  aacrlhed  to  thes  in  this  Section.  The  ter=, 
"Subcontractor",  neans  ary  Subcontractor  vhose  subcontract  covers 
any  of  the  vork  covered  by  this  Contract.  The  tern,  "subcontract", 
aeana   any  subcontract  which  calls  for  the  performance  of  any  of  the 
vorJc  covered  by  this  Contract. 

202.0    HIirmUM  WAGE  PJITES  FOR  LA3DHZ?^  A2TD   MECHAITI CS 

All  laborers  and  nschanics  esployed  upon  the  voric  covered 
by  this  Contract  shall  be  paid  uncondlticnally  and  not  less  often 
than  ones  each  week,  and  vithout  subsequent  deduction  or  rebaxe  on 
any  account  (except  such  payroll  deducrlons  as  are  cade  candatcr:''  by 
lav  and  such  other  payroll,  deductions  as  are  permitted  by  applicable 
regulations  issued  by  the  Ccnaissioner  of  Labor  and  Industries, 
Massachusetts  Department  of  I^bor  and  Industries,  ptirsuant  to  the 
Antl-Xichbacic  Rules  hereinafter  Identified),  the  full  aaounts  due  at 
tlae  of  paynent  ccsrouted  at  -*age  rates  not  less  than  those  contained 
in  the  wage  detercinaticn  decision  of  said  Cossissioner  of  Labor  and 
Industries  vhlch  is  set  forth  belcv  and  cade  a  part  hereof,  regardles; 
of  any  contractual  relationship  which  isay  be  alleged  to  exist  bexveen 
the  Ccntracior  or  any  Subcontractor  and  such  laborers  and  aechanics. 
All  laborers  and  irechanics  eaiployed  upon  such  work,  shall  be  paid  in 
cash,  except  that  payment  cay  be  by  check  if  the  esployer  provides 
or  secures  satisfactory  facilities  approved  by  the  Scston  P.edevelcpisr 
Authority  for  the  cashing  of  the  sane  vithout  cost  or  expense  tc  the 
employee . 


(See  follcving  page  for  Wage  Rates) 
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iOO   ^a^ndfUe^   i/Liei,    SSoUim  02202 


September  29,  1920 


Boston  RedeveloTDment  Authority 
Robert  3.  McGilvrav 
1:5  State  St. 
Boston,  MA  02109 


Dear  Sir: 

In  accordance  with  your  request,  I  am  attaching  hereto  a 
list  of  the  Classifications  and  Minimum  Wage  Rates  to  be  determinf^d 
by  the  Commissioner  of  Labor  and  Industries,  under  the  provision.*^  of 
Chapter  149,  Section  26  through  27G,  of  the  General  Laws,  as  ame/vdea, 
to  be  paid  to  Mechanics,  Apprentices,  Teamsters,  Chauffeurs  and 
Laborers. 

3::terior  Restoration 
RO.'CBURY 


yeKjr  truly  yours, 


WILLIAM  M.  ^HIPPS 
COMMISSIONER 


WMS: 
Att, 
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^i|e  (Uommonfocaltli  of  ^assacl|U5etts 

DEPARTMENT  OF  LABOR  AND  INDUSTRIES 
DIVISION  OF  INDUSTRIAL  SAFETY 

MINIMUM  WAGE  RATES 
STATE-WIDE* 


9/29/S? 


=l|^^ 


ro 


as  determined  by  the  Commissioner  under  the  provisions  of  the  Massachusetts 
General  Laws,  Chapter  149,  Sections  26  to  27D 


(  ->:.-W  ^^  v_   \-<JL;vur\^-Co 


PROJECT    ^ie-c>x 

3i 

# 

(Ldi. 

TOWN 

V-*r->jD-^-^ 

AWARDING  ^   V 
AUTHORITY  Qlc^Xw^ 

LOCATION 
Total 

/a    rxu. 

^,.  u 

Total 

Classification 

Date 

Rate 

Date 

Rate 

Date 

Rate 

COMMON  LABORER 

06-04-79 

10.65 

06-02-80 

11.40 

MASON  TENDER 

06-04-79 

10.90 

06-02-80 

11.65 

CAISSON  TENDER 

06-04-79 

10.65 

06-02-80 

11.40 

PLASTER'S  TENDER 

06-04-79 

10.90 

06-02-80 

11.65 

JACK  HAMMER  OPER. 

06-04-79 

10.90 

06-02-80 

11.65 

STONE  SPREADER 

06-04-79 

10.90 

06-02-80 

11.65 

BLASTER 

06-04-79 

11,65 

06-02-80 

12.40 

ASPHALT  RAKER 

06-04-79 

10.90 

06-02-80 

11.65 

CURB  SETTER 

06-04-79 

11.40 

06-02-80 

12.15 

PIPE  LAYER 

06-04-79 

10.90 

06-02-80 

11.65 

PRE  CAST  FLOOR 

06-04-79 

11.15 

06-02-80 

11.90 

WATCHMAN 

06-04-79 

7.75 

06-02-80 

8.15 

AIR  TRACK  DRLR.  OP. 

06-04-79 

11.40 

06-02-80 

12.15 

FENCE  ERECTOR 

06-04-79 

10.90 

06-02-80 

11.65 

MINER 

06-04-79 

11.45 

12-01-79 

11.70 

06-02-80 

12.45 

DRILLER 

06-04-79 

11.52 

06-02-80 

12.27 

DRILLER'S  HELPER 

06-04-79 

10.77 

06-02-80 

11.52 

TRUCK  DRIVER 

05-01-79 

11.075 

05-01-80 

11.835 

OPER.  3  AXLE  EQUIP. 

05-01-79 

11.135 

05-01-80 

11.905 

OPER.  4  &  5  AXLE  " 

05-01-79 

11.245 

05-01-80 

12.025 

EUCLID  OPERATOR 

05-01-79 

11.345 

05-01-80 

12.125 

GRAVEL  &  FILL 

TRUCK  DRIVER 

05-01-80 

10.735 

OPER.  3  AXLE  EQUIP. 

05-01-80 

10,805 

OPER.  4&5  AXLE 

05-01-80 

10.925 

SIGN  ERECTOR 

03-01-79 

10.62 

12-01-79 

10.72 

06-01-80 

11.27 

"ERECTOR'S  HELPER 

03-01-79 

9.50 

12-01-79 

9.60 

06-01-80 

10.15 

ASPH.  DRVR. 

04-01-79 

9.745 

04-01-80 

9.9425 

04-01-81 

10.1425 

ASPH.  1  MAN  SPRAY 

04-01-79 

10.835 

04-01-80 

11.0325 

04-01-81 

11.2325 

ASPH.  HELPER 

04-01-79 

9.535 

04-01-80 

9.7325 

04-01-81 

9.9325 

DIVER 

06-01-78 

17.15 

12-16-78 

17.45 

06-16-79 

17.85 

DIVER'S  HELPER 

06-16-78 

12.75 

12-16-78 

13.05 

06-16-79 

13.45 

PILE  DRIVER 

06-16-78 

12.75 

12-15-78 

13.05 

06-16-79 

13.45 

BOILER  MAKER 

10-01-79 

15,025 

07-01-80 

16.015 

MILLWRIGHT 

07-01-80 

14.90 

01-01-81 

15.65 

07-01-81 

16.45 

Rev. 08/25/80 

-59-  -^ 

■^lic  OImnnunilueaitl|  of  ^as5acl|usrtts 

"  DEPARTMENT  OF  LABOR  AND  INDUSTRIES 

DIVISION  OF  INDUSTRIAL  SAFETY 

BOSTON* 

MINIMUM  WAGE  RATES 
Revised  09/24/80 
as  determined  by  the  Commissioner  under  the  provisions  of  the  Massachusetts 
General  Laws,  Chapter  149,  Sections  26  to  27D. 


9/29/30 


/■I 


(-  j-X-^VS-^ 


rVji^N/V-^AQ 


PROJECT 


.^ 


TOWN 


AWARDING      (\ 
AUTHORITY  \V<AX^ 


vu>i-< 


Classification 

Master  Mechanic 

Maint.  Mechanic 

Hoisting  Engineer 

Crane  Oper. 

Power  Shovel  Oper. 

Grader  Oper. 

Bulldozer  Oper. 

Roller  Oper. 

0th.  Power  Dr.  Equ. 

Compressor  Oper. 

Pumpman 

Asst.  Engineers 

-Steam-Fireman 

-Tr,  Crane-Gradall 

-Other  Equip. 

Lather 

Roofer-Comp. 

Roofer-Slate 

Damproofer 

Elev.  Constructor 

Elev.  Const.  Helper 

Glazier 

Sprinkler  Fitter 

Asbestos  Worker 

Sheet  Metal  Worker 

Marble  Setter 

Terrazzo  Worker 

Tile  Setter 

Marb.  Setter-Helper 

Terr.  Worker-Helper 

Tile  Setter-Helper 

Iron  Worker 

Bricklayer 

Cement  Finisher 

Waterproofer 

Plasterer 

Carpenter 

Electrician 

Plumber 

Pipefitter 

Painter 

S/S  Painter 

Steel  Painter 


3-1-79 
3-1-79 
3-1-79 
3-1-79 
3-1-79 
?,  ^  '9 
3-1-79 
3-1-79 
3-1-79 
3-1-79 
3-1-79 

3-1-79 

3-1-79 

3-1-79 

6-1-78 

06-01-80 

06-01-80 

06-01-80 

10-01-79 

10-01-79 

10-04-78 

09-16-79 

09-01-80 

06-01-80 

2-1-79 

2-1-79 

2-1-79 

2-1-79 

2-1-79 

2-1-79 

7-1-79 

9-1-78 

8-1-78 

9-1-73 

6-1-77 

06-16-79 

09-01-80 

09-01-80 

09-01-80 

01-01-80 

01-01-80 

01-01-80 


15.75 
14.48 
14.60 
14.60 
14.60 
14.48 
14.48 
14.48 
14.48 
12.56 
12.56 

13.51 

11.93 

11.36 

11.80 

14.60 

14.60 

14.60 

14.68 

10.835 

13.11 

16.10 

16.86 

16.29 

12.60 

12.60 

12.60 

10.99 

10.99 

10.99 

15.25 

12.80 

12.90 

12.80 

11.75 

13.30 

17.46 

17.00 

17.25 

13.93 

14.93 

16.05 


Date 

10-1-79 
10-1-79 
10-1-79 
10-1-79 
10-1-79 
10-1-79 
10-1-79 
10-1-79 
10-1-79 
10-1-79 
10-1-79 

10-01-79 
10-01-79 
10-01-79 
12-01-78 
12-01-80 
12-01-80 
12-01-80 


09-01-81 
12-01-80 
6-1-79 
6-1-79 
6-1-79 
8-1-79 
8-1-79 
8-1-79 
7-1-80 
5-1-79 
8-1-79 
5-1-79 

12-15-79 
01-01-81 
01-01-81 

01-01-81 
07-01-80 
07-01-80 
07-01-80 


LOCATION 
Total  ■ 
Rate 

16.22 
14.92 
15.04 
15.04 
15.04 
1 

14.92 
14.92 
12.95 
12.95 

13.91 
12.30 
11.72 
12.05 
15.20 
15.20 
15.20 


10-04-79       13.81 


18.51 
16.98 
12.75 
12.75 
12.75 
11.12 
11.12 
11.12 
16.05 
13.30 
13.40 
13.30 

13.60 
17.97 
18.25 
18.20 
14.83 
15.83 
17.10 


Tot\al 


Date 

5-1-80 
5-1-80 
5-1-80 
5-1-80 
5-1-80 
5-1-80 
5-1-80 
5-1-80 
5-1-80 
5-1-80 
5-1-80 

5-1-80 

5-1-80 

5-1-80 

6-1-79 

06-01-81 

06-01-81 

06-01-81 


06-01-81 
2-1-80 
2-1-80 
2-1-80 
1-1-80 
1-1-80 
1-1-80 
1-1-81 
9-1-79 
8-1-80 
9-1-79 

06-16-80 
09-01-81 
09-01-81 
09-01-81 
01-01-81 
01-01-81 
01-01-81 


Rate 

16.97 
15.62 
15.74 
15,74 
15.74 
15.52 
15.62 
15.62 
15.62 
13.55 
13.55 

14.56 
12.87 
12.30 
12.65 
15.80 
15.80 
15.80 


17.73 
13.25 
13.25 
13.25 
11.55 
11.55 
11.55 
15.45 
13.80 
13.90 
13.80 

13.95 
20.03 
19.90 
19.70 
15.63 
16.63 
18.04 
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CITY  OF  BOSTON 
COMMUNITY  DEVELOPMENT  BLOCK  GRANT 
(C  .  D .  B . G .  ) 
GENERAL  TERMS  AND  CONDITIONS 


GENERAL  COMPLIANCES  REQUIRED  OF  CONTRACTORS 

A .   Overall  Compliance 

The  CONTRACTOR  employed  under  this  AGREEMENT  shall 
comply  with  all  the  provisions  of  the  Housing  and  Community 
Development  Act  If  1974,  as  amended,  regulations  issued 
pursuant  thereto,  and  such  directives,  and  instructions 
as  may  be  issued  from  time  to  time  in  connection  therewith 
by  the  Department  of  Housing  and  Urban  Development,  and 
■  with  all  other  Federal,  State,  and  Local  laws  applicable 
to  its  activities. 

EQUAL  EMPLOYMENT  OPPORTUNITY  AND  NON-DISCRIMINATORY  PRACTICES 
A .   General 

During  the  performance  of  this  contract,  the 
CONTRACTOR  agrees  as  follows: 

(1)  The  COMTRACTOR  will  not  to  discriminate  against  any 
employee  or  applicant  for  employment  because  of  race, 
color,  religion,  sex,  or  national  origin.  The  CONTRACTOR 
will  take  affirmative  action  to  ensure  that  applicants 
are  employed,  and  that  employees  are  treated  during  their 
employment,  without  regard  to  their  race,  color,  religions, 
sex,  or  national  origin.  Such  action  shall  include,  but 
not  be  limited  to,  the  following:  Employment,  upgrading, 
demotion,  or  transfer,  recruitment  or  recruitment  adver- 
tising;" layoff  or  termination;  rates  of  pay  or  other 
forms  of  compensation;  and 'Sel ection  for  training,  in 
eluding  apprenticeship.  The  CCfiTRACTOR  agrees  to  post  in 
conspicuous  places,  available  to  employees  and  applicants 
for  employment,  notices  to  be  provided  by  setting  forth 
the  provisions  of  this  nondiscrimination  clause. 
(24  CFR  130.15) 

B.    Contruction  Contracts 

The  following  provisions,  shall  also  apply  when  this  AGREEMENT 
is  for  construction,  demolition,  landscaping,  or  similar  activities 
and  the  AGREE.MENT  amount  is  Greater  than  TEN  THOL'SAND  DOLLARS 
(SIO.COO.OO). 
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(2)  The   CONTRACTOR  will,  in  all  solicitations  or  advertisa- 
ments  for  cniployees  placed  by  or  on  behalf  of  the  COM- 
TRACiOR,  state  that  all  qualified  applicants  will  receive 
consideration  for  employment  without  recard  to  race,  color, 
religion,  sex,  or  national  origin  (24  CFR  130.15). 

(3)  Tne  CONTRACTOR  will  send  to  each  labor  union  or  repre- 
sentative of  workers  with  which  he  has  a  collective  bar- 
gaining agreement  or  other  Contract  or  understanding,  a 
notice  to  be  provided  by  the  Contract  Compliance  Officer 
advising  the  said  labor  union  or  workers'  representatives 
of  the  CONTRACTOR'S  corrTni  L-nent  under  this  section  and  shall 
post  copies  of  the  notice  in  conspicuous  places  available 

to  employees  and  applicants  for  employment  {24  CFR  130.15). 

(4)  The  CONTRACTOR  will  comply  with  all  provisions  of  Executive 
Order  11246  of  September  24,  1965,  and  of  the  rules,  regula- 
tions and  relevant  orders  of  the  Secretary  of  Labor 

(24  CFR  130.15):      , 

(5)  The  CONTRACTOR  will    furnish  all    information  and  reports    (set 
forth  in  section  XV.   A.   herein)   required  by  the  rules,   regula- 
tions,  and   relevant  orders,  of  the  Secretary  of  Labor,   or 
pursuant  thereto,   and  will    permit  access    to  his  books,    records, 
and  accounts  by   the  Department  and  the  Secretary  of  Labor  for 
■purposes  of  investigation   to  ascertain  compliance  with  such 
ru'ies,  regulations,   and  orders     (24  CFR  130.15). 

(6)  In   the  event  of  the  CONTRACTOR'S   non  compliance  with   the  non 
discrimination  clause  of  this  contract  or  with  any  of  such 
rules,   regulations,   or  order,   this  contract  may  be  cancelled, 
terminated  or  suspended  in  whole  or  in  part  and  the  CONTRACTOR 
may  be  declared   ineligible  for  further  Government  Contracts 

or  federally  assisted  contruction  CONTRACT  procedures   authorized 
in  Executive  Order  11246  of  September  24,    1965,   or  by  rule, 
regulation  or  order  of  the  Secretary  of  Labor,   or  as  other- 
wise provided  by   law   (24  CFR  130.15). 

(7)  The  CONTRACTOR     will    include   the  provisions   of  paragraphs 
(1)   through   (7)    in   every  ;Subcantract  or  purchase  order 

,,     unless  exempted  by  rules,   regulations,   or  orders  of  the 
Secretary  of  Labor  issued  pursuant  to  section  204  of 
Executive  Order   11246  of  September  24,    1965,   so   that  such 
provisions  will   be  binding  upon  each  SUBCONTRACTOR  or 
vendor.     The  CONTRACTOR  will    take  such   action  with   respect 
to  any  SUBCONTRACTOR  or  purchase   order  as    the  CITY  or 
H.U.O.   may  direct  as   a^means  of  enforcing  such  provisions, 
including  sanctions    for  noncompliance:      Provided,   however, 
that  in  the  evoit  a- CQNTR/^CTGR  beccnes   involved  in,  or  is 
threatened  with,    litiaation  with   a  subcontract  or  vendor 
as   a   result  of  such  direction  by  H.U.O.  ,    the  CONT-ACTOR 
~^y  request   the  United  States    to   enter   into  such   liti cation 
to  protect  the   interest  of  the  United   States. 
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G_e  ne  r^2 Hespons  ibi  1  i  t  y 


(1)  The  CONTRACTOR  agrees  chat  it  will  be  bound  by  the 

equal  opportunity  clause  set  forth  in  B.,  paragraphs  1  through 
7-above  with  respect  to  its  own  employment  parctices  when 
it  participates  in  federally-assisted  construction  work.. 

(2)  The  CONTRACTOR  hereby  agrees  that  it  will  incorporate 

or  cause  to  be  incorporated  into  any  contract  for  construction 
work,  or  modification  thereof,  as  defined  in  the  regulations 
of  the  Secretary  of  Labor  at  41  CFR  Chapter  60,  which  is 
paid-  for  in  whole  or  in  part  with  funds  obtained  from  the 
Federal  Government  or  borrowed  on  the  credit  of  the  Federal 
Government  pursuant  to  a  grant,  contract,  loan,  insurance, 
or  guarantee,  the  equal  opportunity  clause  set  forth  in  B., 
paragraphs  1  through  7  above. 

(3)  The  CONTRACTOR  agrees  that  it  will  assist  and  cooperate 
actively  with  the  administering  agency  and  the  Secretary  of 
Labor  in  obtaining  the  compliance  of  contractors  and 
subcontractors  with  the  equal  opportunity  clause  and  the 
rules,  regulations,  and  relevant  orders  of  the  Secretary  of 
Labor,  that  it  will  furnish  the  administering  agency  and  the 
Secretary  of  Labor  such  information  as  they  may  require  for 
the  supervision  of  such  compliance,  and  that  it  will  otherwise 
assist  the  administering  agency  in  the  discharge  of  the 
agency's  primary  responsibility  for  securing  compliance. 

(A)   The  CONTRACTOR  agrees  that  it  will  refrain  from  entering 
into  any  contract  'agreement  or  contract  modification  subject 
to  Executive  Order  11246  of  September  25,  1965,  with  a 
contractor  debarred  from,  or  who  has  not  demonstrated 
eligibility  for,  Government  contracts  and  f ed e r a  1 1 y -a s s i s t ed 
construction  contracts  pursuant  to  the  Executive  Order  and 
will  carry  out  such  sanctions  and  penalties  for  violation 
of  the  equal  opportunity  clause  as    may  be  imposed  upon 
contractors  and  subcontractors  by  the  administering  agency 
or  the  Secretary  of  Labor  pursuant  to  Part  II,  Subpart  D 
of  the  Executive  Order.    In  addition,  the  CONTRACTOR  agrees 
that  if  it  fails  or  refuses  to  comply  with  these  undertakings, 
the  administering  agency  may  take  any  or  all  of  the  following 
actions:   Cancel,  terminate,  or  suspend  in  whole  or  in  part 
this  grant,  (contract,  loan,  insurance,  guarantee);  refrain 
from  extending  any  further  assistance  to  the  contractor 
under  the  program  with  respect  to  which  the  failure  or 
refund  occurred  until  satisfactory  assurance  of  future 
compliance  has  been  received  from  such  contractor;  and 
refer  the  case  to  the  Department  of  Justice  for  appropriate 
legal  proceedings. 
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lZ-   Training,  Z.r'.ployrient  and  Contracting  Opportunities  for  Busir.esa  ar.d 
Lover  Incocg  Persons 

A.  '  GZNEHAL  ■ 

Every  contractor  and  subcontractor  shall  incorporate,  or  cause  Co  be  in- 
corporated, in  all  contracts  for  vork  in  connection  vith  this  section  3 
covered  project,  the  following  clause  (referred  Co  as  the  so-called 
"section  3  clause"): 

A.  The  work  to  be  performed  under  this  contract  is  on  a 
project  assisted  under  a  program  providing  direct 
Federal  financial  assistance  from  Che  Departnent  of 
Housing  and  Urban  Developracnt  and  is  subject  to  Che 
requiremencs  of  section  3  of  the  Housing  and  Urban 
Development  Act  of  1968,  as  amended,  12  U.S.C.   1701u. 
Section  3  requires  that  to  the  greatest  extent  feasible 
opportunities  for  training  and  employrienc  be  given  lover 
income  residents  of  the  project  area  and  contracts  for 
work  in  compaction  with  the  project  to  be  awarded  to  busin- 
nesa  concerns  which  are  located  in  or  owned,  in  substantial 

•  part  by  persons  residing  in  the  area  of  the  project. 

B.  The  parties  to  this  contract  will  comply  with  Che  provis- 
ions of  said  section  3  and  the  regulations  issued'  pursuant 
thereto  by  Che  Secretary  of  Housing  and  Urban  Development 
sec  forth  in  24  CFR  Part  135,  and  all  applicable  rules 
and  orders  of  chc  Department  issued  chereunder  prior  to 
the  execution  of  chis  contract.   The  parties  Co  this  con- 
tract certify  and-  agree  that  Chey  are  under  no  contractual 
or  other  disability  which  would  prevent  them  from  comply- 
ing with  these  requirements. 

C.  The  C0NT7j\CT0R  will  send  to  each  labor  organisation  or 
representative  of  workers  with  which  he  has  a  collective 
bargaining  agreement  or  other  contract  or  understanding , 
if  any,  a  notice  advising  the  said  labor  organization  or 
workers  reprcsenCacive'  of  his  ccmmictmencs  under  chis 
section  clause  and  shall  post  copies  of  chis  notice  in 
conspicuous  places  available  Co  employees  and  applicancs 
for  employmcnC  or  Craining, 
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D.  The   COMTK.\CTOR  ulll  include  this  section  3  clause  in  every 
subcontract  for  work  in  connection  with  the  project  and  wi-1, 
at  the  direction  of-the  CITY,  t^ke  appropriate  action  pur- 
suant to  Che  subcontract  upon  a  finding  that  the  subcontractor 
ia  in  violation  of  regulations  issued  by  the  Secretary  of 
Housing  and  Urban  Development,  24  CFR  135.   The  CCNTPJ.CTOR 
will  not  subcontract  with  any  subcontractor  wlierc  it  has 
notice  or  knowledge  that  the  latter  has  been  found  in 
violation  of  regulations  under  24  CFR  Part  135  and  will  not 
leC  any  subcontract  unless  the  subcontractor  has  first  provided 
it  with  a  preliminary  statement  of  ability  to  co=ply  with  the 
requirements  of  these  regulations. 

E.  Compliance  with  the  provisions  of  section  3,  the  regulations 
set  forth  in  24  CFR  Pare  135,  and  all  applicable  rules  and 
orders  of  the  Department  issued  thereunder  prior  to  the 
execution  of  the  contract,  shall  be  a  condition  of  the 
Federal  financial  assistance  provided  to  the  project,  bind- 
ing upon  the  CONTRACTOR  and  subcontractors,  in  any.   Failure 
to  fulfill  these  requirements  shall  subject  the  CON'TR-^iCTOR 
and  subcontractors,  if  any,  to  those  sanctions  specified  by 
the  grant  or  loan  agreement  or  contract  through  which  Federal 
assistance  is  provided,  and  to  such  sanctions  as  are  specified 
by  24  CFR  Part  135. 


(1)  Section  3  project  areas  are  defined  as: 

a.   Areas  designed  as  Urban  Renewal  areas  pursuant  to 

the  provisions  of  Title  I  of  the  Housing  and  Oevelopnent 
Act  of  1949,  the  boundaries  of  said  Urban  Renewal 

See         aj.g22  are  set  forth  in  Exhibit  A  of  the  AGREEMENT, 

Attached 

'^^P^  b.       Areas  designated  as  Model   Cities  areas  pursuant  to 

the  provisions  of  the  Demonstration  Cities  and 
Pages  MetroDolitan  Develooment  Act  of  1965,   the  boundaries 

CDBG-33   to       of  said  Model   Cities  area  is  set  forth  in  Exhibit  3 
CDBG-34  of   this  AGREEMENT. 

c.       If  the  project  is  net  in  one  of. the  above  areas,   the 
project  boundary  shall   be  coextensive  with  the 
boundaries  of  the  City  of  Boston  (24CR^    125.15). 

(2)     The  Income  Limit  for  the  purpose  of  Section  3  is  as 
follows: 

a.       Lower  income  project  area  resident  is  one  who^e  family  inccme  is 
less   than  S0%  of  the  median  inccme  far  the  Eastcn 
area   (24CrR  ^  135-5(6) (3) ) .     Said   income  limitation 
has  been  set  by  the  HUD  secretary  as   thirteen  thousand 
nine  hundred  (13, 900')   dollars. 
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(3)     Section  3  businesses  are  defined' as: 

a.  Business  concerns  located  within  the  Section  3 
covered  area  means  the  individuals  or  finns  located 
within  the  project  area  as  defined  above  (24CFR5    135.5(b)) 
Ustad  on  the  Departnents  registry  of  eligible    ^ 
business  concerns  and  which  qualify  as  s-all   businesses 

by  the  Small   Business  Administration. 

b.  Business  concerns  owned  1n  substantial   part  by 
persons  residing  in  the  Section  3  project  area  means 
these  business  concerns  which  are:     51%  or  more 
owned  by  persons  residing  within  the  Section  3  area, 
as  set. forth  above;   listed  on  the  Department  of 
Housing  and  Urban  Development  Registery;  owned  by- 
persons  considered  to  be  socially  or  economically 
disadvantaged;  and  which  qaulify  under  the  Srall 

Business  size  standards  of  the  Small   Business  Administration 
(24CFR^  135.5(c)). 

,^   For  compliance  with  parts  B. ,  C,  and  D.  which  follow,  TABLES  AAP-1   to  AAP-3 
are  provided  in  the  section  marked  with  pages      ST- 3   to  ST- 5. 

B.     Utilization  of  Lower  Income  Residents   as  Trainees    (  TABLE  AAP-1,    Pa^e   ST-3) 

(1)        The    CONTRACTOR    agrees    thai:    he    will,     to    the    greatest    extent 

feasible,     utilize    the    naxiaum    number    of    persons,    eligible    as 
section    3    project    area    residents,     in    the    various    training 
categories    in    all    phases    of    the    work    to    be    performed    under 
this    AGRZZMENT;     and,     to    fill    all    vacant    training    positions 
with    lower    income    project    area    residents,     except    for    those 
positions    which    remain    unfilled    after    a    good    faith    effort, 
as    defined    herein,     has    been    made    to    fill    them    with    eligible 
lower    income    project    area    residents     (24CrR    S.     135.40) . 


CDBG-6 


-75- 
(2)   For  the  purposes  of  this  AGP-ZZMSNT  and  Section  3  a  good 
faith  effort  shall  include  but  not  be  United  to,  the 
following: 

a.  Determining  the  naxinua  nunber  of  trainees  which  inay 
be  utilized  in  each  construction  and  non-construction 
phase  of  the  Section  3  project  in  question. 

1-   Determining  the  Nunber  of  Trainees 

i    Construction  Contracts 

a. ■  -For  the  building  construction  occupations, 
the  nuaber  of  trainees  or  apprentices  for 
each  occupation  shall  be  that  nur:ber  which 
can  reasonably  be  utilized  in  each  occupation 
on  each  phase  of  a  Section  3  covered  project 
and  in  no  event  shall  that  number  be  less 
than  the  number  of  trainees  or  apprentices 
determined  pursuant  to  regulations  issued 
by  the  Secretary  of  Labor  for  each  building 
construction  occupation,  as  set-forth  in 
Che  Equal  Employment  Opportunity  Notices  on 
pages  EEO-1  to  EEO-12  of  this  document. 

ii .   Non  Construction  Contracts  and  Construction 

Contracts  not  covered  by  the  above  paragraph. 

a.   Building  construction  occupations  for 

which  ratios  are  not  determined  pursuant 
to  regulations  of  the  Secretary  of  Labor, 
the  number  of  trainees  for  each  occupation 
shall  be  that  nuaber  which  can  reasonably 
be  utilized  in  each  occupation  on  each 
phase  of  a  Section  3  covered  project.   The 
contractor  or  subcontractor  shall  initially 
determine  the  maximum  number  of  trainees 
for  each  occupation  and  submit  that  deter- 
mination along  with  its  justificatic.n  to 
the  Department. 

b.  Establishing  a  goal  of  the  number  of  trainee  positions 
which  shall  be  filled  by  low -in  come  project  area  resid< 

c.  Advertisina  trainee  positions  in  local  media 
(24CFR.5  125.50(2)). 

d.  Conspicuously  posting  training  opcartunity  notices 
on  the  proposed  project  site  (Z^CFR  3  135.50(a)(2)). 
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e.  Sending  notices   to   cormunity  organizations   located 

in   the  project  area   requesting   referrals.      (Examples: 
Project  Area   Ccmnittse,    Service  LTiDioyr^ent  S  Redevel- 
opment,  Opportunities    Industril ization  Center,   Urban 
Leaaue,   Concentrated   Ejnolo^T.ent  Program,   etc.) 
{24CFR  §  135.50(a)(2)). 

» 

f.  Maintaining  a  list  of  all  lower-income  project  area 
residents  who  apply  on  their  own  initiative  (or  who 

•  are  referred  from  any  source),  and  efnploying  such 
persons  if  other.vise  qualified.  If  no  vacancy 
exists,  the  aoplicant  shall  be  listed  for  the  first 
available  vacancy  (24CFR^  135.50(a)(3)). 

g.  Where  the  CONTRACTOR  fills  a  vacant  position,  which 
otherwise  could  be  filled  by  a  low-incone  resident 

of  the  project  area,  immediately  prior  to  undertaking 
work  pursuant  to  this  AGREEMENT,  the  CONTRACTOR 
shall  setforth  evidence,  acceptable  to  the  Secretary 
of  the  Oepartme.nt  of  Housing  and  Urban  Development, 
:  ■  that   his  actions  were  not  an  attempt  to  circumvent 
the  regulations  setforth  in  Section  3  and  this 
AGREDiENT  (24CFR  §  135.60(b)). 

C.   Utilization  of  Lcwer-Income  Area  Residents  as   Employees.   (TABLE  AAP-2, 

"'       Page  ST-4) 
(1)  The   CONTRACTOR  agrees  that,  to  the  greatest  extent  feas- 
ible, he  will  lulfill  his  obligation  under  Section  3  and 
this  AGREEMEfIT,  to  utilize  lower-inccrne  area  residents  as 
employees  by: 

a.  Identifying  the  number  of  positions  in  the  various 
occupational  categories  including  skilled,  semi- 
skilled and  unskilled  labor,  needed  to  perform  eich 
phase  of  the  Section  2   covered  project  (24CFRS 
135.55(a)). 

b.  Identifying  of  the  positions  identified  in  paragraph 
(a)  of  this  section,  the  number  of  positions  in  the 
various  occupational  categories  which  are  currently 
occuoied  by  regular,  permanent  employees  (24CFR  S 
135.55(b)).  -^ 

c.  Identifying,  of  the  positions  identified  in  paragraph 
(a)  of  this  section,  the  number  of  positions  in 
various  occupational  categories  which  are  not  currently 
occupied  by  reoular,  permanent  emplovees  (24CFR  ^ 
135.55(c)). 

d.  Establishing,  of  the  positions  identified  in  para- 
graph (c)  of  this  section,  a  goal  which  is  consistent 
with  the  purpose  of  this  subpart  within  each  occu- 
pational category  of  the  nurber  of  positions  to  be 
filled  by  lower  income  residents  :'   the  Section  3 
covered  project  area  (Z-C.-R<5  13E.i;5(d))  ^r.:i 
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e.   Making  a  good  faith  effort  to  fill  all  of  the 

positions  identified  in  paragraph  (d)  of  this  section 
.  with  lower  income  project  area  residents  (24CrR<5 
135.55(e)).      •  -^ 

(2)  For  the  purpose  of  this  Section  3  and  AGREEMEjNT,  a  good 
faith  effort  shall  include,  but  not  be  limited  to,  the 
following: 

a.  Establishing  a  goal  of  the  number  of  those  positions 
identified  in  #1  above  which  shall  be  filled  by  lew- 
income  project  area  residents. 

b.  RecT-uiting  lower- income  residents  from  the  approp- 
riate areas  by: 

(1)  advertising  in  the  local  media  (24CFR5^  135.60(a)(2)). 

(i1)  conspicuously  placina  signs  at  the  proposed 
project  site  (24CFR  §  135.60(a)(2)). 

(ill)  contacting  community  organizations  and  public 
or  private  institutions  operating  within  or 
serving  the  project  area  (24CFR  ^  135.60(a) (2)) . 

c.  ■  Wher«  the  CONTRACTOR  fills  a  vacant  position,  which 

otherwise  could  be  filled  by  a  low-income  resident 
of  the  project  area,  immediately  prior  to  undertaking 
work  pursuant  to  this  AGREEjMENT,  the  Contractor 
shall  setforth  evidence,  acceptable  to  the  Secretary 
of  the  Department  of  Housing  and  Urban  Development, 
that  his  actions  were  not  an  attempt  to  circumvent 
the  regulations  setforth  in  Section  3  and  this 
AGREEMENT  (24CFR  §  135. 50(b)). 

D.   Utilization  of  Business  Located  in  or  O-vned  in  Substantial 

Part  by  Persons  Resiaino  in  the  Project  Area.  (TABLE  AAP-3.  Paee  ST-5") 

(1)  The  CO'fTRACTGR  agrees  to  make  a  good  faith  effort  to 
achieve  the  goals  and  estimated  dollar  amounts  of  sub- 
contracts to  be  awarded  to, eligible  businesses  and  en- 
trepreneurs, as  setforth  in  the  CONTRACTOR'S  Section  3 
Business  Affirmative  Action  Plan,  which  was  submitted 
prior  to  the  award  of  this  AGREEMENT  (24CFR§  135.70(h)  ( i )) . 
In  developing  an  Affirmative  Action  Plan  the  Ccntractcr 
shall: 
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(24CFR8   135.70(a)). 

'businfs:  TnTro     srionror':c?upitions   identified  as 

ied  in     anagraph   (a)   o^;^^-   -^,rti:;trd  d       ar 
forth  a  goal   or  target  number  and  estimated 
amount  of  contracts   to  be  awarded  to   -he 

.  eligible  businesses  and  entrepreneurs  within  each 
category  over  the  duration  of  the  section  3  covered 
project  (24CFR§-  135.70(b)). 

Outline  the  anticioated  program  to  be  used  to  achieve 
the  goals  for  each  business  and/or  professional 
category  identified  (24CrR^  135.70(c)).  This  program 
should  include,  but  not  be  limited  to  the  following 
actions: 

(i)    niSSRIION  OF   FORM  AAP-3    OF  THT  SZC7I0N-.1  PLAN  OF  THE  COl^^ 

SaSSr  or  subcontractor  letting  any  contract   agreement, 

rs  ANY  BID    DOCUMENTS.  .  . 

(iiTldentification  within  the  bid  document,   if 
any,   the  applicable  section  3  project  area. 

Indicate  the  anticipated  process  and  steps  which 
have  been  taken  and/or  will   be  taken  to  secure  the 
cooperation  of  contractors,   subcontractors  and 
unions   in  meeting  the  goals  and  carrying  out   uhe 
affinr^tive  action  plan  developed  pursuant  to   uhis 
subpart  (Z^CFR  §,  135.70(d) ) . 

Take  steps  to  insure  that  the  aDpropriate_business 
concerns   included   in  the  Cepartr.ent  s  registry   ,cr 
the  Section  3  covered  project  area  are  notified  of 
pending  contractual   opportunities   either  Personally 
or  thr^uugh  locally  utilized  media       All   "f ^^^;  ^^,  ^ 
and  subcontractors  which  so  notify  concerns     incuded 
in  the  Depart^.ent's  registry,  of  available  cont- ac.s 
and  of  opportunities   to  submit  bids,   Suall   sat,s^y 
all    requirements   of   this   Part  for  notificauicn  0, 
business  concerns   located  within  the  Section  j 
covered  project  area  and  business   concerns  cwne- 
substantial    part  by  cersons   resid^ing   in   ...e  .e.. 
3  covered  project  area   (2-CrR  §  Uz./Q{e)). 


owned   in 
on 
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f.  Take  steps  to  insure, that  CONTRACTS  which  are  typi- 
cally let  on  a  negotiated  rather  than  a  bid  basis  in 
areas  other  than  Section  3  covered  project  areas, 

are  also  let  on  a  negotiated  basis,  whenever  feasible, 
when  let  in  a  Section  3  covered  project  area  (24CFR^ 
135.70(f)-). 

g.  Where  competitive  bids  are  solicited,  require  the 
bidders  to  submit- their  utilization  goals,  and  their 
affirmative  action  plans  for  accomplishing  their 
goals,  and  in  evaluating  each  bid  to  determine  its 
responsiveness,  carefully  evaluate  the  bidders' 
submission  to  determine  whether  the  affirmative 
action  plan  proposed  will  accomplish  the  stated 

_    goals  (24CFR^  135.70(g)). 

h.       Where  advantageous,   seek  the  assistance  of  local 

officials  of  the  Department  in  preparing  and   imple- 
n:eflting  the  affirmative  action  plan   (24CFR^   135.70(h)). 

(2)     For  the  purposes  of  Section  3  and  this  AGREEMENT  a  good 
faith  effort  to   implement  the  Affirmative  Action  Plan 
Includes,   but   is  net  limited   to,    the   following: 

(i)     Compliance  with  paragraphs   c,d,e,f,g,   of  the 
abOe  requirements  for  the  Affirmative  Action 
Plan,   as  set  fcrth  in  the  Section  3  requirements 
of  the  bid  documents   (24CFR  ^  135.70( i ) ) . 

(i1)  Attempt  to  recruit  frcm  the  appropriate  areas 

the  necessary  eligible  business  concerns  through: 
Local  advertising  media,   signs  placed  at  the 
proposed  sits  for  the  project;     and  cofrmunity 
organizations  and  public  or  private  institutions 
operating  within  or  se.'^/ing  the  project  area 
such  as   Project  Area   Ccmmittees   (?AC)    in  urban 
renevyal   areas,.  Service  Employmant  and  Redevelopment 
(SER),   Opportunities    Industrialization  Center 
(OIC),   Urban  League,   Concentrated  Employment 
Program,   or  the  U.S.    Employment  Ser/ice,   as 
well   as   the  Chamber  of  Ccrrrerce  and  any  equivalent 
.     '•  ornanizations   in   the  Section  3  covered  project 

area   (24CFR  a  135.70(1)). 


E.       FOR   COMPETITIVE    310    CONTRACTS    ONLY:    The    attention    of    all 

bidders    is    directed    lo    regulation    24    CFR    Part    135,    Subpart    0, 
Section    135.70    (g),    which    requires    all    interested    bidders    "io 
3ube3U    a    Section    3    Plan    (^a^e^   <^t_i   ^o   ^t_7^       to   the  City  of  Scstcn 
for    r-S'/le-x.       Accordinaly,    ALL    BIDS    SUSMlirED    FOR    CONS  I  DEf'.AT  1 0" 
MUST    3E    ACCOMPANIED    3Y    A    SECTION    3    PLAN    COMPLETED    3Y    THE    3:0CE= 
Tha    City    of    Boston    WILL    NOT    CONSIDER    A:'Y    310    THAT    IS    NOT 
ACCQJ^PANIED    3Y    A    COMPLETED    SECTION    3    PLA.^. 
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P'.       Notlcs  of  Intention  to  Ccnoly  With  Section  3 

The  CC^^TkACTCR  will    send   to  each  labor  organization  cr.r^p- 
rjientativc  of  workers  with  which  hs  has  a  collective  bargain- 
ing AGJ^EEMEjJT  or  other  CONTRACT  or  understanding,    if  any,   a 
notice  advising  the  said  labor  organization  or  woricer's  rep- 
resentative of  his   coiTTTii  fnents  under  this   Section   3  clause  and 
shall  post  copies  of  the  notice  in  conspicuous  places  available 
to  errployees  and  applicants   for  employo'.snt  or  training. 


.  S':.     Subcontracts  . 

The  CDNTHACTCa  will    include  this  Section  3  clause  in  every 
subcontractcr  for  work  in  connection  with  the  project  and 
\in,  at  the  direction  of  the  CITY,   take  appropriate  action 
pursuant  to  the  subcontract  upon  finding  that  the  subcontractor 

•  Is  in'  violation  of  regulations   issued  by  the  Secretary  of 

■       •   Housing  and  Urban  Oevelopr.ent  (24CrR3  135).     The  CONTRACTOR 
will  not  subcontract  where  it  has  notice  or  knowledge  that  the 
latter  has  been  found  in  violation  of  regulations  under  (24CFR 
..  .135}  and  will  not  let  any  subcontract  unless  the  SUBCONTRACTOR 
has  first  provided  it  with  a' preliminary  staternent  of  ability    . 
"■  "- to  cccply  with  the  requirsinents  of  these  regulations. 

' H .     Resorting 

*  The  CtriTRACTOH  will    furnish  all    information  and  reports  required 
-.   •.  ._•- by_Section  3' and  the  rjles,   regulations  and  orders  of  the 

-:■■. Secretary  of  the  Departnjent  of  Housing  and  Urban  Oevelopr.ent, 
setforth  in  Section   XV .,  subsection  B  ,.  herein. 


i  -' 


Sanctions 

Compliance  >dth  the  provisions  of  Section  3,   the  regulations 
setTorth  in     24Cf R  ^^  13S     and  all   applicable  rules  and 
orders  of  HUD  jssuec  thereunder  prior  to  the  execution  of 
the  CONTRACT,   shall   be  a  condition  of  the  federal   financial 
asiistinca  provided  to  the  project,   binding  upon  the  CITY 
ar^  it3  successors  and  assigns.     Failure  to  fulfill   these 
recuir^T^ents  shall   subject  the  CITY,    its  CONTRACTOR'S, 
SU3CCHTRACTCrt's,  -and  assigns  to   those  sanctions  specified 
1n  the  City's  CCTTRACT  with  HUD  under  the  Housing  and 
CcTEXinity  Ceveloprr.ent  Act  of  1974,   and  such  sanctions  as  . 
ara  specified 'by  .   24CrR  ^  135. 
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NONDISCRIMINATION  U.'iDER  TITLE  VI  OF  THE  CIVIL  RIGHTS  ACT  OF  1975 

This  AGREEJ^ENT  1s  subject  to  the  requirements  of  the  Title  VI  of 
the  Civil  Rights  of  Act  of  1964  and  HUD  regulations  with  respect 
thereto, including  the  regulations  under  24CFR  Part  1.  In  the  sale, 
lease  or  other  transfer  of  land_  acauired,  cleared  or  imomved  with 
assistance  provided  under  this  AGREEMtNT,  the  Grantee  snail  cause 
or  require  a  covenant  running  with  the  land  to  be  inserted  in  the 
deed  or  lease  for  such  transfer,  prohibiting  discrimination  upon 
the  basis  or  face,,  color,  religion,  sex,  or  national  origin,  in  the 
sale,  lease  or  rental,  or  in  the  use  or  occupancy  of  such  land  or 
any  improvements  erected  or  to  be  erected  thereon,  and  providing 
that  the  Grantee  and  the  United  States  are  beneficiaries  of  and 
entitled  to  enforce  such  covenant-  The  Grantee,  in  undertaking  its 
obligation  in  carrying  out  the  program  assisted  hereunder,  agrees 
to  take  such  measures  as  are  necessary  to  enforce  such  covenant  and 
will  not  Itself  so  discriminate. 

CONaiCT  OF  INTEREST 

The  Contractor  agrees  to  comply  with  provisions  of  the  Conflict  of 
Interest  Law..  The  Contractor  shall  not  act  in  collusion  with  any 
CITf  officer,  agent,  or  employee,  or  any  other  party,  nor  shall 
the  Contractor  agree  to  job- related  gifts,  regarding  this  CONTRACT 
or  any  other  matter  in  which  the  CITY  has  a  direct  and  substantial 
interest.  The  Contractor  agrees  to  incorporate  a  provision  prohibiting 
such  interest  in  all  subcontracts. 

INTEREST  OF  MEMBERS,  OFFICERS,  OR  E>ff=L0YEE5  OF  GRANTEE,  MEMBERS  OF  LOCAL 
C-OVERNING  BODY,  OR  OTHER  PUBLIC  OFFICIALS: 

Mo  menfaer,  officer,  or  employee  of  the  Grantee,  or  its  designees 
or  agents,  no  member  of  the  governing  body  of  the  locality  in  which 
the  program  is  situated,  and  no  other  public  official  of  such  locality 
or  localities  who  exercises  any  functions  or  responsibilities  with 
respect  to  the  program  during  his  tenure  or  for  one  ye=r   thereafter,  shall 
have  any  interest,  direct  or  indirect,  in  any  CONTRACT  or  subcontract, 
or  the  proceeds  thereof,  for  work  to  be  performed  in  connection  with 
the  program  assisted  under  the  AGREEMENT. 
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I  I .    POLITICAL  ACTIVITY 

None  of  the  funds,  materials,   property  or  services  provided  directly  or 
indirectly  under  this  shall   be  us£d  by  CONTRACTOR  for  any  partisan  political 
activity,  or  to  further  the  election  or  defeat  of  any  candidate  for  public 
office,  or  to  further  the  interest  of  any  partisan  political   party  in 
■contravention  of  Chapter  15  of  Title  5,   United  States  Code   (Hatch  Act)   or 
in  contravention  of  the  Corrupt  Practices  Act  of  the  CorrrT^cnweal  th  of 
Massachusetts. 

VIII.  PROPERTY  MANAGEMENT 

.  The  utilization  and  disposition  of  real   and  personal   property  acquired 
in  whole  or  in  part  with   funds  provided  under  this  AGREEMENT  shall  be 
in  accordance  with  the  principals  set  forth  in  Federal   Management  Circular 
74-7  Attachment  N  codified  in  the  Code  of  Federal   Regulations  at, 
34  CFR  %.  256,  which  document  is  hereby  incorporated  in  and  made  a  part 
of  this  AGREEI-1ENT  by  reference. 

IX.  RETENTION  AND  CUSTODY  OF  AND  ACCESS  TO  PROJECT  RECORDS 
A.       Retention  of  Records 


Financial   records^' supporting  documents,  statistical   records 
and  all   other  records  pertinent  to  the  Project  Grant  and 
Budget  shall  be  retained  by  the  COrfTRACTOR  for  a  period  of 
three  years   from  the  date  of  the  submission  of  the  CITY'S 
Annual   Perfonnance  Report,   except  as   follows: 

i.       records   that  are  the  subject  of  audit  findings  shall   be 
retained  for  three  years-  after  such   findings  have  been, 
resolved; 

ii.     records   for  nonexpendable  property  which  was   acquired  with 
■the  Project  Grant  shall    be   retained   for  three  years   after 
such   findings  have  been  made. 

iii.   records   for  any  displaced  person  shall   be  retained  for 

three  years  after  such   person  has   received  final   payment.  , 

When  records   are  transferred   to  ormaintained  by  HUD'  or  the  City,    the 
three-year  retention   requirement   is   not  applicable  to  the  CONTRACTOR. 
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B.  Custody  of  Records 

HUD  or  tne  CITY  shall  request  transfer  of  certain  records  to  its 
custody  when  either  determines  that  the  records  posess  long-tenn 
.retention  value.  However,  in  order  to  avoid  duplicate  record- 
keeping, HUD' or  the  CITY  may  make  arrangements  with  the  CCNTRACTOR 
to  retain  any  records  which  are  .continuously  needed  for  joint  use. 

C.  Access  to  Records 

The  CITY,  the  Department  of  Housing  and  Urban  Development,  the 
Comptroller  General  of  the  United  States,  or  their  duly  authorized 
representatives,  shall,  for  a  period  of  three  years,  or,  such  longer 
periods  as  may  be  duly  authorized,  have  access  to  any  books,  documents 
papers  and  records  of  the  CONTRACTOR,  which  are  pertinent  to  any 
matter  covered  in  this  AGREEiMENT,  for  the  purpose  of  making  audit, 
examination,  excerpt,  and  transcriptions.   


0.   Financial  Records 

(1)  Accurate,  current,  and  complete  disclosure  of .  the 
financial  results  of  each  grant  program  shall  be 
kept  in  accordance  with  Federal  reporting 
requirements.  HUD  requires  reporting  on  an  accrual 
basis.  If  a-cco6'nting  records  are  not  kept  on  that 
basis,  the  COffTRACTOR  should  develop  such  information 
through  an  analysis  of  the  documentation  on  hand 

or  on  the  basis  of  best  estimates.  Federal  management 
circular  74-7  App.  6  Section  (l.a). 

(2)  Records  shall  be  kept  which  identify  adequately  the 
source  and  application  of  funds  for  grant-supported 
activities.  These  records  shall  contain  information 
pertaining  to  grant  awards  and  authorizations,  obli- 
gations, unobligated  balances,  assets,  liabilities, 
outlays,  and  income  (Federal  Management  Circular  74-7 
App.  6  Section  l.b) ,     '     .  -   ' 

(3)  There  shall  be  effective  control  over  and  accountability 
for  all  funds,  property,  and  other  assets.  The 
CONTRACTOR  shall  adequately  safeguard  all  such  assets 
and  shall  assure  that  they  are  used  solely  for  authorized 
purposes  '  (Federal  Management  Circular  App. 5  Section  l.c). 

(4)  Accounting  records  shall  be  suoported  by  source  documen- 
tation (Federal  Management  Circular  74-7  App.  6 
Section  l.g). 
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(5)  Audits  may  be  -ade  by  the  CIT/  or  at  the  CITY's 
direction  to  detamine,  at  a  .-ninimun,  the  fiscal 
integrity  of  financial  transactions  and  reports, 
and  the  compliance  with  laws,  regulations,  and 
administration  require^ients. 

(6)  Tnere  shall  be  a  systematic  method  to  assure  timely 
and  appropriate  resolution  of  audit  findings  and 

■  reccmnendations. 


COPYRIGHTS  AND  PATENTS 
A.   Copvriahts 


The  CONTRACTOR  agrees  that  where  any  activity  performed  under 
this  AGREEMENT  results  in  a  book  or  other  copyrightable  material 
the  Contractor  is  free   to  copyright  the  work,  but  the  CITY  and 
HUD  reserwe   a  royalty-free',  nonexclusive  and  irrevocable 
license  to  reproduce,  publish,  or  otherwise  use,  and  to  authorize 
others  to  use  the  work  for  Government  purposes  (Federal  Management 
Circular  74-7  App.  A  Section  7  B). 

B.   Patents 

The  CONTPsACTOR  agrees  that -if  activities  perfonned  under  this 
AGREEMENT  produce  any  patentable  items,  patent  rights,  processes, 
or  inventions,  such  fact  shall  be  promptly  and  fully  reported 
■   to  the  CITY  and  HUD,  and,  absent  an  AGREEMENT  to  the  contrary, 
HUD  shall  determine  whether  protection  on  such  invention  or 
discovery  shall  be  sought  and  hew  the  rights  in  the  invention 
or  discovery — including  the  rights  under  any  patent  issued 
thereon — shall  be  allocated  and  administered  in  order  to 
protect  the  public  interest  consistent  with  "Government  Patent 
Policy"  (Federal  Management  Circular  74-7  App.  Section  A). 

XI.   LABOR  REQUIREMENT  FCR  CONSTRUCTION  CONTRACTS 


The  following  requirements  shall  apply  to  construction  contracts 
in  excess  of  two  thousand  ($2,000.)  dollars. 

1 .   .'^PPLIC/JBILITY 

The  Project  or  Program  to  which  the  work  covered  'by  this  Ccntraci 
pei-tain3  is  beln^  assisted  by  the  United  States  of  rJierica  and  the 
followir.^  Federal  Labor  Standards  Provisions  a-re  i^-cluded  in  this 
Contract  p-L^rsn-ant  to  the  provisions  applicable  to  such  Federal  assist- 
ance. 
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2.   MH.TMUM  WAGE  RATES  FOR  LABORERS  AITL   :-!SCH.Un:CS 

All  laborers  and  mechanics  eirployed  upon  the  work  covered  by  this 
Contract  shall  be  paid  unconditionally  and  not  less  often  than  once 
each  week,  and  without  subsequent  deduction  or  rebate  on  any  account 
(except  such  payroll  deductions  as   are  ^ade  candatcry  by  law  and  such 
other  paorroll  deductions  as  are  permitted  by  the  applicable  regula- 
tions issued  by  the  Secretary  of  Labor,  United  States  Department  of 
Labor,  pursuant  to  the  Anti-iCickback  Act  hereinafter  identified),  the 
full  acoxait  due  at  tlce  of  pa^^nent  conputed  at  wa^  rates  not  less 
than  those  contained  in  the  wage  determination  decision  of  said 
Secretary  of  Labor  (a  copy  of  which  is  attached  and  herein  incorporated 
by  reference),  regardless  of  any  contractual  relationship  which  =aj-  be 
alleged  to  exist  betveen  the  Contractor  or  any  subcontractor  and  such 
laborers  and  mechanics.  All  laborers  and  mechanics  employed  upon  such 
work  shall  be  paid  in  cash,  except  that  payment  may  be  by  check  if  the 
employer  provides  or  secures  satisfactory  facilities  approved  by  fhe 
CITY  OF  BOSTON  for  the  cashing  of  the  same  without 

cost  or  expense  to  the  employee.   For  the  purpose  of  this  clause, 
contributions  made  or  costs  reasonably  anticipated  under  Section  1  (b) 
(2)  of  the  Davis-Bacon  Act  on  behalf  of  laborers  or  mechanics  are 
considered  wages  paid  to  such  laborers  or  mechanics,  subject  to  the 
provisions  of  Section  5.5(a)(  1  )(i"^)  °^   Title  29,  Code  of  Federal 
Regulations.  Also  for  the  purpose  of  this  clause,  regular  contribu- 
tions made  or  costs  incurred  for  more  than  a  weekly  period  under  plans, 
funds,  or  programs,  but  covering  the  particular  weekly  period,  are 
deemed  to  be  constructively  made  or  incurred  during  such  weekly 
period.  *" 


3.   UUDERPAYXEOTS  OF  WAGES  OR  SALARIES 

In  case  of  underpayment  of  wag^s  by  the  Contractor  or  by  any 
subcontractor  to  laborers  or  mechanics  employed  by  the  Contractor  or 
subcontractor  upon  the  work  covered  by  this  Contract,  the   CITY  OF  BOSTON 

in  addition  to  such  other  rights  as  may  be  afford- 
ed it  under  this  Contract  shall  withhold  from  the  Contractor,  out  of 
any  payments  due  the  Contractor,  so  much  thereof  as  the 
CITY  OF  BOSTON        =2-7  consider'  necessary  to  pay  such  laborers  or 
mechanics  the  full  amount  of  wages  required  by  this  Contract.   The 
amo\int  so  withiield  may  be  disbursed  by  the     CITY  OF  BOSTON 

for  and  on  account  of  the  Contractor  or  the  subcontractor 
(as  may  be  appropriate),  to  the  respective  laborers  or  mechanics  to 
whcm  the  same  is  due  or  on  their  behalf  to  plans,  funds,  or  programs 
for  any  type  of  frir_ge  benefit  prescribed  in  the  applicable  wc^ge 
determination. 
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U.   AimCIPATED  COSTS  OF  fillN'GZ  'SZI^EFIIS 

If  the  Contractor  does  not  nake  paj-rrenta  to  a  tr"j.atee  or  other 
third  person,  he  =ay  consider  aa  part  of  the  wage a  of  any  laborer  or 
:::echanic  the  anount  of  any  costs  reasonably  anticipated  In  providir.^ 
frin^  benefits  under  a  plan  or  program  of  a  type  expre93ly  listed  in 
the  wage  determination  decision  of  the  Secretary  of  Labor  which  ia  a 
part  of  this  Contract:   Provided,  however,  the  Secretary  of  Labor  has 
found,  upon  the  uTitten  request  of  the  Contractor,  that  the  applicable 
standards  of  the  Davis-Eacon  Act  h^ve  been  z:et.  The  Secretary  of  Labor 
say  require  the  Contractor  to  set  aside  in  a  separate  account  aasets 
for  the  ce^tiog  of  obligations  under  the  plan  or  progran.  A  copy  of 
any  findings  nade  by  the  Secretary  of  Labor  in  respect  to  'fringe  benefits 
being  provided  by  the  Contractor  irust  be  submitted  to  the 
CITY  OF  BOSTON       with  the  first  paj-roll  filed  by  the  Contractor 
subsequent  to  receipt  of  the  findings. 


5.  OVERTIME  COf!?E!TSATION  HEQUIRED  BY  COHTHACT  WORK  EOTJHS  AND  SAJETY 
ST.UrOARDS  ACT  (76  Stat.  357-360:  Title  UO  U.S.C.,  Sections  327- 
332) 

(a)  Overtime  reoulreaents.  No  Contractor  or  subcontractor 
contracting  for  any  part  of  the  Contract  work  which  may  require  or 
involve  the  enployment  of  laborers  or  mechanics,  Including  watchmen 
and  guards ,  shall  require  or  pemit  any  laborer  or  mechanic  in  any 
woiicweek  in  which  he  is^employed  on  such  work  to  work  in  excess  of  8 
hours  in  any  calendar  day  or  in  excess  of  UO  hours  in  such  work  week 
unless  such  laborer  or  mechanic  receives  compensation  at  a  rate  not 
less  than  one  and  one-half  times  hia  basic  rate  of  pay  for  all  hours 
worked  in  excess  of  8  hoiirs  in  any  calendar  day  or  in  excess  of  UO  hours 
in  such  work  week,  as  the  case  may  be. 

(b)  Violation;   liability  for  unpaid  wa^t^es  liquidated  (^ptzpj^b. 

In  the  event  of  any  violation  of  the  clause  set  fox-th  in  paragraph  (a) , 
the  Contractor  and  any  subcontractor  responsible  therefor  shall  be 
liable  to  any  affected  employee  for  his  unpaJ.d  wages.   In  addition, 
such  Contractor  and  subcontractor  shall  be  liable  to  the  United  States 
for  liquidated  damaeea.   Such  liq^uidated  damages  shall  be  computed  with 
respect  to  each  individ-oal  laborer  or  mechanic  employed  in  violations 
of  the  clause  set  forth  in  paragraph  (a),  in  the  sum  of  $10  for  each 
calendar  day  on  which  auch  employee  was  required  or  permitted  to  work 

in  excess  of  8  hours  or  in  excess  of  the  stand^^d  work'-^eek  of  UO  hours 
without  pa\-ment  of  the  overtime  wa^s  required  by  t}ie  clause  set  forth 
in  paragraph  (a) . 
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(c)  Withholding  for  liquidated  d^ino^res.   The  CITY  OF  BOSTON 

shall  withhold  or  cause  to  be  withheld,  I'rom  any  moneys 
payable  on  accoxint  of  work  performed  by  the  Contractor  or  subccntractor, 
such  sun3  aa  zay  administratively  be  determined  to  be  neceasaxj'  to 
satisfy  any  liabilities  of  such  Contractor  or  subcontractor  for  liqui- 
dated dana^-es  aj2   provided  in  the  clause  set  forth  in  paragraph  (b). 

(d)  Subcontracts.  The  Contractor  shall  insert  in  any  aubcontracta 
the  clauses  sat  forth  in  paragraphs  (a),  (b),  and  (c)  of  this  Section 
and  also  a  clause  requiring  the  subcontractors  to  include  these  clauses 
ta  any  lower  tier  subcontracts  which  they  cay  enter  into,  together  with 
a  clause  requiri-og  this  insertion  in  any  fuxther  subcontracts  th-at  nay 
in  turn  be  made. 

6.  1^IPL0Y^5E^T  0?  apphentices/thai^tees 

a.  Apprenticea  will  be  permitted  to  woric  at  less  than  the  prede- 
ter=iin.ed  rate  for  the  work  they  performed  when  they  are  en- 
ployed  and  individually  registered  in  a  bona  fide  apprentice- 
ship program  registered  with  the  U.  S.  Department  of  Labor, 
Manpower  Adnlni  strati  on,  Bureau  of  ApprenticesrJ.p  and  Trainir-g, 
or  with  a  State  Apprenticeship  Agency  recognized  by  the  Bureau, 
or  if   a  person  ia  employed  in  his  first  9C  days  of  probationary 
edDloyinent  as  an  apprentice  in  s-ach  an  apprenticeship  program, 
who  is  not  individually  registered  in  the  program,  but  who  }ia3 
been  certified  by  the  Bureau  of  Apprenticeship  and  Training  or 
a  State  Apprenticeship  Agency  (where  appropriate)  to  be 
elig-ible  for*probationaxy  employment  as  an  apprentice.  The 
allowable  ratio  of  apprentices  to  journeymen  in  any  craft  classi- 
fication shall  not  be  greater  than  the  ratio  permitted  to  the 
contractor  aa  to  his  entire  work  force  under  the  registered 
program.  Any  employee  listed  on  a  payiroll  at  an  apprentice 
wage  rata,  who  is  not  a  trainee  aa  defined  in  subdivision  (b) 
of  this  subpaxa^aph  or  is  not  registered  or  other-rise  enplo>-ed 
aa  stated  above,  shall  be  paid  the  wa^  rate  determined  by  the 
Secretary  of  Labor  for  the  classification  of  work  he  actually 
performed.  The  contractor  or  subcontractor  will  be  required  to 
furnish  to  the  contracting  officer  or  a  representative  of  the 
Wage-Hour  Division  of  the  U.  S.  Department  of  Labor  -xitten 
evidence  of  the  registration  of  his  program  and  apprentices  as 
well  as  the  appropriate  ratios  and  wage  rates" (expressed  in 
percentages  of  the  journeyman  hourly  rates),  for  the  area  of 
construction  prior  to  using  any  apprentices  on  the  contract 
work.   The  wage  rate  paid  apprentices  shall  be  not  leas  than 
the  appropriate  percentage  of  the  joumej-man's  rate  contained 
in  the  applicable  wage  determination," 


b.  Trainees.   Except  as  provided  in  29  CFR  5.15  trainees  will  not 
be  permitted  to  work  at  less  th.an  the  predetermined  rate  for 
the  work  performed  unless  they  are  employed  p'jjrn-j-ant  to  and 
ijidividually  registered  in  a  program  which  !;as  received  prior 
approval,  evidenced  by  formal  certification,  by  the  U,  S. 
Department  of  Labor,  Manpower  Administration,  B-jjreau  of  Appren- 
tice and  Training.   The  ratio  of  trainees  to  jo^jme:.-m9n  chail 
not  be  greater  tiian  permitted  under  the  plan  a-.-proved  by  the 
3-c"cau  of  Accrer.t  iceshir  and  Training.   Zver;.'  trainee  r'-st  re 
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pa_id  at  not  less   than  the   rate   £pecified   in  the   approved  pro- 
gTCJZ   for  his   level   of  progress.      Any  eaployee   listed  on  the 
pa^.Toll  at  a  trainee   rate  vho    is  not   reg-istered  and  pajrtici- 
patlng  in  a  training  plan  approved  by  the  Biijreau  of  Apprentice- 
ship  and  Training  shall  be  paid  not   less   than  the  wag3   rate 
determined  by  the   Secretary  of  Labor   for  the   classification  of 
work  he  actually  performed.      The   contractor  or  subcontractor 
will  be   required  to   furnish  the   contractijig  officer  or  a  repre- 
Dentative   of  the  Va-ge-Hour  Division  of  the   U.    S.    Department   of 
Labor  written  evidence  of  the   certification  of  his  prcgran, 
the  registration  of  the   trainees,    and  the  ratios   and  wage 
rates  prescribed   In  that  program.      In  the   event   the  Bureau 
of  Apprenticeship  and  Training  withdraws   approval  of  a  train- 
ing protjran,    the   contractor  will  no   loager  be  per:iitted  to 
utilize  trainees  at   less  than  the   applicable  predetezrnined  ' 
rate   for  the  work  performed  until  an  acceptable  progran  is 
approved. 


I.      Application  of  29CFR  Part  5a 

On  contracts    in  excess  of  $10,000  the  enployment  of  all 
laborers  and  mechanics,    including  apprentices  and  trainees, 
as  defined  in  Section  5.2(c)   stiall   also  be  subject  to  the 
provisions  of  Part  5a  of  this   subtitle.     Apprentices  and 
trainess   shall   be^hired   in  accordance  with  the  requirements 
of  Part  5a  of  this  subtitle  (29CFR       5.5(a)  (4)(iii )) . 

1.     The  contractor  agrees: 

■   (i)     That  he  will  .-Tiake  a  diligent  effort  to  hire  for 
the  perforrnance  of  the  contract  a  number  of 
apprentices  or  trainees,  or  both,   in  each 
occupation,  which  bears   to  the  average  number 
of  journeymen   in  that  occupation  to  be  employed 
in   the  performance  of  the  contract  the  acplicable 
ratio  as  determined  by  the  Secretary  of  Labor;   . 

(ii)  That  he  will    assure  that  25  percent  of  such 

apprentices  or  trainees   in  each  occupation  are 
in   their  first  year  of  training,  where  feasible. 
Feasibility  here  involves  a  consideration  of 
(a)   the  availability  of  training  opportunities 
for  first  year  apprentices,-  (b)   the  hazardous 
nature  of  the  work  for  beginning  workers,    (c) 
excessive  unemployment  of  apprentices    in   their 
second   and   subsequent  years   of   training. 

(iii)That  during  the  performance  of  the  contract  he 
will,   to   the  greatest  extent  possible,   employ 
the   number  of  acprentices  or  trainees   necessary 
•to  meet  currently  the   requirements  cf  subdivisions 
(i)   and    (ii)   of   this   subcar^craph. 
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The  ccntractar  agrees  to  maintain  recorcs  or  cnfjiuyn.ciiL 
by  trade  of  the  nuriber  of  apprentices  and  trainees, 
apprsnticesand  trainees  by  first  year  of  training,  ind 
of  journeyTTien,  and  the  wages  paid  and  hours  of  wcr'<  of 
such  apprentices,  trainees  and   journey:T:er:.  The  contractor 
agrees  to  :na<e  these  records  available  for  inspection 
upon  request  of  the  DepartTient  of  Labor  and  the  Federal 
agency  concerned. 

The  contractor  who  claiiTis  co'pliance  based  on  the  criterion 
stated  in   5a. 4(b)  agrees  to  ::iaintain  records  of 
employment,  as  described  in   3a.3(a)(2),  on  ncn-rederal 
and  non-federally  assisted  construction  work  done  during 
the  perforrnance  of  this  contract  in  the  sair^e  labor  -.arket 
area.  The  contractor  agrees  to  rnake  these  records  available 
for  inspection  upon  request  of  the  Departir.ent  of  Labor  and 
the  Federal  agency  concerned.  . 

• 

The  contractor  agrees  to  supply  one  copy  of  the  written 
notices  required  in  accordance- with   5a. 4(c)  at  the 
request  of  Federal  agency  ccr.pl  iance  officers.  The 
contractor  also  agrees  to  supply  at  3->-nonth  intervals 
during  perforr^ance  of  the  contract  and  after  completion 
of  contract  performance  a  statement  describing  steps  taken 
toward  making  a  diligent  effort  and  containing _a  break-  _ 
down  by^craft,  of  hours  worked  and  wages  paid  for  first 
year  apprentices  and  trainees,  other  apprentices  and 
trainees,  and  "journeymen.  One  copy  of  the  statement 
win  be  sent  to  the  agency,  concerned,  and  one  to  the 
Secretary  of  Labor. 

The  contractor  agrees  to  insert  in  any  subcontract"  under 
this  contract  the  requirements  contained  in  this  paragraph 
(2SCFR  5a. 3  (a)  (1),  (2),  (2),  (4),  and  (5).  Sections 
5a. 4,  5a. 5,  5a. 6,  and  5a. 7  shall  also  be  attached  to  each 
such  contract  for   the  .inforriction  of  the  contractor,   ine 
term  "contractor"  as   used  in  such  clauses  in  any  subcontract 
shall  mean  the  subcontractor. 


c.      Ecual   E3-::lo>T:er'.t   Oncort'Jhity.      The   utilization   of  apprentices, 
trainees    and   jaur-r.e%~9n   imJer  this   part   shall   be    in.  ccnforzLit/ 
with   the    eaual    c:r::loj~ent    ocjort'-inity  reauirorzenta   of  zyiecjiZivs 
Order   1121^6,    as   a:zended,    and   29   CT?.  Part   jO. 


7.      JI^UjXl'ZiTI   0?  CZHTAIN  ?E?.5C:;S   PRCHI3ITZD 

}To  person  'jr.der  the  a.re  of  sixteen  years  r^.d  no  person  vhc,  at  th' 
tine,  is  ser".'ir_5  sentence  in  a  peral  or  correctional  institution  snail 
be    e~"oloved   en   the   vcrx   covered   ov   this   Contract. 
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5.     ?£x:"-^;r::.N's  rzr.sz.-irr  to  sc-:alizd  ".-j.ti-kio: 

The   Ccntractor   sriiJll    cocply  with   the    applicable    regnlaticna    (a 
ccpy  of  which   is   attached   and  herein    ir.ccrpcrated  bv   reference)    of   the 
Secretacrv  of  Labor,    United  States   repa.r".:^ent   of   Labor,    rT:ade   pursiiant    to 
the   so^alled  ".^nti -Kickback  Act"   cf' J-^ne   I3,    IQJU    (US   Stat.*9U8:    62 
Stat.    S62;    Title  U.S.C.,    Section '87U:    a.nd  Title    UO  U.S.C,    Section   276c), 
and  ar^'  anendnenta   or  ~odification3    thereof,    sr_all    cause   appropriate 
rrovisicna   to  be   Inserted  in   subccntracts   tc    ir.sure   cocpliar.ce   therewith 
by  all    subcontractors    subject   thereto,    and   shall   be   responsible    for   the 
rubnission  of  affidavits   required  by   ST:bc or.tr actors    thereunder,    except 
as   said  Secretary  of  Labor  =ay   stecifically  provide    for  reascnabl'j 
lii^tationa,    variations,    tolerances,    and   exetmtions    from   the   require- 
:;ent3   thereof  .(see  Exhibit  C   pages   CDSG-32   to*CDBG-39). 

Q.      Z'CrLO-iXZirr   OF  LA30HZRS   CR  :^CHANICS  }i'OT   LISTED  IN  APCRZSAID  VAGZ 
DITE?J>nifATION  DECISION 

.iLny  class  of  laborers   or  cechanics  which   is   not   listed  in   the  wa^ 
determination  and  which   is    to  be   ecplcyed  •'.mder   the   Contract   will  be 
claBsified  or  reclassified  confor=:ably   to   the   w'a^   deterr.' nation  by   the 
CITY   OF   BOSTON  and   a   repcrt   of  the   ac'ion   taken 

shall  be   sub::iitted  by   the  CITY   OF   BOSTON  thrcu^^h 

the   Secretary  of  Housin^g  and  Urban  T'evelopnent,    to   the   Secretary  of 
Labor,    United  States   Department   of   Labor.      In   the    event    the    interested 
par-ties   cannot   agr^e   on   the   proper  classification   or  reclassification 
of  a  particular  class   of  laborers   and  rech^anics    to  be  used,    the   question 
acccrpaniod  by  the   recoirz^'ndation  of  the   Local  Pablic   Agency  or  Public 
Body  ar^ll  be   referred,    through  the  Secretary  of  Housing  and  Urban 
Levelopr:ent,    to   the   Secretary  of  Labor   for   final   deter:rination. 


10.  TRIMGZ  ZnniFlTS  7.0V   DCrRZSSSD   AS   HOUPiY  VACE  RATES 

The    CITY   OF   BOSTON  shrill   require,    whenever   the 

rin- —"::  wa^e   rate   prescribed   in   the   Contract    for  a   class   of  laborers   or 
-cch-anics   includes   a   fringe   benefit  which   is   not   expressed   as   an  ho'urly 
'-"i-^   rate   and  the  ■Contractor   is   obligated   to   pay  cash   equivalent   of   such 
a   frir.^  benefit,    an  hoiorly   cash   equivalent    thereof  tc   be   established. 
In   the   event   the    interested   p.-irties   cannot    a^rce   upon   a  cash   ecuivalent 
cf   the    fringe   benefit,    the    cuesticn,    accoruanied    by    the    recczznendaticn 
cf   the  CITY   OF    BOSTON  '  sh^all    be    referr-?d,    thrcu^.      ' 

the   Secretary   of  Housing  and  Urban  Leveloprient,    to    the   Secr^tar;--   of 
labor   for  detemination. 

11.  PC5TI.NG  WAGE  Dr.'ZHI-UKATIO:;  LECISIOI/S   ;jrD  AUTHORIZIZ)  VAGE  DEDUCTIONS 

The   applicable   wa-re   pceter  of   the    Secretar:,-   of  Labor,    United  States 
Departzient   of  Libor,    and   the    applicable   wa^    determination   decisions   of 
G=id   Secretary  cf   Labor  with   respect    to    the   various    classification   of 
-----ers   and  cechanics   erpicyed  and   tc   be   erployed  upon    the   work   ccvered 
:y   this   Contract,    and   a   otato:;ent    e'r.z-^-Lr^  all    deductions,    if   anv      '_n 
-coordancc   with   the   provisions   of   this   Contract,    to  be   =:ade    frcm  ws^res 
aotuaLly  earned  by  persons   so   employed   or   to   be    employed   in   s-jch   classi- 
fications,   ohall   be   posted   at   apprcpriate   conopicuoua   points    at   the   site 
of   the   wcrk. 
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No  laborer  or  cechaiiic  to  whom  the  wage,  oalaLry,  or  other  labor 
standards  provisions  of  this  Contract  are  applicable  uhall  be  dischar^red 
or  in  any  other  canner  di3crin±nated  againat  by  the  Contractor  or  any 
subcontractor  because  such  e^loyee  haa  filed  any  cc::n3lalnt  or  instituted 
or  caused  to  be  instituted  any  proceeding  or  haa  testified  or  is  about  to 
testify  in  any  proceeding  under  or  relating  to  the  labor  standards  appli- 
cable under  this  Contract  to  his  employer. 

13.   CLAIJS  AltD  DISPUTES  PEHTAHrDIC  TO  WAGE  R.A.TES 

Clains  and  disputes  pertaining'  to  wage  rates  or  to  classificatlcna 
of  laborers  and  mechanics  eaployed  upon  the  work  covered  by  this  Contract 
shall  be  pronptly  reported  by  the  Contractor  in  writing  to  the 
CITY  OF  BOSTON  for  refeixal  by  the  latter  throiigh  the 

Secretary  of  Eouaing  and  Urban  Development  to  the  Secretary  of  Labor, 
United  States  Department  of  Labor,  whose  decision  shall  be  final  with 
respect  thereto. 

lii.   QUESTIONS  CONCEHNDIG  CERTAIN  FEDERAL  STATUTES  AJTO  RSCULATIONS 

All  queationo  arising  \:mder  this  Contract  which  relate  to  the 
application  or  interpretation  of  (a)  the  aforesaid  Anti-?Lickback  Act, 
(b)  the  Contract  Work  Eoura  and  Safety  Standards  Act,  (c)  the  aforesaid 
Davia-Eacon  Act,  (d)  the  regulations  issued  by  the  Secretary  of  Labor, 
United  States  Departaent  of  Labor,  pursuant  to  said  Acta,  or  ( e )  the 
labor  standards  proviaiona  of  any  other  pertinent  Federal  statute,  ahaj.1 
be  referred,  through  the           CITY  OF  BOSTON         and  the 
Secretary  of  Housing  and  Urban  Development,  to  the  Secretary  of  Labor, 
United  States  Depaxtaent  of  Labor,  for  said  Secretary's  appropriate 
ruling  or  interpretation  which  shall  be  authoritative  and  say  be  railed 
upon  for  the  purposes  of  this  Contract.  

15.   PAYHOLLS  Aim  BASIC  PAYHOLL  RECORDS  OP  CCirffiACTOR  AlTD  SU3C0irrP^CT0H3 

The  Contractor  and  each  subcontractor  shall  prepare  his  payrolla 
on  forma  satisfactory  to  and  in  accordance  with  instractiona  to  be 
romished  by  the         CITY  OF  BOSTON.  The  Contractor 

shall  submit  weekly  to  the  Local  Public  Agency  or  Public  Eody  two 
certified  copies  of  all  payrolls  of  the  Contractor  and  of  the  subcon- 
tractors, it  being  'understood  th^at  the  Contractor  shall  be  reapcnsible 
for  the  submission  of  copies  of  payrolls  of  all  subcontractors.  Each 
such  payroll  shall  contain  the  "Weekly  Statement  of  Compliance"  set 
forth  in  Section  3.3  of  Title  29,  Code  of  Fodoral  Hegulationc.   The 
pa^TrDlls  and  basic  payroll  records  of  the  Contractor  and  each  subcon- 
tractor covering  all  laborers  and  mechajiics  employed  upon  the  work 
covered  by  this  Contract  shall  be  maintained  during  the  course  of  the 
work  and  preser'/ed  for  a  period  of  3  years  thereafter.   Such  payrolls 
and  basic  payroll  rccordc  shall  contain  the  name  .-ind  address  of  oach 
such  employee,  his  correct  cla-jsif ication,  rate  of  pay  (including  ratea 
of  contributions  or  costs  anticipated  of  the  types  described  in  Section 
^('^)(2)  of  the  Davis-Br.con  Act),  daily  and  weekly  nvjzocr   of  ho--rc  -crked, 
deductions  made,  and  actual  wag^s  paid.   In  additicn,  whenever  the 
SecretaLT:,'  of  Labor  has  found  under  Section  5-5(a-)  ( '' )(-"^')  oi"  Title  29, 
Code  of  Federal  Reg-^laticns,  tiiat  the  wa^s  of  r.-y  laborer  cr  z  =  chanic 
include  the  amo^unt  of  any  cocts  reaccr.ably  ?_-.t  icipated  in  prcv-Cir./? 
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benefits  under  a  plan  or  prcgrsj:  described  in  Section  1(b)(2) (3)  of  the 
3avi.s-2acon  Act,  the  Contractor  or  s'wibccntractor  shall  maintain  record:: 
which  show  that  the  consiitsent  to  provide  such  benefits  is  enforceable, 
that  -the  plan  or  program  is  financially  responsible,  and  that  the  plan 
or  prograa  has  been  coc^unicated  in  writing  to  the  laborers  or  mechanics 
affected,  and  rscorda  which  show  the  coats  anticipated  or  the  actual 
cost  incurred  in  providing  such  benefits.  The  Contractor  and  each 
subcontractor  shall  3ake  his  e=ploj-z:ent  records  with  respect  to  persons 
employed  by  hin  upon  the  work  covered  by  this  Contract  available  for 
inspection  by  authorised  representatives  of  the  Secretajr,'  of  Housm^j  and 
Urban  Development,  the  CITY  OF  BOSTON  and  the  United 

States  Depaxtaent  of  Labor.  Such  representatives  cliall  be  perr^itted  to 
interview  eaployeea  of  the  Contractor  or  of  any  subcontractor  during 
working  hours  on  the  job. 

16.  SPECIFIC  COVERAGE  OF  CERTAIN  TYPES  OF  WORK  3Y  EI-IPLOYEES 

The  transporting  of  aateriaJ.3  and  supplies  to  or  from  the  site  of 
the  Project  or  Program  to  which  this  Contract  pertains  by  the  ecployees 
of  the  Contractor  or  of  any  subcontractor,  and  the  manufacturing  or 
fumiahing  of  nateriaJ.a,  articles,  supplies,  or  equipment  on  the  site 
of  the  Project  or  Program  to  which  this  Contract  pertains  by  persons 
employed  by  the  Contractor  or  by  any  subcontractor,  shall,  for  the 
purposes  of  this  Contract,  and  without  limiting  the  generality  of  the 
foregoing  provisions  o^   thia  Contract,  be  deemed  to  be  work  to  which 
these  Federal  Labor  Standards  Provisions  are  applicable. 

17.  IHELIGI3L2  SUH:01i7RACT0HS 

The  Contractor  shall  not  subcontract  any  part  of  the  work  covered 
by  this  Contract  or  permit  subcontracted  work  to  be  further  subcontracted 
without  the        CITY  OF  BOSTON'S  prior  written  approval 

of  the  subcontractor.  The  Local  Pablic  Agency  or  P'ablic  Body  will  not 
approve  any  subcontractor  for  work  covered  by  this  Contract  who  is  at 
the  time  ineligible  under  the  provisions  of  any  applicable  regulations 
issued  by  the  Secretaxy  of  Labor,  United  States  Department  of  Labor  or 
the  Secretary  of  Housing  and  Urban  Development,  to  receive  an  award  of 
such  subcontract. 

18.  PROVISIONS  TO  5S  INCLUDED  IN  CERTAO  SUK) Ol.TP.^^CTS 

The  Contractor  shall  include  or  cause  to  be  included  in  each 
subcontract  covering  any  of  the  work  covered  by  this  Contract,  previ- 
sions which  are  consistent  with  these  Federal  Labor  Standards  Provisions 
and  also  a  clause  requiring  the  subcontractors  to  include  such  provisions 
in  any  lower  tier  subcontracts  which  they  may  enter  into,  together  with 
a  clause  requiring  such  insertion  in  any  further  s'Libccntracts  th?.t  ziay 
in  turn  be  made. 
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19.   BREACH  OF  FORZGOnTG  IZDZRAL  UL50R  STMrDAFDS   PRO'vTiSIONS 

In  addition  to  the  causes  for  tern:inaticn  of  this  Contract  as 
hereij^  elsewhere  set  forth,  the       Cin*  OF  BOSTON 

reGer".-03  the  right  to  terminate  this  Contract  if  the  Contractor  or  zsiy 
subcontractor  whose  subcontract  covers  any  of  the  work  covered  by  this- 
Contract  shall  breach  any  of  these  Federal  Labor  Standaz-ds  Previsions. 
A  breach  of  these  Federal  Labor  Standards  Provisions  cay  also  be  grounds 
for  debarment  as  provided  by  t}ie  applicable  regulations  issued  by  the 
Secretary  of  Labor,  United  States  Department  of  Labor. 

General   Labor  Ccmpliance  Procedures 

(1)  Before  constrnjction  begins  the  CdNulACTOR  agrees  that  he 
has: 

a.  Not  been  debarred  or  otheri^ise  made  ineligible  to 
participate  in  any  Federal   or  Federally-assisted 
prtjject- 

b.  Reviewed  and  understands  all   labor  standards  CONTRACT 
provisions, 

C-       Received  and  reviewed  the  wage  decision  as  part  of 
the  CONTRACT  provisions. 

d.       Requested  through  the  CITY  and  received  the  minumun 
wage  for  each  classification  to  be  worked  on  the 
project  which  was  not  included  on  tne  wage  decision 
by  the  additional   classification  process  and  be/cre 
allowing  any  sucn  trade(s)    to  work  on  the  project. 

e.-      Requested  and  received  certification  of  his  appren- 
tice program  from  the  State's  Bureau  of  Apprentice- 
ship and  Training   (recognized  by  U5SAT)   and  sub- 
mitted copy  thereof  to  the  recipient  prior  to  em- 
ployment on  the  project.      Likewise  "trainee"   program 
certification  frcm  U.S.S.A.T.    if  applicable,  -ust  be 
sufcsnitted. 

(2)  At  Construction  Start  the  CONTRACTOR  agrees  that  he  has: 

a.  Notified  the  CITY  of  construction  start  data  In 
writing. 

b.  Has  placed  each  of  the  following-  on  a  bulletin  beard 
pr-cminently  located  on  the  project  site  which  czr:  be 
seen  easily  by  the  -Markers    (and  replaced   if  lost  or 
unreadable  any  ti.r.e  during  constructicn) : 

(i )     Wage  Decision; 

(11)   Notice  to  l-ro'cyees; 

(lii)Safety  and  Hea^tr.  Protscticn  :r,   tr.e  Jcc; 
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c.  Before  assigning  each  project  worker  to  work,  has 
cbtaiined  worker's  narne,  best  mailing  address,  and 
Social    Security  Number  (for  payroll   purposes). 

d-       Has  obtained  a  copy  of  each  apprentice's  certificate 
with  the  apprentice's  registration  number  and  his 
year  of  apprenticeship   from  the  State  B.A.T. 

e.       Has   informed  each  worker  of: 

(i)-    His  work  classification  (journeyman  or  job 
_    _tUJe)  as  jt  will  appeaj^  on  the  payroll. 

(ii)  His  duties  of  work. 


f.  The  U.S.    Departrsnt  of  Labor's   requiren^ent  on   the 
project  that  he* is  either  a  journeyman,   apprentice, 
or  laborer  -  .         •         ■ 

(i)      If  journeyman,   he  is  to  be  paid  journeyman's 
minimun  wage  rate  or  more; 

(1i)   If  apprentice,  he  is  to  be  paid  not  less  than 
the  apprentice's  rate  for  the  trade  based  on 
hisyear  of  apprenticeship;  or 

(iii)   If  laborer,  he  is  to  do  laborers  work 
only,   is  not  use  any  tool   or  tools  of 
the  trade  -  and  not  perform  any  part  of  a 
journeyman's  work  -  and  is  paid  the  laborer's 
minimum  wage  rate  or  more. 

g.  Agrees  that  each  laborer  or  mechanic  who  performs 
work  on  project  in  more  than  one  classification 
within  the  same  workweek  shall   be  classified  and 
paid  at  the  highest  wage  rate  applicable  to  any  of 
the  work  which  he  ■^eriarrs  unless   the  fcllcwing 
re<3uirements  are  met: 

(i)     Accurate  daily  time  records   shall   be  maintained. 
These  records  .must  shew  the  time  worked  in  each 
classification  and  the  rata  of  pay  for  e^ch 
classification,   and  must  be  signed  by  the 
workman. 

(ii)   The  payroll    shall    shew  the  hours  worked  in  each 
classification  and  the  wage  rate  paid  for  eic'n 
classification. 
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(1  "11) The  payroll  shall  be  signed  by  the  worsen  or 
a  s-fgned  copy  of  the  daily  time  record  s.'iall  be 
attached  thereto.  ■ 

h.   The  CONTRACTOR  will  inform  each  worker  of  his  hourly 
wages  (not  less  than  the  minimum  wage  rate  for  his 
work  which  is  stated  in  the  Wage  Decision.) 


(i)    Time  and  a  half  for  all  work  over  8  hours  any 
day  or  over  40  hours  any  work-week  (See  CuNTR^^CT 
Work  Hour3  Safety  Standards  Act). 

(11)   Fringe  benefits,  if  any  (See  Wage  Decision  for 
any  required). 

(iii)  Deductions  from  his  pay  will  infonn  each  worker 
that  he  is  subject  to  being  interviewed  on  the 
job  by  the  recipient  or  a  HUD,  Department  of 
Labor,  or  other  U.S.  Government  inspector,  to 
canfinn  that  his  employer  is  complying  with  all 
labor  requirements. 

(jv)   Has  informed  each  journeyman  and  each  apprentice 
that  a  journeyman  must  be  on  the  job  at  all 
>-        tinf^s  when  an  apprentice  is  working. 

(3)  During  Construction  the  CQ^f^RACTQR  agrees  that  he: 

.  •      (1)    has  efnployed  all  registered  apprentices  r^ferrBd       ' 

to  him  through  normal  channels  up  to  the  applicable 
ratioof  apprentices  to  journeyman  in  each, 
trade  used  by  the  employer. 

(ii)  will  maintain  basic  employment  records  accessible 
to  inspection  by  the  recipient  or  U.S.  Government 
representative. 

(iii)  is  complying  with  all  health  and  safety  standards. 

(iv)   has  paid  all  workers  weekly. 

0.   Reporting 

The  COiTH^ACTOR  will  furnish  all  information  and  reports  rncuired 
under  the  Ccpeland  Act  and  the  Davis- Bacon  Act  and  by  the 
rjles  regulations,  and  orders  of  the  Secretary  as  setforth  in 
Section  XV  subsection  C  of  this  Part. 
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XII  WORK  HOURS  AND  SAFETY  STANDARDS 

In  ccnstruction  contracts  in  excass  of  52,000  and  other  ccntracts 
in  excess  of  S2,500,  the  CONTRACTOR  agrees  to  ccmply  with  sections 
103  and  107  of  the  Contract  Work  Hours  Safety  Standards  Act  {^Q 
U.S.C.  327-5).  Under  section  103  of  fhe  Act,  the  CONTRACTOR  is 
required  to  compute  the  wages  of  every  mechanic  and  laborer  on  the 
basis  of  a  standard  work  day  of  8  hours  and  a  standard  work  week  of 
40  hours.  Work  in  excess  of  the  standard  workday  or  workweek  is 
permissible,  provided  that  the  wocker  is  compensated  a.t  a  rats  of  . 
not  less  than  1-1/2  times  the  basic  rate  of  pay  for  all  hours 
worked  in  excess  of  8  hours  in  any  calendar  day  or  40  hours  in  the 
workweek.  Section  107  of. the  act  is  applicable  to  construction 
work  and  provides  that  no  laborer  or  mechanic  shall  be  required  to 
work  1n  surroundings  or  under  working  conditions  which  are  unsanitary, 
hazardous,  or  dangerous  to  his  health  and  safety  as  determined 
under'construction,  safety,  and  health  standards  prcmulagated  by 
the  Secretary  of  Labor.  These  requirements  do  not  apply  to  the 
purchases  of  supplies  or  materials  or  articles  ordinarily  available 
on  the  open  market,  or  contracts  for  transportation  or  transmission 
of  intelligence. 

XIII  ENVIROMSNTAL  CONSIDERATIONS 

A.       Flood  Disaster  Protection 

'    The  Owner  of  land  subject  to  acquisition  or  improvement  under 
this  CONTRACT,  and  its  successors  or  assigns,   are  hereby 
obligated  to  obtain  and  maintain,   during  ownership  of  the  land 
which  is  tJre  subject  of  this  CONTRACT,   such  flood  insurance  as 
is  required  with  respect  to  financial   assistance  for  acquisition 
or  construction  purposes  under  section  lQ2(a)  of  the  Flood. 
Disaster  Protection  Act  of  1973.     This  obligation  is  binding 
notwithstanding  the  fact  that  construction  on  the  land  which 
is  the  subject  of  this  contract  is  not  itself  funded  out  of 
assistance  provided-  under  the-Housina  and  Ccmmunity  Development 
Act  of  1974.     ■ 

•    a.       Ccmplianca  wi.th  Clean  Air  Act  and  Federal   Water  Pclluticn  Control   A' 

(1)  The  COiNTRACTOR  stipulates   that  any  facility  to  be  utilized 
in  the  performance  of  this  CONTRACT  is  not  listed  on  the 
List  of  Violation  Facilities   issued  by  the  Environmental 
Protection. Agency  (EPA)   pursuant  to  '^0  CFR  15.20. 

(2)  Tne  CONTRACTOR  agrees   to  ccmply  wi-th  all    the  requirements 
of  section  IH  of  the  Clean  Air  Act,   as  a.-^ended,    (■^2  USC 
1SS7C-3)   and  section   3Ca  of   the  Federal   Water  .-olluticn 
Control   Act,   as  amended,    (33  USC   1313)   relating  to   inspection, 
monitoring,    entry,    reports,   and   infcmation,    as  well    as    . 

all   other  requirefnents    soecified   in   said   section   11^  and 
section   303,    and  all    regulations  and  guidelines   issued 
thereunder. 
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(3)  The  CONTRACTOR  stipulates  that  as  a  condition  for  the 
award  of  this  contract  prc.-Tipt  notice  will  be  given  of  any 
notification  received  frcn  the  Director,  Office  of  Federal 
Activities,  -EPA,  indicating  that  a  facility  utilized  or 

to  be  utilized  for  the  contract  is  under  consideration  to 
be  listed  on  the  EPA  List  of  Violating  Facilities. 

(4)  The  CONTRACTOR  agrees  that  it  will  include  or  cause  to  be 
included  the  criteria  and  requirements  in  paragraph  (1) 
through  (4)  of  this  section  in  every  nonexempt  subcontract  . 
and  that  it  will  take  such  action  as  the  Government  may 
direct  as  a  means  of  enforcing  such  provisions. 

C.  •  Lead-Based  Paint 

The  CONTRACTOR  agrees  to  comply,  where  applicable,  with  HUD 
Lead-Based  Paint'regulations,  24CFR,  Part  35,  including  the 
elimination  of  lead-based  paint  hazards  under  subpart  B  of 
said  regulations.  The  CITY  is  responsible  for  the  inspections 
jnd  certifications  required  under  section  35._l_4(f)  thereof. 

•  ■  D.   Historic  Preservation 

The 'contractor  agrees  to  assist  the  CITY  in  complying  with  the 
requirements  of  the  National  Historic  Preservation  Act  of 
1966,  (P.L.   89-655)  Preservation  Act  of  1974  the  Archaeological 
and  Historic  (P.L.   93-291),  Executive  Order  11593,  the 
procedures  outlines  in  36CFR800  pertaining  to  the  Advisory 
Council  on  Historic  Preservarion,  the  Historic  Districts  Act 
of  the  Commonwealth  of  Massachusetts  (M.G.L.  Chapter  40C). 

XIY.  DESIGN  CONTRAaS 

The  CONTRACTOR  shall  comply  with  the  Architectural  Barriers  Act  of 
1963  and  the  "American  Standard  Specification  for  Making  Buildings 
and  Facilities  Accessible  and  Usable  by  the  Physically  Handicapped" 
(Number  A-117.1R-1971),  as  modified  (41CFR   101-17.703)  in  the 
design  of  any  facilities  under  this  CONTRACT. 

XY.   REPORTING  REOUIRET-IENTS  ■       ■ 

A.   Equal  Opportunity  and  nan  discriminatory  Practices.  The 

following  apply  to  construction  CONTRACTS  of  $10,000  or  more: 

(1)  Each  week,  the  CONTRACTOR  shall  complete  and  file  with 
the  CITT,  through  the  City's  Office  of ■ Human  Rights,  an 
Equal  Opportunity  Compliance  report  on  a  for-z   to  be 
supplied  by  the  CITY. 
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a.   Whenever  the  CONTRACTOR  or  subcontractor  has  a  ■ 

.  collective  bargaining  agreement  or  other  contract  or 
understanding  with  a  labcr  union  or  an  agency  referring 
workers  or  providing  such  information  as  to  such 
labor  union's  or  agency's  practices  and  policies  as 
the  Official  may  require,  provided  that  to  the 
extent  such  infonnation  is  within  the  exclusive 
possession  of  a  labor  union  or  agency,  referring  to 
workers  or  providing  or  supervising  apprenticeship 
or'  training  and  if  such  labor  union  or  agency  shall 
refuse  to  furnish  such  information  to  the  CONTRACTOR, 
the  CONTRACTOR  shall  so  certify  to  the  Official  &s 
part  orchis  compliance  report,  and  shall  set  forth 
what  efforts  he  has  made  to  obtain  such  infonnation. 

b.   The  CITY  requires  that  the  CONTRACTOR  or  SUBCONTRACTOR 
shall  submit,  as  part  of  his  Compliance  Report,  a 
statement  in  writing,  signed  by  an  authorized  officer 
or  agent  on  behalf  of  any  labor  union  or  any  agency 
referring  workers  or  providing  or  supervising  apprenticeship 
or  other  training,  with  which  the  bidder  or  prospective 

.  CONTRACTOR  or  SUBCONTRACTOR  deals  with,  supporting 
infonnation,  to  the  effect  that  the  signer's  practice 
and  policies  do  not  discriminate  on  the  grounds  of 
race,  color,  religious  creed,  national  origin,  sex, 
age  or  ancestry  and  that  the  signer  either  will 
affirmatively  cooperate  in  the  implementation  of  the 

.  policy  and  provisions  of  this  section  or  that  is 
consents  and  agrees  that  recruitment,  einployment, 
and  the  terms  and  conditions  of  employment. 

(2)  Monthly-  Reports 

On  the  fifth  day  of  every  month,  the  CONTRACTOR  shall 
■  complete  and  file  with  the  CITY  and  the  reqional  offices 
°  .""i^^n  ^^^^^^  Depart.-ent  of  Housing  and'Urban  Development 
and  the  Departrient  of  Labor,  a  Manpower  Utilization 
Report,  on  a  form  to  be  supplied  by  the   CITY. 

(3)  Annual  Resorts 

a.    -    Each  prime  contractor  shall   file,   and  each  prime 

contractor  and  subcontractor  shall   cause  irs   subcontractors 
to  file  annually,   on  or  before  zhe  31st  day  of 

-     '^•'^,'nn^'^^^^^T  ^"^  accurate  reports  on  Standard 
rorm  laQ(-EO-l)   promulgated  jointly  by   the  Offic=  of 
Federal   Contract  Compliance,    the  Ecual    E.-nolc/ment 
Opportunity  Ccraission  and  Plans  for  ?rccr=ss  or 
such  fan::  as  may  hereafter  be  prcmulaata'^   in   i^s 
place  If  such  prime  contractor  or  subcontractor 
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(i)   is  not  exe^not  frcm  the  provisions  of  the  "r-Jies 
and  reaul  aliens"  in  accordance  with  -1  C.-R  6C- 
1.5;   ■  .  •     ■  _ 

(ii)  has-  lOQ  or  more  er-.ployees-,  • 

..   (iii)is   a  prime  contractor  of  first-tier  subcontractor-, 
and 

(iv.)    has   a  nonexenpt  contract,,  subcontract  or  purchase 
order,    serves   as   a   depository  of  Govern-ent 
funds,   or  is   a  financial    institution  which   is 
•     an   issuing  and  paying   agent  for  U.S.    savings 
bonds  and   savings   notes:      Provided,    that  any 
subcontractor  below  the  first  tier  which  perfonns 
construction  work  shall    be   required  to   file 
such  a   report   if   it  meets   reauirenents  of 
subdivisions  -(i ) ,    (ii),    and    (iv)   of   this   subparagraph, 

b-        Each  person   r&quired  by  subparagraph  of  this   paragraph 
to  submit  reports   shall   file  such  a  report  with  the 
.Department  within  30  days  after  the  award   to  him  of 
a  contract  or  subcontract,    unless   such  person  has     •     . 
submitted  such  a   report  within   12  months   preceding 
the  date  of  the  award.     Subsequent  reports   shall   be 
submitted  annually   in  accordance  with  subparagraph 
(1)   of   this  paragraph,   or  at  such  other   intervals   as 
the  ceo  or  the  Director  may   require.      The  DepartTient, 

•  with  .the  approval   of  the  Director,  may  extend   the 
time  for  filing  any  report. 

B.        Training,    Employment  and   Contracting   Opportunities   for  Businesses 
and  lower  income  persons. 

(1)      Periodic   Reports  .       -  . 

a.        The   CONTRACTOR   shall    submit   to   the  CITi' 

.  when   requested, 
documentation   of   the   fact  that  he   had  made  a   good 
faith   effort,    to   comply  with   section   3   requirerients , 
as    setforth   in   Z-iCFR  8   135   and   Section    III   of   this 
FART. 

'b.        For  each   employee   hired   by   the   CDMTR.'^CTOR  whom   the 

•  •  CONTPJ\CTOR  claims    to   be   a    section   3   resident,    the 

CONTRACTOR   shall    maintain    on    file    for    inspection    a    FORy.   A,nF-l 
for   each   such   employee.      The    CITY    reserves    the    right    to 

interview  employees    working    under    this    contract    during 

working   hours    on    the    job. 
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(2)   SITE  INSPECTIONS 

At  the  request  of  the  CITY,  the  Department  of  Housing  and 
,  Urban  Development,  and/or  the  Department  of  Labor,  the  CONTRACTOR 
shall  produce  records  and  documentation  pertaining  to  the 
CONTRACTOR'S  good  faith  efforts  to  comply  with  the  Section  3  provisions. 
•-  ■      The"  CITY  and  HUD  also  reserve  the  right  to  perform  Section  3  audit's. 

Labor  Standards 


The  foil  owing  reporting   require-Tients  apply  to  construction 
Contracts   in  excass  of  two  thousand   ($2,000)   dollars. 

(1)    "Weekly  Reports      . 

Tne  CONTRACTOR  and  all    subcontractors  and  lower-tier 
subcontractors  shall-  coir^pleta  and  file  with  the  CITi', 
weekly  payroll    inforination,  on  a  form  supplied  by  the 
CITY.     The  fonn  shall   be  accompanied  by  a  statefnent 
signed  by.  the  enployer  or  his  agent  indicating  that  the 
wage  rates  contained  therein  are  not  less  than  those 
detannined  by  the  Secretary  of  labor  and  that  the  classification 
set  forth  for  each  laborer  or  mechanic  conforms  with  the 
work  he  performed.     A  submission  of  a  "Weekly  Statement 
of  Compliance"  which  is   required  under  this  AGREEMENT  and 
the  Copeland  regulations  of  the  Secretary  of  Labor  (29 
•     -CFR,   Part  .3)  fnd   the  filing  with  the  initial   payroll   or 
any  subsequent  payroll   of  a  copy  of  any  findings. by  the 
Secretary  of  Labor  under  29  CFR       5.5(a)    (1)    (iv)   shall 
satisfy  this  requirement.     This  prime  CONTRACTOR  shall   be 
responsible  for  the  submission  of  copies  of  payrolls  of 
all-  subcontractors.      The  CONTRACTOR  will   make  available 
the  records   required  under  the  labor  standards   clauses  of 
the  CONTRACT  for  inspection  by  authorized  representatives 
of  HUD,    the  CITY,   and  the  Department  of  Labor,   and  will 
permit   such  representatives   to   interview  employees   during 
working  hours  on  the  job.     The  submission  procedure   is: 


a.  Each    lower-tier    subcontractor,    after    careful    review,  ' 
shall     submit    required    documents    to    the    respective    sub- 
contractor. 

b.  Each  s  ubcontrac tor ,  after  checking  his  own  and  those 
of  eacn  1 ower-ti sr  subcontractor,  may  have  to  submit 
required    documents    to    the    PRIME    CONTRACTOR. 

c-      The    CONTRACTOR    after    reviewing    all    payrolls    and    other 
documentation,    including    his    own,    and    correcting 
violations    where    necessary,    shall    submit    required 
documents    to    the    CITY.       Said    payroll    forms    are    to    be 
submitted    seven    (7)    days    after    the    end    of    each    pay 
oeri  od . 
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EXHIBIT      C- 


ATTACHMENT  TO   FEDERAL   LABOR  STANDARDS  PROVISIONS 

SO-CALLED   -ANTI-KICKBACX   ACT"  AND    REGULATIONS   PROMULGATED 

PURSUANT  THERETO   BY   THE   SECRETARY   OF   LABOR. 

UNFTED   STATES   DEPARTMENT  OF   LABOR 

TITLE   IH.   V.S.C..   vxtion   .S74 

(Repbces  section  1  of  the  Act  of  June  13.  1934  (48  Stat.  948.  40  U.S.C, 
sec.  276b>  pursuant  to  the  Act  of  June  25.  1948,  62  Stat.  862) 

KJCXBACXS  FROM  PUBUC  W0RK5  EMPLOYEES 

VtMH-vrr.  by  forcr,  inlifnMj;i(uin.  ur  tlirrjl  >*(  \*nt*unnt  di>jniBMj  Tnini  rm)iliivmrnc.  nr  tiv  anv  ochrr  mannrr  whaC.io- 
rvrr  m»iw»^'  any  [>rTi«in  nnfik^vrii  m  lli^  vunMnH-tiuit.  |rn»*^riilion.  r<mt(tif(iiiM  or  rvy^tr  ut  jiiv  |tu6iic  tiiiiUUnii.  public  ««ifk. 
>tt  liuilJiiii;  ur  work  financrd  in  whole  ur  in  p^rt  bv  UjdiiKiw  tranu  Imm  thr  I  mtrd  .'^tati-n,  to  ;nvr  up  ^ny  part  itt  the  com* 
ji^iKAtMin  (u  whirh  hr  la  rniitlrti  iinfjer  hia  n»ntra«'(  ut  riiiftUjvniriil.  >hall  he  fiiM-il  mil  murr  i\tdn  S.'.IXMJ  ur  impriMinrd  nut 
imifr  Ihan  Cive  y^m,  iir  b<Hh. 

SECTION   2  OF  THE  ACT  OF  JUNE   13.   1934,  AS  AMENDED  (■«  SlJl.  948,  62  Sue.  862. 
63  SUI.  108.  72  Sill.  967,  40  VS.C.  irc.  276ct 

Tlw  Sf  (rotary  iif  I.abir  xhttil  make  n>H«inabir  rr^uiaduna  li>r  ri>fi(rar(t*r*  jncj  ^ulK-nntrarlur*  I'ncacrd  in  the  ron»(ruc(Mjn, 
pnnrcution.  t-umfilr<H>n  or  rrpatr  of  jHibJir  butldtn^a.  ptiiilic  woHl^  or  biiildiiiE*  or  worka  linancfd  in  wholr  or  in  (lart  bv  loana 
or  ^anla  frnm  th^  l^nitrd  ."^talrv  including  a  pruviNMin  lliat  /-ach  ciintractor  jml  ^oU-nntractor  «bail  furniah  wrridy  a  «(atrmen< 
wilh  rrnprct  lo  lh«  wagra  pjid  carh  rmpiovee  dunnn  Ihr  prrcniinfi  wcri.   >ni»in  lUOl  of  Title  lU  (United  .States  Code)  shml 
jp|iU  In  aurh  alaiemenCa. 

.-.XXX.-- 

PuTMiant  to  (he  ifon-^Aid  \n(i>Kirkliack  Art.  th^  .vrrrtiry  o(  I.ainir.  I  nitni  Stairs  OrpartmrnC  <if  1  jbur,  ha*  promui- 
;:3trd  tl>c  rr^iiijcioru  herrinaftfr  <i^<  forth,  which  rptruUtuins  jrv  fuunri  in  Titir  J9.  iublille  A.  Oixie  o{  Krdrrai  Hf^lanona. 
I'jrt    1.   Tlir  ic^m  '*thi«  piul."  »•  up^d  m  *hi»  rri^iJalnMiK  luTrini/trf  i^f  furth.  rrirr*  d*  j'jrt    I  la**  aliitv^  mfiitioned.    ■^jiii  rrj;- 

TITLE   29  -  LABOR 

Subtitle  A  -  Office  of  the  Secretary  of  Labor 

PART  3-CONTRACTORS  AND  SUBCONTRACTORS  ON  PUBLIC  BUILDING  OR  PUBLIC  WORK  FINANCED  IN 
WHOLE  OR  IN  PART  BY  LOANS  OR  GRANTS  FROM  THE  UNITED  STATES 

Section  3.1    Purpose  and  scope. 

Thi«  (lart  prewTibea  "inti-kiclibjrk"  rrpulation*  under  section  2  of  llie  Art  of  June  13.  \')M.  u  ainrndrd  (4fl  U.S.C. 
J76c).  popularly  known  a*  the  Cupelaiid  Act.   This  part  applirv  to  anv  irontrart  wliich  is  mjbjert  to  F^rral  va^e  •tandvdi 
and  whirh  la  for  the  ronatructinn.  (ironecuiion.  complrtMin,  or  rrpatr  of  puiilir  buildinp.  puhlir  worka  or  buildinp  or  wor^ta 
financed  in  whole  or  in  ptn  by  loans  or  jrrant^  from  the  t  nitrd  9uiri.   Thf  y»rt  i*  intended  to  aid  in  the  rnforrrment  of  the 
minimum  waye  [imvisiona  of  the  Oaylv-Maeon  Aft  and  the  varHins  utatulrn  d'-aliniE  with  fVilrrailv-aa^L-ted  conrfruction  that 
rnntain  similar  minimum  wa^  prom^iona,  including  tho**  promaiona  whirh  are  not  subject  to  KeorsaniLation  I'lan  .No.  14 
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(r^  tixColIc^  Houan^  Act  o{  19S0,  the  Fcdeni  W«t<r  Pollution  ConirsI  Act,  and  the  Houung  Act  of  1957),  uid  in  the 
m/orccmcfit  of  the  orwtime  prDvuK>n«  of  the  CoHCnct  VoHi  Houn  SlaniijfTii  Act  ^^never  they  are  appiica^c  to  constnjctkon 
w«r4.  The  paft  detj*i«  the  obU^aoon  of  eoncracton  and  sohconffscton  reiaavc  to  the  weeiU  lubmiajon  of  ttatcmentx  rrrird- 
inf  the  ""n^cB  peid  on  work  OTTerrd  thereby;  aeti  forth  the  cirrumMjjicve  and  prr>cedure«  ^vemtn^  the  maiunc  of  pavrail  de- 
ductiooe  trvfo  the  wa^ee  of  the—  employed  on  nxcn  vork;  and  ddineatee  the  reethoda  of  payment  permiaable  on  mtch  woHt. 

Section  3.2  De^itioits. 

As  uaed  in  the  rr^Udone  m  thia  part; 

(a)  The  lenna  "Wilding'*  or  "work"  |Tnenily  include  contfnictiofi  activity  ae  dia4in|viahed  from  manufacturing, 
fureaJicng  of  nucenaia,  or  wrvtcing  and  naintenanee  week.  The  terme  indude,  without  Umrtalion,  building  ttrtKturrs,  and 
imp«T>*enenti  of  all  lypea,  >ueh  aa  brdgea,  dame,  planla,  highway*,  parkweya,  ativeu,  jubwiya,  lunnela,  aewen,  mauia.  power- 
line*,  pnnping  HalMMU,  raalwayt,  airports,  terminala,  dodta,  pien,  wharvea,  wayr,  lighthoiaet,  buoya,  jettia.  breaitwjtm, 
lewea,  aid  eanaia;  drcdgtng,  liiorTng,  aeaffolding,  drilling,  bUating,  rxcavaOng,  cteahng,  and  landaeaping.   Unlaa  conducted  in 
eoanection  ««th  and  at  the  ate  of  anch  a  building  or  «f>rk  aa  ia  dtacnbed  in  the  foregoing  aentence,  the  manufacture  or  fumiaii- 
ing  of  ntatsiaia.  artteica,  aupplies,  or  e^pmcnt  (wheths  or  not  a  Federal  or  State  agency  aequire*  title  to  tuch  malerula, 
afticlra,  aaippliea,  or  e<^p<nent  during  the  eoufw  of  the  manufacture  or  fumiahing,  ar  owna  the  malerula  Crsm  which  they  are 
manufactuffd  or  fumiahed)  ia  net  a  "building"  or  "work"  within  the  meaning  of  the  reguiationa  in  thia  pait. 

(b)  TTie  lerma  "eoiiatitntion,"  "pmaacution,"  "oompletion, "  or  "repeir"  mean  all  types  of  work  done  on  a  particular 
building  or  work  at  the  aite  theraof,  including,  without  bmitation.  jitenng,remodeling,  painting  and  deconOng,  the  tranaparl- 
ing  of  maieriak  and  tupplica  to  or  from  the  buildli^  or  work  by  the  employee*  of  the  conairuction  contractor  or  oonatniction 
aoboon tractor,  and  the  raaaiufaetwing  or  fumiahing  of  mataiaia,  jnicies,  luppiie*,  or  equipment  on  the  ate  of  the  building  or 
work,  by  peraons  rmpioyed  at  tha  ate  by  the  contractor  or  tubeontnctor. 

(e)  Tli«  lafm*  "pubfic  building"  or  "pubCc  work"  include  building  or  work  for  whoae  conainietion.  proaeeution,  com* 
pletien,  or  trpair,  aa  defined  aixm,  a  Federai  agency  i*  a  contraelint  party,  regaidln*  of  whether  title  thereof  i*  in  a  Fninal 
agency. 

(d)  'Hie  terra  "building  or  work  rmaiiced  in  whole  or  in  pait  by  loanaor  grants  frem  the  United  State*"  mdude*  build- 
ingorwvck  for  whoM  ctHMtruction,  pmaecution.  completion,  orrrpaar,  aa  defined  ai>o«e,  payment  or  pwt  payment  ia  made 
diicctiy  or  indirect^  from  fund*  ptmded  by  loan*  or  grant*  by  a  Federal  agency.   The  term  doe*  not  include  building  or  work 
for  which  Federal  aMiilanrr  ia  limited  aolely  to  loan  gawantee*  or  inoiranee. 

(e)  Ererr  perann  paad  by  a  »jtmlr*n«ir  or  aubcunuattm  in  any  manner  for  ha*  labor  in  the  conaometion,  pnaerution. 
completion,  or  rr^air  of  a  public  building  or  public  work  or  building  or  work  financed  in  whole  or  in  part  by  loan*  or  grant* 
fmm  the  United  StUeaia  "employed"  and  reeeirtng  "wagem,"  regirdl«**af  *ny  contractual  relationahip  alleged  to  tiut  between 
him  and  the  real  employs. 

(f)  Tha  term  "any  afHliated  p«vaan"  include*  a  spoaae,  child,  parant,  or  other  clow  relative  of  the  conlrictor  or  w^ 
contractor,  *  partner  or  officer  of  the  contractor  or  aubconlractor.  a  corporation  cioaeiy  connected  with  the  contractor  or 
lubcontractor  a*  pannC  Mifaaadiarr  or  olherwiae.  and  an  offics  or  agent  of  tuch  corporation. 

( j)   The  term  "Frderal  agmcy  "  mean*  the  United  St*«e*.  the  Diatnct  of  Columbia,  and  all  ciecutnw  department*,  in. 
dependent  nubliahmmla.  adminMtratKe  agennet,  and  instnimentalitie*  of  the  linitrd  State*  and  of  the  OiatrKt  of  Gjlumbia. 
including  ei>rporai>ofla,  ail  or  tuboantially  ill  of  the  4ock  of  which  la  beneficially  owned  by  the  United  Stale*,  by  the  Oislnct 
of  G>lombta,  or  any  of  the  foregoing  departmentt,  catabliohmenlt,  igrncin,  and  inxrumentaliljeL 

Section  3.2  Weekly  scatement  artth  respect  to  piyment  of  wages. 

(a)  Aa  uaed  in  thia  section,  the  term  "employee"  ihall  not  apply  to  pemna  in  claaaiTicalion*  higher  than  that  of  laborrr 
or  mechanic  and  tKoae  who  trr  the  immediate  auperviaon  of  such  employee*. 
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(b)  tlarli  OMiiraclor  ur  mlivunlravlur  cii-^'nl  in  llir  coiui/iiclun.   pronrrulion.  cnm|>I<-(ion,  or  rryjir  u(  jiiv  pulilic 
liwlWingor  (Miltlic  work,  ur  tiuilJiii<;  or  him^  Hnancrd  tii  wjtoi^  or  in  paii  li)  luaiia  or  craiidi  rn*tn  ilir  Ciiuni  >tjlr->,  •lull 
fumuli  cich  »rri  J  pjjlrinriil  villi  rr»i>rvl  lo  (lir  wuert  \<iMi  catli  ol  lU  riii|>lu)m  <.iija;;cd  un  »ofl.  luvrrtd  In  2']  UK 
Tartu  3  jikI  j  Junn-  lli»  iirrrrdinj  »e*kly  [latniJI  imtkmI.    Tliin  UAtriiirnI  >liull  l«;  circulrd  li\  llic  ronujcuiror  'iil>oiii' 
trxtiir  orliytn  audionn-il  offiirr  or  cmjiluyer  uf  lltr  ronlrarlor  or  •iiln.niiiniiior  wlw  Mi(nTvi».ii  l/ir  {ia\  ninil  nf  »jv",  and 
tiiall  l*r  on  fomi  Wll  'SV\.  "5uicntmt  uf  G}m|iliaiicc*,  or  on  an  ><litilic»i  (i»fni  im  llie  liaik  o^  WII  .1 17,  "l'a\  nill  (i-'xt  (xni. 
IrirdinOpcional  l.V)"oron  any  funn  killi  nirnitraj  wtinlinj.   ^aln|>ll■  cii|im-i  ofWll  .'!  17  ttui  WII  31)1  mav  Lw  i>l<laiii>->J  fiuiii 
tl»  C«i»cmnicnC  annlraclui);or  fjamaorin;  aernry.  aiid  ro|>iei  oC  llirx  furni*  may  !«  pucrliaai-d  j(  llir  Cu>cmin°ciil  Pniilin- 

orncr. 

(e)  Tlir  mfiiirrnicnta  ol  Urn  wclion  lUiill  not  a|i|><y  to  any  conlricl  n(  52.000  or  Irm. 

(d)   Upon  a  wnltcn  (indin*  liy  llir  Iwad  of  a  KrdrraJ  ajrncy,  llic  -S-ntlapy  ofLaltor  m»v  |iravi(lc  tTa-«Miai<lr  limKatiuiu, 
viaialionm,  lol<T»net»,  and  rMtn^iliuna  from  llie  rrr^uimncnUof  llii»  vctiun  Miiijerl  lo  Mich  eonditiun*  ti>  (In-  .Icrrriary  of 
Laliur  may  >|>ccify. 

[29  F.ll.  93,  Jan.  *.  l%t.  J.amrn<trd  at  33  F.H.  lOlllO.  Jnly  17.  lOOUj 

Section  3,4  Submission  of  werkly  scatements  and  the  preservation  and  ln.v>«ction  of  wceitly  jnyroU  records. 

(a)  l^cJi  wrrLly  >liiU-nn:nt  rcquirni  under   §  3J3  kiiall  Ijc  driitrrrd  liv  llic  cuntrarlor  ur  Uil>roii(rartor.  widiin  mnrn 
dvyft  aft«r  the  rqpilar  payinrnt  dale  of  tlie  iiavroil  piTHid.  lo  a  rrprrwiilatne  uf  ■  KedrraJ  ur  State  ap*nr\  m   ^iiai^  at  tttr 
«lr  of  llic  IxiildinK  or  »ori.  or,  if  llitre  it  nu  rejirrwntalive  of  a  Kid«-r«l  ur  5tale  igrncy  al  lli^  xie  of  llw  liiiiiding  or  >»<irL. 
llir  tiaicmcnl  ^liaJl  lie  mailed  Ly  llie  cunlractor  or  siiUcunlractor.  Hitliin  !>4m:Ii  linir.  lu  a  Krdrrai  or  Stale  agency  runtrjrliii;; 
for  nr  fiiiaiM;inK  llir  buildin*  or  wuri.  ,\fU'r  luch  nainiiialiOH  and  t.lirHi  a*  may  l>c  madr,  uirh  ><alrnirnt.  i>r  a  iii|i\  llirrmf, 
siiail  be  kept  ivailaltkr.  nr  ^all  be  (ranfmilled  tn'cllxr  willi  a  rrfjon  of  any  viulaliiin,  in  accurdanre  villi  afiplica^le  prwediirra 
prrwnbed  Ly  lite  United  >ital«  llt'tiadinrnl  uf  Lahor. 

(b)  Each  ronlrictorur  wbcunlractor  «hail  prrvrTW  liit  wrrkly  pay  roll  rreorda  fiir  a  (x-nod  of  llircr  vrar»  fnim  <lalr  uf 
coin|iJriiunof  llw  runtract.   Tlir  payroll  rmnia  rJiall  m-i  out  accurately  ajid  compk-trly  Uie  name  and  addn-Muf  tarii  lalurrr 
ami  nieciianic.  Iii«  currrcl  rlaMuficaliun,  rale  of  par,  daily  and  orrkly  nuinhrr  uf  liunn  ourkrd.  drdui  liiiiia  madr.  .ind  .ictiiai 
wagn  paid.   Siieli  pay  roil  (rrurdt  klull  bi;  niaile  availaiilc  al  all  liiiici  fur  inupcelmn  by  llw  euntracunj  officer  ur  lii«  aiitlionicd 
rrjimrnlatrrr.  and  by  aulliuhzed  rrprramlalKa  uf  llie  OrpartmenI  uf  Laiior. 

Section  3.5    Payroll  deductions  pcrmiisible  widioul  application  to  or  approval  of  the  Secretary  of  Labor. 

[>rductinnt  made  under  llie  rireumaianera  ur  in  llie  Nliialiuna  dctcrihed  in  tlie  paragraplia  of  lliii  tectioii  may  lie  made 
without  applicatKin  to  and  appntval  o(  llie  Scrrrtary  of  Laiior: 

(a)    Any  deduction  made  in  •xinipliaiicr  with  llic  rn^ lurrinmU  uf  IVdrTal.  Stale,  or  local  law,  >och  aa  Krdcral  or  itatc 
williiiulding  income  \»\rf  and  Federal  K>ctal  necunl)  taxes. 

(li)  Any  drdurtion  of  sum*  )pre>T«iu»ly  paid  lo  the  employer  m  a  Iwiia  fide  pirpayment  of  »a:r<  «li/-ii  >ucli  |irc)ijA  inriit 
It  made  willioiil  Jix-uunt  cir  inlrre?*.  \  "bona  fidr  prepayment  of  •«cr«"i»  romidrrrd  lo  lia«e  bcrii  made  oiiK  »lirn  lai-h  or 
ilMqiiix^ii-iil  Uir  bi-rn  ajsanicil  lu  llir  ]>er»on  emplojril  in  »ui  It  niaiiiirr  a<  lo  p\e  l>iii  com]ilcIc  rrcriluiii  of  ili>|Oriliuii  uf  llir 
iilvaiirrd  funda. 

(c)  \n\  Jiduclioii  of  amouitli  fcqiiirrd  by  i-oiirt  procru  lo  br  paid  lu  jiioliirr.  uiilru  (lierirdui  lion  i«  in  fa»or  of  llie 
contractor,  *iibcuntr.ulur  uf  jii\  arfiliaird  person,   ur  vlien  rultufion  or  rollaburalion  cii*l». 
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(i) 


.,                 L  L  1/  »/  .k-  «.r«n  tmolored  to  fund»  ««»bli»hed  by  th«  ttnplorer 
«utiT«of«mflio»««m.orboth,  lor  tlw  ?«?»««>•  P  "» ■,_.:.. ;1W-.  ^cidrati.  »irlin««,  or 


S«,„t  J  c«.  p-n-on.  o,  u,nu.i« on  '«'^'"*- j^^^^*  un^pio"m.«.  b«„.r.U.  v^Oon  p.»,  ««n^  .«^.i*.  or 
Ambiiity,  or  for  u,-«~»  «o  prn«d«  ""T  o(  th,  f0r.K0.n4  or  "T^^  p„,W.<i.  A«—«r.  TTiU  the  folfawinj  .Undirtii 

„b.«.ni^  of  or  (or  0..  con.mu..-  o(  ^^'^^^'^^^'^JTrpi-T^  (3)  no  p»fit  or  olh«  benefit  -  o.h«<-  ob.«nrd. 
.«en  .h.  -n.r«..  «  "JJ;^^;;;;^-:^  X:nro^-!^  r£L  pTk.  J.H.  for™  of  con.n,.^«,  ^.-i«-.  or 

(.)An,drd-««.con..b-..,.o--d.b.p-«K-ofUnU«.Suu.Defrn«Su«p.»dBond..b«.«.>«nunir 

lulhorrnrd  by  th«  employe*- 

,n   Any  d«i«ci.«.  «„— rd  by  .h.  .n.pio,cr  U.  cn^U  h.n,  u.  rep«  W,„.  U.  or  U.  pu„h«.  ^««  .n  c«dit  un«n. 

(^   An,  ded-ct-n  «..-U„.y  .-ci-r«d  by  .b,  en,pW.«  for  .He  m^in,  of  ™n.nb..»n.  .0  ,ove™n«,Ul  or  ,.-. 
I5a,en,m«.ul'  H"~«-  »«*'  -  "^  A""^"  ■*"*  '^'^ 

<K>  Any  d.d«««n  «.u„un.y  .-0»n..d  by  .b.  employee  for  .He  n,^n.  of  »n.nbu.»n.  .0  Con.n,„nUy  Cb.-, 
llnilrd  <:;»«,  Fund*  «d  Mnuli«  chir«.bU  or^mul^*. 

^       ,       .     ..      j.u„»,"  of  bowdjodtine.  or  olSrt'dcilitie.  meeting  th.  require. 

Section  3.6  Payn.U  deduction.  p«™-s,bie  with  the  approvd  of  .he  S««.«y  oi  Ubor. 

1     .»  .k.  >;^,ri«v  of  Ubor  for  perm-imn  .o  m.kt  »y  deductwn  not  per- 

\ny  c.n.r«^..r  or  «b™«.r.c...r  .n.v  .,.pl*  <o  the  5e^nrt»y  ol  l^a«r        V' 
™.,.d  ,«der  §  .1--.  Tbe  .Serre.-y  m«  ^.M  permn-n  -henewr  be  find.,  th.t. 

,,,  ne  rontr«.or.  «bc..n.r..«.  .  -n,  Wr.U.ed  per«n  do«  no.  n,.e  .  p^fi.  or  benefit  d„ct.,  or  .direct^  T.n, 
,K,  ,W«t«n  rrther  in  the  f.-m  ..f  .  o.mmi—n.  rf.«dmd.  or  o.hrr,.«. 

(1.)  The  Hrd..et«>«  ;•  no.  o.heT*i«  prohibi.ed  by  liw: 

,0  ne  ded„..on  „  ..her  a> «-""....  con,n.ed  ,o^  -he  -i^;-::;:;:::::';:^:::^^  :<r  ^ 

.He  ,orW  -  .0  be  done  .nd  ~.h  con-,.  -.  not  .  «nd^n  "^'^l' ^^^ ^^'^^"Z  o,  ,ubcon..«.or  .nd  rep««n....e.  of  iu 
p™«led  for  m  .  U.n.  fide  collecfve  b-nt-n.n,  .isreemen.  bel-een  the  con.r, 

rtnplt»yee«;  ind 

(J)  TbedeJu..-^  ,^„  , he  am,.nKn.e.ndln.ereM  of  .he  employe,. 
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Section  3.7  A|iplii-3fii)nx  for  llic  jpproval  of  llic  Scrrclury  ul  Lilmr. 

Any  ippilciilioil  forlhr  niaLiiiR  o(  |i»»roll  il.tliirlKiiu  .mdiT  §  3.(<  -Imll  iumi|iI\  »i(Ii  il,r  rrqnim |.  |.ri-,nl»H  m  lli. 

following  para<^a]iii»u/  ilu^  irf*clion: 

(a)  Tlic  Jfit>Ji*'^iH>ii  iJuJI  U*  III  tiri(iii((  ai.J  >Iij1I  \te  MUlnr^-^ti  to  llrr  yrrrrl.ir\  of  I  ^fur. 

(b)  The  jppliriliofi  shail  Irfeiinfy  ihc  ronlravt  or  cmitrjcu  iimlir  «Ihi  li  ilir  wi.rl>  iii  i|iir<«ion  i«  lu  I--  ncrf/irinnl.   IVr. 
miMioii  aill  b«  pv»n  fur  dtniuclinnituiily  on  •iH-nfic,  iilntlifini  i'nii(ml>.  i\n|i(  ti|>iii  3  ,li,»,ii,._.  i,(  c\rr|.iHiiial  <  iriuiii-i.imo. 

(c)  Tlie  appliclllun  fliail  >4alr  iffiniialivcly  \iiat  lllrre  t«  roni|iliaiirr  villi  lllr  MaiiiJjrils  :^J  riirlli  in  llir  |iri)\i»ii.ii>  u[ 
§  3.6.  TI1C  ((nrmalion  ..lull  br  jccuinpanii-d  by  a  full  >U(rmnil  ol  llir  fjiis  inili<'.iliiig  .urii  romiilijnrr. 

(d)  Thr  afipliralion  >liail  iniluile  3  )lnrn)i(ion  iif  llir  prO(H>.ml  ili-ilindtMi.    llie  purpiiv  to  U  -^rvnl  llirrrb\  .  jnrf  ihr 
cItMci  o(  UMKvn  ur  mrcluiiic?  from  «JK>f«  wacc5  tlir  propn^^i  WrdiitliMii  ^ituld  Iw  maiJe. 

(e)  Tli«  ippJiraliiin  >lijj|  .JaU"  llir  itanir  .mil  Iiii-iiir>'.<ir  any  lliiril  |Hr.iiii  in  wlinm  jiu  fund,  oljijinnl  fnnn  (lir  |.ro- 
powd  deduct  tons  arr  tti  lie  IrjnMnittrd  and  tlir  al  filiation  uf  .ui-li  prrMjii,  if  jiiy ,  \.i()i  (lir  applicant. 

Section  3.8   Action  by  tlie  Searetnry  of  Labor  upon  .npiilicatiaiis. 

Thr  SrtnliTf  ol  Ijbor  'liall  decide  whrthcr  or  not  thr  ntpintcd  dnlnrlton  i-«  prrmivible  under  |>rD«i<iun9  of  §  3.6; 
and  thai]  notify  the  ippllrant  in  writing  <■(  liin  drri^ion. 

Section  3.9  Prohiliileti  payroll  dctjuctiiins. 

Deduction.  iio4  elfevlierr  pruvidril  for  by  lliin  [wrl  and  » Ineli  are  ti..t  r...in,l  to  Ik-  prriiii>.iblr  under  §  3.fi  arr  proliiliit.-d. 

Section  3.10  Metho<ls  of  payment  of  wages. 

The  payment  of  watte*  tJiail  lie  liy  rjKli,  ii<~otiable  inntrtnnriit*  p«»  jlil.-  ..n  .Irmand.  or  llir  jddilinnal  fi.mi...f  r..iii)i,-iiNa. 
tion  for  wliicli  .U-duelwii.  arc  prrwiwLle  niidrr  tliia  part.   ,\o  other  milliiMl.  of  paymrnt  sliajl  be  rreiijniird  on  -nrk  .uhjcct 
lo  lite  Copeland  Act. 

Section  3.1 1    Reguiatioat  part  of  contract. 

AU  conlrarti  made  with  T7-<,-:ct  to  I  lie  conMriiction,  pruMciiliun.  romplrtMiii.  or  repair  nf  anv  p.iliJir  limlitin;  or  piiblir 
work  or  building  or  -..rk  finaiierd  ,n  wlwle  or  in  part  bv  loaiii.  or  grants  fnnn  il«-  i;,„i,d  Slair,  co.irrd  by  llir  rr^uLlions  in 
■  hit  pan  Jiail  e»v«T»l)  bind  ti.e  ci.nlraetcir  or  -.ib.  ontractor  to  comply  «itli  ..icli  of  llie  rc!:i.latioii>  m  llii'b  part  a  mav  hr  a,H 
plirablc.    In  lliij  rryard.  >cr  §  3.J  (a)  of  lliii.  iublille. 
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SECTION  THREE 
AFFIRMATIVE  ACTION  PLAN 

(Pages  ST-1  to  ST-7) 

(TABLES  AAP-I  CO  AAP-3) 

(FORMS  AAP-I  &  AAP-2) 


Contractor 
Address 


Project  No. 
Project  Name 


I  hereby  certify  that  the  information  contained  in 
the  SECTION  THREE  AFFIRMATIVE  ACTION  PLAN  herein  is  complete 
and  accurate  to  the  best  of  my  knowledge. 


(Authorized  Company  Representative) 


Anplicable  Project  Area:   (To  be  completed  by 

DCCO) 


Urban  Renewal  Area 
Model  Cities  Area 
Citv  of  Boston  Area 


Sac-ion    J 
AFTZTiyiATrVZ   ACTION    ?U^    (AAP)  -109- 

lafftructions  and  Foras 

I-      Puraose  and  ?.es?onsibiIi-£las 

The  purpose  of  Seetion  3  of  the  Housing  and  Urhan  Development  Act  of  1963   is  to 
see  that  project  area  residents,   particularly  residents  who  are  socially  or  economically 
disadvantaged,   benefit  to   the  mfncTTrmm   extent  feasible   frca  programs  and  services    financed 
from  HUD   funds,    such  as   the  Cmnraunity  Development  31ocic  Grant    (C.0,3.G.).      This  means 
that  the  City  of  Boston,    in  spending  C-D.3.G.    funds,    is  obligated  to  take  affirmative 
steps   to  expend  as  ouch  of  these   funds  as  possible  within  the  area  of  this  particular 
project.     Accordingly,   parties   that  contract  with  the  City  of  Boston  should  hire,   as 
much  as  feasible,   persons  who  reside  in  the  project  areas,    especially  those  with  low 
or  moderate   family  incomes,   that  is    ,   below  $13,900  annually.      In  addition,   contractors 
should  utilize,   whenever  possible,    subcontractors  and  businesses  which  are  either 
located  in  the  project  area  or  owned    (51*  or  more)    by  project  airea  residents-      The 
specific  Federal  regulations   for  Section  3  can  be   foiand  on  pages    CDBG-4    to   CDBG-12 
of   this   document. 

Likewise,    the  City  of  Boston,    in  accepting  C.O.B.G.    funds   from  5UD,   has  a  similar 
obligation  to  employ  lower- income  project  area  residents  and  to  contract  with  project 
area  businesses   ts  the  greatest  extent  feasible.      As  a  result,    the  bidder's  Section  3 
eligibility  status  and  how  effectively  the  bidder,   as  a  prospective  contractor,    assists 
the  City  of  Boston  in  achieving  this  committment  will  be  given  careful  consideration 
when  the  final  bid's  are  opened  for  evaluation. 

II.    Recti  ireaen-ta 

To  indicate  its  good  faith  in  complying  with  the  terms  of  Section   3,    all  bidders 
on  this  contract  are  required  to  submit  with  their  bids,    an  AAP  which  outlines   the 
specific  steps  to  be  taken  to  employ  Section  3  project  area  residents  and  businesses. 
I.-i  other  words,    the  AAP  basically  identifies:      (1)    the  resources   that  will  be  re<|uired 
by  a  prospective  contractor  to  perform  this  job;    (2)    the  resources   that  are  currently 
on  hand;    (3)    the  resources   that  will  need  to  be  procured;    and    (4)    the  methods  to  be 
used   in  maJcing  a  good  faith  effort  to  obtain  these  needs   from  local  sources    (project 
area) . 

Ill-      Instructions   for  Conoletinc  Recuirsd  Foras 


A  Section   3  AA?   consists   of  TABLES   AAP -I   to  AAP -3    and  FORMS   AAP-1   & 
AAP - 2   and  pertains    to    the   following  needs    categories : 

1.      Trainees   and  Apprentices:      If   trainees    and 

apprentices   are   expected   to   be   employed  under 
this    contract,    TABLE   AAP-1    is    to   be   used   to 
indicate    the   plans    ror   employing    lower    income 
project   area   residents    in   the  Trainee/Apprentice 
category.       If   for   any   reason   this   particular 
category  will   not   apnly   in    the   performance   of 
this    contract   agreement,    write     'NOT  APPLICABLE'" 
across   TABLE  AAP-1    and  provide   a  brief   explanation 
in   the   space   below   it    as    to   why    this    category   does 
not   aoDly. 
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2.  Regular  Smployees:  If  new  employees  are 

expected  to  be  hired  to  perform  work  under 
this  contract,  the  bidder  must  indicate  on 

TABLE   AAP-2    the    plans    for    emDlovine    Iowpt 
income   project   area   residents    in    this 
category.      NOTE:    For   the  purposes   of   this 
contract,    a   "new   employee"    is   defined   as 
one  who    is   not  on   the   bidder's   payroll    as 
of   the  date   of  bid  opening   for   this   project. 
If   for  any  reason   this  particular   category 
will   not   apply    in   the  performance   of    this 

in   the   performance   of   this    contract .write 
"NOT  APPLICABLE"    across    TABLE   AAP-2    and 
provide   a   brief   explanation    in    the    space 
below   it    as    to  why   this    category   does   not    apply. 

3.  Business   concerns:    In   regards   to   the   letting 
of   subcontract   agreements   and   the  procure- 
ment of   supplies,    materials   and  other  goods 
and  services,    the   bidder  must   indicate   on 

TABLE  AAP-3    and   in   the_  space   below   it,    the 
efforts   to  be  made   by   the  bidder  to   utilize 
project  area  business   concerns. 


Bidders   are   advised   to   complete   t.he  AAP   forms   as   accurately  as  possible   and 
in  good   faith  because   the   successful   bidder   awarded   this   contract  with  the  City 
of  Boston  will  be   held  accountable    for  complying  with   the   statements   set   forth 
in   the   Section   3   AAP   that   accompanies   the   successful  bid. 

In   addition    to   completing   satisfactorily   TABLES   AAP-1    to   AAP-3,    you 
are   required   to    complete   FORM  AAP-1   and   submit    it  with  your   bid.      This 
form  is   used   to   determine   your   Section   3   eligibility   status. 

Lastly,    if   you   are   awarded   this    contract,    you  will   be   required   to 
maintain   on   file,    for   our    inspection,    a   FORM  AAP-2    for   each   employee  who 
will   be  working   under   and   paid   from   this    contract. 


iV.    Assistance 


I.Tformation   and   assistance    in   completing    the    Section    3    AAP    is    available   by 
contacting    the   Mayor's   Office   of    Federal   Compliance,  City   Kail-Room    960,  Bcston, 

ytA.      02201 
(telephone)    725-3090) 

Also,    additional   copies  of   the   required    forms   are   available    from   the   above 
sfficc. 
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TABLE    AAP-1 

for 
TRAINEES    and.  APPREIITICES 


KUV2RICW.   COM.    FOX 
UTILIZATION    OF    LOUTR    INCOME 


KO. 

POSITION 

CATEGORY 

PROJECT    Arr>    RISIDf.NTS 

■ 

- 

If  the  above  table  is 


please  explain  why  in  the  space  provided  below;  or  i 
wish  to  provide  additional  information,  please  feel 


not  applicable  to  this  project, 

'  f  you 

free  to 


use  the  space  below, 
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TABLE     AAP-2 
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(or 
REGULAR    EMPLOYEES 


NO.  or         NO.  or 

POSITIONS   PCS.   NOT 

CUWtENTLT      CURRINTLT        HUyrSICAL 


i.TTaoi 

arcinjUi,  ptAXWitNT  positiom 

SKILL   LEVEL 

OCCUPIED 

OCCUPIED 

COAL 

- 

■ 

• 

• 

• 

If  Che  above  table  is  not  applicable  to  this  project, 
please  explain  why  in  the  space  provided  below;  or  if  you 
wish  to  provide  additional  information,  please  feel  free  tc 
use  the  space  below. 
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TABLE  AAP-3 
A?fis."jvTlvE  actio:;  ru-j: 

ran 

UTILIZATION   or   PROJECT  AREA    SUSII.'ESS    CONCCnNS 


?soposro  cor.THACT 


apthox. 

Vt~5ER 


AprsaT. 

S    VALUE 


CONTRACT 

COAi      TOR 
SECTION    3 


S    A.'fT. 
COAX       TOIL 
SECTTOX   3 


- 

■ 

TOTALS 

$ 

5 

Pltu*  d««erlb«  b«lo«»   th«   spvelfie    steps    expected    to  be   taken   to   achieve   the 
joejj.    est^lUhed    In   the   preeeedlns    table,    for   the   utlllutlon   of   project 
•rem  buaiaess    conctrna.      I£    oee    epplleable.    please   explain  uhy  below. 
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FOR^l  AAP-1 
CONTRACTOR'S  SECTION  3  ELIGIBILITY  STATUS 


o 

i 

Name  of  Firm:  _  s. 

H 

Location: '  n. 

n 

o 

2 


PI 

H 

Telephone: o 

—         -  > 

z 
a 

The  above-named  firm:    (Check  appropriate  response)  "     g 

3j 

1.   Qualifies  as  a  "small  business"  based  on  standards  <^ 

established  by  Small  Business  Administration  (SBA)  h 


Yes  No 


o 


Is  either  located  within  the  City  of  Boston,  Massachu-  » 

setts,  or  is  fifty-one  (51%)  percent  or  more  owned  by  » 

persons  residing  in  Boston,  Massachusetts  and  who  are  o 

considered  to  be  socially  or  economically  disadvantaged,  "^ 
based  on  standards  established  by  the  SBA. 

Yes  No 


I  hereby  declare  and  certify  that  the  above  information  is 
correct. 

Signed  

Title   

Date 
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FORM  AAP-2  -112- 

EMPLOYEE'S    SECTION    3    ELIGIBILITY   STATUS 


This    form   is    to   be    completed   by   persons   who   will    be    performing 
work  under   this   contract   and   paid   from   this   contract. 


Name  : ^ ,         

Address       • i 


Telephone 


(1)  My  FAMILY  INCOME   in  the   past   twelve  months  has  not  been   in 

excess   of   $13,900.00.  Yes  _^ No 

(2)  My  ^lace   of  residence   is   within   the   City  of  Boston,  Yes      No 


Employer 
Address 

Telephone 


I  hereby  declare  that  the  information  contained  in  this  statement  is 
true,  complete  and  correct  to  the  best  of  my  knowledge. 


(signature)  (date) 


NOTE:   THIS  FORM  IS  TO  BE  MAINTAINED  ON  FILE  BY  THE  CONTRACTOR  FOR  FUTURE  INSPECTION, 


ST-7 
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NOTICE  OF  REQUIREMENT 

FOR  AFFIRMATIVE  ACTION 

TO  ENSURE  EQUAL  EMPLOYMENT  OPPORTUNITY 

(Executive  Order  11246) 

The  CONTRACTOR'S  attention  is  called  to  the  "Equal  Opportunity 
Clause"  and  "Standard  Federal  Equal  Employment  Opportunity  Construction 
Contract  Specification"  set  forth  in  this  part. 

The  Goals  and  timetables  for  minority  and  female  participation, 
expressed  in  percentage  terms  for  the  CONTRACTOR'S  aggregate  workforce 
in  each  trade  on  all  construction  work  in  the  covered  areas,   (see  pages 
EDO-1  and  EEO-2  of  the  bid  specifications  for  goals  tand  timetables). 

These  goals  are  applicable  to  all  the  CONTRACTOR'S  construction 
work  (whether  or  not  it  is  Federal  or  federally- as  sis  ted)  performed  in 
the  covered  areas . 

As  used  in  this  Notice,   and  in  the  contract,   the  covered  area  is 
Arlington,   Boston,   Belmont,   Brookline,   BurHngton,    Cambridge,   Canton, 
Chelsea,   Dedham,   Everett,   Maiden  Medford,   Melrose,   Milton,   Norwood, 
Reading,   Revere,    Somerville,   Stoneham,   Wakefoeld,   Westfield,   Westwood, 
Winthrop,  Winchester,  Woburn,   and  the  Islamds  of  Boston  Harbor, 
Massachusetts. 

The  CONTRACTOR'S  compliance  with  the  Executive  Order  and  the 
regulations  in  41  CFR  Part  60-4  shall  be  based  on  its  implementation  of 
the  Equal  Opportunity  Clause,   specific  affirmative  action  obligations 
required  to  meet  the  goals  established  for  the  geographical  area  where 
the  contract  is  to  be  performed. 
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The  hours  of  minority  and  female  employment  and  training  must  be 
substantially  uniform  throughout  the  length  of  the  contract  in  each 
trade,   and  the  CONTRACTOR  shall  make  a  good  faith  effort  to  employ 
minorities  and  women  evenly  on  each  of  its  projects. 

The  transfer  of  minority  or  female  employees  or  trainees  from 
contractor  to  contractor  or  from  project  to  project  for  the  sole  purpose 
of  meeting  the  CONTRACTOR'S  goals  shall  be  a  violation  of  the  contract, 
the  Executive  Order  and  the  regulations  in  41  CFR  Part  60-4.     Compliance 
with  the  goals  wiU.  be  measured  against  the  total  workhours  performed. 
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EQUAL  EMPLOYMENT  OPPORTUNITY  NOTICES 
(Pages  EEO-1  to  EEO-12) 
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FOR  AFFIRMATIVE  ACTION 

TO  ENSURE  EQUAL  EMPLOYMENT  OPPORTUNITY 

(Executive  Order  11246) 

1.  The  CONTRACTOR'S  attention  is  called  to  the  "Equal  Opportunity 
Clause"  and  "Standard  Federal  Equal  Employment  Opportunity  Construction 
Contract  Specifications"  set  forth  in  this  part. 

2.  The  goals  and  timetables  for  minority  and  female  participation, 
expressed  in  percentage  terms  for  the  CONTRACTOR'S  aggregate  workforce 
in  each  trade  on  all  construction  work  in  the  covered  area,   are  as 

foUows : 

GOALS  FOR  FEMALE  PARTICIPATION  IN  EACH  TRADE 
(Area  Covered:     Goals  for  Women  Apply  Nationwide) 

Timetable  Goals  (%) 

From  April  1,    1978  until  March  31,  1979  3.1% 

From  April  1,    1979  until  March  31,  1980  5.0% 

From  April  1,   1980  until  March  31,  1981  6.9% 

GOALS  FOR  MINORITY  PARTICIPATION  IN  EACH  TRADE 
(Boston,  Massachusetts  Area) 
UNTIL  FURTHER  NOTICE,   the  following  goals  and  timetables  for 
minority  utilization  shall  be  included  in  all  Federal  or  federally-assisted 
construction  contracts  and  subcontracts  in  excess  of  ten-thousand 
($10.000)   dollars  to  be  performed  in  the  respective  covered  areas .      The 
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goals  are  appHcable  to  the  CONTRACTOR'S  aggregate  on-site  construction 
workforce  whether  or  not  part  of  that  workforce  is  performing  work  on 
a  Federal  or  Federally-assisted  construction  contract  or  subcontract. 
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GOALS  AND 


EFFECTIVE  UNTIL  FURTHER  NOTICE) 


TRADE 

Asbestos  Worker 

Boilermakers 

Carpenters 

Bricklayers 

Cement  Masons 

Electricians 

Elevator  Constructors 

Glaziers 

Ironworkers 

Lathers 

Operating  Engineers 

Painters 

Pipefitters 

Plasterers 

Plumbers 

Roofers 

Sheetmetal  Workers 

Sprinkler  Fitters 

All  other  trades 


GOALS  % 
10.8  to   10.12 
9.6  to   12.0 
11.6  to  14.5 
8.0  to  10.0 
25.5  to  27.5 

6.0  to  7.0 
9.5  to  11.4 

8.8  to   11.0 

5.9  to  6.9 
6.9  to  8.9 
14.1  to  15.0 

9.1  to   11.1 

11.0  to  12.1 
20.5  to  22.5 
9.8  to  11.8 
8.4  to   10.5 

10.1  to  12.1 
12.3  to  15.6 
10.3     to  12.3 


These  goals  are  applicable  to  all  the  CONTRACTOR'S  construction 
work  (whether  or  not  it  is  Federal  or  federally-assisted)  performed  in 
the  covered  area. 

The  CONTRACTOR'S  compliance  with  the  Executive  Order  and  the 
regulations  in  41  CFR  Part  60-4  shall  be  based  on  its  implementation  of 
the  Equal  Opportunity  Clause,   specific  affirmative  action  obligations 
required  by  the  specifications  set  forth  in  41  DFR  60-4.3  (a)  and  its 
efforts  to  meet  the  goals  established  for  the  geographical  area  where 
the  contract  is  to  be  performed. 

The  hours  of  minority  and  female  employment  and  training  must  be 
substantially  uniform  throughout  the  length  of  the  contract  in  each 
trade,   and  the  CONTRACTOR  shall  make  a  good  faith  effort  to  employ 
minorities  and  women  evenly  on  each  of  its  projects .     The  transfer  of 
minority  or  female  employees  or  trainees  from  contractor  to  contractor 
or  from  project  to  project  for  the  sole  purpose  of  meeting  the  CONTRACTOR'S 
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goals  shall  be  a  violation  of  the  contract,   the  Executive  Order  and  the 
regulations  in  41  CFR  part  60-4.     Compliance  with  the  goals  will  be 
measured  against  the  total  work  hours  performed. 

3.  The  CONTRACTOR  shall  provide  written  notification  to  the  Director 
of  the  Office  of  Federal  Contract  Compliance  Programs  within  ten  (10) 
working  days  of  award  of  any  construction  subcontract  in  excess  of 
$10,000  at  any  tier  for  construction  work  under  the  prime  contract. 

The  notification  shall  list  the  name,   address  and  telephone  number  of 
the  subcontractor;   employer  identification  number;   estimated  dollar 
amount  of  the  subcontract;   estimated  starting  and  completion  dates  of 
the  subcontract;   and  the  geographical  area  in  which  the  contract  is  to 
be  performed. 

4.  As  used  in  this  Notice,   and  in  the  contract,   the  covered  area  is 
Arlington,  Boston,  Belmont,  Brookline,   Burlington,   Cambridge,   Canton, 
Chelsea,  Dedham,  Everett,  Maiden,  Medford,  Melrose,  Milton,  Norwood, 
Reading,   Revere,   Somerville,   Stoneham,  Wcikefield,  Westwood,  Winthrop, 
Winch  tester,  Wobum,   and  the  Island  of  the  Boston  Harbor,  Massachusetts, 
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STANDARD  FEDERAL  EQUAL  EMPLOYMENT 

OPPORTUNITY  CONSTRUCTION  CONTRACT  SPECIFICATIONS 

(EXECUTIVE  ORDER   11246) 

As  used  in  these  specifications : 

a.  covered  areas  means  the  goegraphical  area  described  in  the 
contract  agreement. 

b.  Director  means  Director,  Office  of  Federal  Contract  Compliance 
Program,  United  States  Department  of  Labor,  or  any  person 

to  whom  the  Director  delegates  authority. 
0.       Employer  identification  number  means  the  Federal  Social  Security 

Number  used  on  the  Employer's  Quarterly  Federal  Tax  Return, 

U.   S.   Treasury  Department  Form  941. 
d.       Minority :   includes 

(I)  Black  (all  persons  having  origins  in  any  of  the  Black 
African  racial  groups  not  of  Hispanic  origin). 

(II)  Hispanic  (all  persons  of  Mexican,   Puerto  Rican,   Cuban, 
Central  or  other  Spanish  Culture  or  origin  regardless  of 
race) . 

(III)  Asian  and  Pacific  Island  (ail  persons  having  origin  in 
any  of  the  original  peoples  of  the  Far  East,   Southeast 
Asia,   the  Indian  subcontinent  of  the  Pacific  Islands). 

(IV)  American  Indian  or  Alaskan  Native  (all  persons  having 
origins  in  any  of  the  original  peoples  of  North  America 
and  maintaining  identifiable  tribal  affiliations  through 
membership  and  participation  or  community  identification). 
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2.  Whenever  the  Contractor  or  any  Subcontractor  at  any  tier  subcontracts 
a  portion  of  the  work  involving  any  construction  trade,   it  shall  physically 
include  in  each  subcontract  in  excess  of  $10,000  the  provisions  of  these 
specifications  and  the  notice  which  contains  the  applicable  goals  for 
minority  and  female  participation  and  which  is  set  forth  in  this  contract 
agreement. 

3.  If  the  Contractor  is  participating  (pursuant  to  41  CFR  60-4.5)  in  a 
Hometown  Plan  approved  by  the  U.S.   Department  of  Labor  in  the  covered 
area  either  individually  or  through  an  association,  its  affirmative  action 
obligations  on  all  work  in  the  Plan  area  (including  goals  and  timetables) 
shall  be  in  accordance  with  that  Plan  for  those  trades  which  have 
unions  participating  in  the  Plan.     Contractors  must  be  able  to  demonstrate 
their  participation  in  and  compliance  with  the  provisions  of  any  such 
Hometown  Plan.     Each  Contractor  or  Subcontractor  participating  in  an 
approved  plan  is  tndivually  required  to  comply  with  its  obligations 

under  the  EEO  clause,   and  to  make  a  good  faith  effort  to  achieve  each 
goals  under  the  plan  in  each  trade  in  which  it  has  employees.     The 
overall  good  faiith  performance  by  other  Contractors  or  Subcontractors 
toward  a  goal  in  an  approved  Plan  does  not  excuse  any  covered  Contractor's 
or  Subcontractor's  failure  to  take  good  faith  efforts  to  achieve  the  Plan 
goals  or  timetables . 

4.  The  Contractor  shall  implement  the  specific  affirmative  action 
standards  provided  in  paragraphs  7a  through  p  of  these  specifications. 
The  goals  set  forth  in  this  part  are  expressed  as  percentages  of  the 
total  hours  of  employment  amd  training  of  minority  and  female  utilization . 
The  Contractor  should  reasonably  be  able  to  achieve  in  each  construction 
trade  in  which  it  has  employees  in  the  covered  area.      The  Contractor  is 
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expected  to  make  substantially  uniform  progress  toward  its  goals  in 
each  craft  during  the  period  specified. 

5.  Neither  the  provisions  of  any  collective  bargaining  agreement,   nor 

the  failure  by  a  union  with  whom  the  Contractor  has  a  collective  bargaining 
agreement  to  refer  either  minorities  or  women  shall  excuse  the  Contractor's 
obligations  under  these  specifications,   Executive  Order  11246  or  the 
regulations  promulgated  pursuant  thereto. 

6.  In  order  for  the  non  working  training  hours  of  apprentices  and 
trainees  to  be  counted  in  meeting  the  goals ,   such  apprentices  and 
trainees  must  be  employed  by  the  CONTRACTOR  during  the  training 
period  and  the  Contractor  must  have  made  a  commitment  to  employ  the 
apprentices  and  trainees  at  the  completion  of  their  training,   subject  to 
the  availability  of  employment  opportunities.     Trainees  must  be  trained 
pursuant  to  training  programs  approved  by  the  U.S.   Department  of 
Labor. 

7.  The  Contractor  shall  take  specific  affirmative  actions  to  ensure 
equal  employment  opportunity.     The  evaluation  of  the  Contractor's 
compliance  with  these  specifications  shall  be  based  upon  its  efforts  to 
achieve  maximum  results  from  its  actions .      The  Contractor  shall  document 
these  efforts  fuUy  and  shall  implement  affirmative  action  steps  at  least 

as  extensive  as  the  following: 

a.       Ensure  and  maintain  a  working  environment  free  of  harassment, 
intimidation  and  coercion  at  all  sites  and  in  all  facilities  at 
which  the  Contractor's  employees  are  assigned  to  work.     The 
Contractor  where  possible,   will  assign  two  or  more  women  to 
each  construction  project.      The  Contractor  shcQl  specifically 
ensure  that  all  foremen,    superintendents,   and  other  onsite 
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supervisory  personnel  are  aware  of  and  carry  out  the  Contractor's 
obligation  to  maintain  such  a  working  environment,   with 
specific  attention  to  minority  or  female  individuals  working  at 
such  sites  or  in  such  facilities . 

b .  Establish  and  maintain  a  current  list  of  minority  and  female 
recruitment  sources  and  to  community  organizations  when  the 
Contractor  or  its  unions  have  employment  opportunities  available, 
and  maintain  a  record  of  the  organizations  responses . 

c.  Maintain  a  current  file  of  the  names,   address  and  telephone 
numbers  of  each  minority  and  female  off- the- street  applicant 
and  minority  or  female  referral  from  a  union,   a  recruitment 
source  of  community  organization  and  of  what  action  was 
taken  with  respect  to  each  such  individual.     If  such  individual 
was  sent  to  the  union  hiring  haU  for  referral  and  was  not 
referred  back  to  the  Contractor  by  the  union  or,  if  referred, 
not  employed  by  the  Contractor,   this  shall  be  documented  in 
the  file  with  the  reason  therefor,   along  with  whatever  additional 
actions  the  Contractor  may  have  taken. 

d.  Provide  immediate  written  notification  to  the  Director  when 
the  union  or  unions  with  which  the  Contractor  has  a  collective 
bargaining  agreement  has  not  referred  to  the  Contractor  a 
minority  perosn  or  women  sent  by  the  Contractor,  or  when 
the  Contractor  has  other  information  that  the  union  referral 
process  has  impeded  the  Contractor's  efforts  to  meet  its 
obligations . 

e.  Develop  on-the-job  training  opportunities  and  or  participate  in 
training  programs  for  the  area  which  expressly  include  minorities 
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and  women,  including  upgrading  programs  and  apprenticeship 
and  trainee  programs  relevant  to  the  Contractor's  employment 
needs ,   especially  those  program  funded  or  approved  by  the 
Department  of  Labor.     The  CONTRACTOR  shall  provide  notice 
of  these  programs  to  the  sources  compiled  under  7b  above. 

f.  Disseminate  the  Contractor's  EEP  policy  by  providing  notice 
of  the  policy  to  unions  and  training  programs  and  requesting 
their  cooperation  in  assisting  the  Contractor  in  meeting  its 
EEO  obligations ;   by  including  it  in  any  policy  manual  and 
collective  bargaining  agreement;  but  publicizing  it  in  the 
company  newspaper,   annual  report  etc;   by  specific  review  of 
the  policy  with  all  management  personnel  and  with  all  minority 
and  female  employees  at  least  once  a  year,   and  by  posting  the 
company  EEO  policy  on  bulletin  boards  accessible  to  all  employees 
at  each  location  where  construction  work  is  performed. 

g.  Review,  at  least  annually,   the  company's  EEO  policy  and 
affirmative  action  obligations  under  these  specifications  with 
all  employees  having  any  responsibility  for  hiring,   assignment, 
layoff,   termination  or  other  employment  decisions  including 
specific  review  of  these  items  with  on-site  supervisory  personnel 
such  as  Superintendents,    General  Formen,   etc.,   prior  to  the 
initiation  of  construction  work  at  any  job  site.     A  written 
record  shall  be  made  and  maintained  identifying  the  time  and 
place  of  these  meetings,   persons  attending,    subject  matter 
discussed,   and  disposition  of  the  subject  matter. 

h.       Disseminate  the  Contractor's  EEO  poUcy  externally  by  including 
it  in  any  advertising  in  the  news  media,   specifically  including 
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minority  and  female  news  media  and  providing  written  notification 
to  and  discussing  the  Contractor's  EEO  policy  with  other 
Contractors  and  Subcontractors  with  whom  the  Contractor 
does  or  anticipates  doing  business. 

j.        Direct  its  recruitment  efforts,   both  oral  and  written,   to 

minority,  female,   and  community  organizations,   to  schools  with 
minority  and  female  students  and  to  minority  and  female 
recruitment  and  training  organizations  serving  the  Contractor's 
recruitment  area  and  employment  needs.     Not  later  than  one 
month  prior  to  the  date  for  the  acceptance  of  applications  for 
apprenticeship  or  other  training  by  any  recruitment  source, 
the  Contractor  shall  send  written  notification  to  organizations 
such  as  the  above  describing  the  openings,   screening  procedures, 
and  tests  to  be  used  in  the  selection  process. 

j.        Encourage  present  minority  and  female  employees  to  recruit 
other  minority  persons  and  women  and,  where  reasonable, 
provide  after-school,   summer,   and  vacation  employment  to 
minority  and  female  youth  both  on  the  site  and  in  other  areas 
of  a  Contractor's  work  force. 

k.       Validate  all  tests  and  other  selection  requirements  where 
there  is  an  oblicgation  to  do  so  under  41  CFR  Part  60-3. 

1.        Conduct,   at  least  annually,   an  inventory  and  evaluation  at 
least  of  all  minority  and  female  personnel  for  promotional 
opportunities  and  encourage  these  employees  to  seek  or  prepare 
for,   through  appropriate  training  etc.,    such  opportunities. 

m.      Ensure  that  seniority  practices,  job  classifications,   work 
assignments  and  other  personnel  practices ,   do  not  have  a 
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discriminatory  effect  by  continually  monitoring'  all  personnel 
and  employment  related  activities  to  ensure  that  the  EEO 
policy  and  the  Contractor's  obligations  under  these  specif- 
ications are  being  carried  out. 
n.       Ensure  that  all  facilities  and  company  activities  are  non- 
seg'regated  except  that  separate  or  single-user  toilet  and 
necessary  changing  facilities  shall  be  provided  to  assure 
privacy  between  the  sexes . 
o.       Document  and  maintain  a  record  of  all  solicitations  of  offers 

subcontracts  from  minority  and  female  construction 

contractors  and  suppliers,  including'  circulation  of  solicitations 
to  minority  and  female  contractor  associations  and  other 
business  associations, 
p.       Conduct  a  review,   at  least  annually,  of  all  supervisors  adherence 
to  and  performance  under  the  Contractor's  EEO  policies  and 
affirmative  action  obligations. 
8.        Contractors  are  encouraged  to  participate  in  voluntary  associations 
which  assist  in  fulfilling  one  or  more  of  the  affirmative  action  obligations 
(7b  through  p).     The  efforts  of  a  contractor  association,   joint  contractor- 
union,   contractor  community,  or  other  similiar  group  of  which  the 
Contractor  is  a  member  of  participant,  may  be  asserted  as  fulfilling  any 
one  or  more  of  its  obligations  under  7a  through  p  of  these  Specifications 
provided  that  the  Contractor  actively  participates  in  the  group,  makes 
every  effort  to  assure  that  the  group  has  a  positive  impact  on  the 
employment  of  minorities  and  whom  in  the  industry ,   ensures  that  the 
concrete  benefits  of  the  program  are  reflected  in  the  Contractor's 
minority  and  female  work  force  participation,   makes  a  good  faith  effort 
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to  meet  its  individual  goals  and  timetables  and  can  provide  access  to 
documentation  which  demonstrates  the  effectiveness  of  action  taken  on 
behalf  of  the  Contractor.     The  obligation  to  comply,   however,   is  the 
Contractor's  and  failure  of  such  a  group  to  fulfill  an  obligation  shall  not 
be  a  defense  for  the  Contractor's  non-compliance. 

9.  A  single  goals  for  minorities  and  a  separate  single  goal  for  women 
have  been  established.     The  Contractor,   however,   is  required  to  provide 
equal  employment  opportunity  and  to  taJce  affirmative  action  for  all 
minority  groups,  both  male  and  female,   and  ail  women,   both  minority 
and  non-minority.     Consequently,   the  Contractor  may  be  in  violation  of 
the  Executive  Order  if  a  particular  group  is  employed  in  a  substantially 
disparate  manner  (for  example,   even  though  the  Contractor  has  achieved 
its  goals  for  women  generally,   the  Contractor  may     be  in  violation  of 

the  Executive  Order  if  a  specific  minority  group  of  women  is  underutilized) , 

10.  The  Contractor  shall  not  use  the  goals  and  timetables  or  affirmative 
action  standards  to  discriminate  agains  any  person  because  of  race, 
color,   religion,   sex  or  national  origin. 

11.  The  Contractor  shall  not  enter  into  any  subcontract  with  any 
person  or  firm  debarred  from  Government  contracts  pursuant  to  Executive 
Order  11246. 

12.  The  Contractor  shall  carry  out  such  sanctions  and  penalties  for 
violation  of  these  specifications  and  of  the  Equal  Opportunity  Clause, 
including  suspension,   termination  and  cancellation  of  existing  subcontracts 
as  may  be  imposed  or  ordered  pursuant  to  Executive  Order  11246,   as 
amended,   and  its  implementing  regulations,   by  the  Office  of  Federal 
Contract  Compliance  Programs.     Any  Contractor  who  fails  to  carry  out 
such  sanctions  and  penalties  shall  be  in  violation  of  these  specifications 
and  Executive  Order  11246,   as  amended. 
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13.  The  Contractor,   in  fulfilling  its  obUgations  under  these  specifications, 
shall  implement  specific  affirmative  action  steps ,   at  least  as  extensive  as 
those  standards  prescribed  in  parag^raph  7  of  these  specifications,   so  as 

to  achieve  maximum  results  from  its  efforts  to  ensure  equal  employment 
opportunity .     If  the  Contractor  fails  to  comply  with  the  requirements  of 
the  Executive  Order,   the  implementing  regulations,  of  these  specifications, 
the  Director  shall  proceed  in  accordance  with  41  CFR  60-4.8. 

14.  The  Contractor  shall  designate  a  responsible  official  to  monitor  all 
employment  related  activity  to  ensure  that  the  company  EEO  policy  is 
being  carried  out,   to  submit  reports  relating  to  the  provisions,   hereof 
as  may  be  required  by  the  Government  and  to  keep  records.     Records 
shall  at  least  include  for  each  employee  the  name,   address,   telephone 
number,   construction  trade,   union  affiliation  if  any,   employee  identification 
number  when  assigned,   social  security  number,   race,   sex,   status  (e.g. 
mechanic,   apprentice,   trainee,  helper,  or  laborer),   dates  of  changes  in 
status,   hours  worked  per  week  in  the  indicated  trade,   rate  of  pay  and 
locations  at  which  the  work  was  performed.     Records  shall  be  maintained 

in  an  easily  understandable  and  retrievable  form;   however,   to  the 
degree  that  existing  records  satisfy  this  requirement,   contractors  shall 
not  be  required  to  maintain  separate  records. 

15.  Nothing  herein  provided  shall  be  construed  as  a  limitation  upon  the 
apphcation  of  other  laws  which  estabhsh  different  standards  of  compliance 
or  upon  the  application  of  requirements  for  the  hiring  of  local  or  other 
area  residents   (e.g.    those  under  the  PubUc  Works  Employment  Act  of 
1977  and  the  Community  Development  Block  Grant  Program). 


•129- 


Revisad   Decsmber,    1976 
MODEL 
Affirmative  Action   Proaram 


Gentlemen: 

This   letter  is   being   delivered  to  you,    in  consideration   of  being  awarded 
a  contract  for  the  work  on 


Project  in  the  City  of  Boston,   Massachusetts,    as  evidence  of  our  under- 
takings  in   connection  with   equal   employment  opportunity. 

We  understand  that  opportunities  for  minority  groups  to  obtain  adequate 
employment  have  been  severly   limited;   that  it  is  the  policy  of  the 
Federal   Government  and  the  City  of  Boston  to  insure  the  fullest  passible 
employment  opportunities  in  every  construction  job  involving,   directly 
or  indirectly,    public  assistance;    and  that  we  are  obligated  to  the 
Boston   Redevelopment  Authority  to  take  certain   steps  to  help  ensure  the 
creation  of  such  opportunities.      Finally,   we  understand  that  if  in  the 
course  of  construction  there  is  a  failure  to  comply  with  governmental 
policies,    B.R.A.'s  Contract  Compliance  Policy  Commonwealth  of  Massachusetts 
Equal    Employment  Opportunity  Anti-Descriminaticn   Affirmation   Action 
Program,   or  the  City  of  Boston's  Affirmative  Action   Contract  Compliance 
Program  pertaining  to  equal   employment  opportunities,   we  will   be  in 
default  under  the   Land   Disposition  Agreement,    construction  and/or  other 
Contracts.      Violation  of  any  of  the  above  is  likely  to  incur  serious 
penalties. 

Accoringiy,   we  hereby  agree  to  do  the  following  things: 

1.  We  shall   assist  you   in   every  way   in   carrying  out  the  requirements 
of  the  section  of  said   Land   Disposition   Agreement  which   is   entitled 
"Non-Discrimination   in    Employment",    and/or  the  equal   employment 
opportunity  section  of  the  contract,   and  the  President's   Executive 
Orders  to  which   said  section   refers  and  with  which  we  have  familia- 
rized ourselves. 

2.  We  shall  observe  all  the  practices  and   procedures  set  fourth  in  the 
"Equal   Opportunity  Compliance  Policy"  of  the   Boston   Redevelopment 
Authority,   with  the  provisions  of  which  we  also  have  become  familiar, 
including  the  requirement  to  submit  to  the  Authority  an   acceptable 
"Plan  of  Affirmative  Action  for  Equal    Employment  Opportunity",    and 
the  requirement  that  prior  to  the  execution  of  any  Subcontracts   we 
shall   schedule  with  the  Authority's  Contract  Compliance  Officer  a 
pre-award  conference  in  order  to  assure  compliance  with   said   policy 
and  to  further  the  goals  thereof. 

3.  We  shall   ensure  in   every  way  that  we  do  not  fall   into  default  under 
the  provisions  of  said   Disposition   Agreement,    and/or  other  contracts 
and  will   assist  the  Boston    Redevelopment  Authority   in   every   reasonable 
way  to  help  to  provide  greater  employment  opportunities  for  me.mbers 
of  minority  groups. 
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4.        In   addition,    we  further  certify  that  we  will   adopt  the  minium  goals 
and  timetables  of  minority  manpower  utilization   (minority   is  defined 
as  including   Negroes,    Spanish   Surnamed  American,   Orientals  and 
American    Indians,    and   includes   both  men   and  women)   and   initiate 
specific  affirmative  action   steps  as   set  forth  below   (items   (a)   (b) 
(c)   and   (d)   directed  at  increasing  minority  manpower  utilization   by 
means  of  applying  good  faith  efforts  to  carry  out  such  steps. 

(a)  Goals  and  Timetables   -  The  goals  of  minority  manpower 

utilization   required  of  the  contractors  are  applicable  to 
the  trade  show  which  will   be  used  on  the  project  in 
Boston . 

Ranges  of  Minority  Manpower 
Utilization   Expressed  in 
Percentage  Terms   From 

1/1/77  Until   12/31/77 

All   Trades  10.3%  -  12.3% 


The  percentage  goals  of  minority  manpower  utilization  above  are  expressed 
in  terms  of  manhours  or  training  and   employment  as  a  proportion  of  the 
total  manhours  to  be  worked  by  this  contractors  or  subcontractors  entire 
work  force  in  that  trade  on  ail   projects   (both  federal   and  non-federal) 
in  the  Boston  area  during  the  performance  of  its  contract  or  subcontract. 
The  manhours  for  minority  work  and  training  will   be  substantially  uniform 
throughout  the  length  of  the  contract  for  each  of  the  trades.      Further, 
the  transfer  of  minority  employees  or  trainees  from  employer  to  employer 
or  from  project  to  project  for  the  sole  purpose  of  meeting  this  contrac- 
tor's or  subcontractor's  goal   shall   be  a  violation  of  these  conditions. 
In   reaching  the  goals  of  minority  manpower  utilization   required  of 
contractors,   every  effort  shall   be  made  to  find  and  employ  qualified 
journeymen.      Provided,    however,   and  pursuant  to  the  requirements  of 
Department  of  Labor  regulations,   29  CPR   5a,   apprentices  or  trainees 
shall   be  employed  on   all   projects  where  feasible,    25  percent  of  apprentices 
or  trainees  employed  on  each   project  shall   be  in  their  first  year  of 
apprenticeship  or  training. 

In  order  that  the  non-working  training  hours  of  trainees  may  be  counted 
in  meeting  the  goal,   such  trainees  will   be  employed  by  this  contractor 
during  the  training  period,   this  contractor  will   have  made  a  commitment 
to  employ  the  trainees  at  the  completion  of  their  training  subject  to 
the  availability  of  employment  opportunities  and  the  trainees  will   be 
trained   pursurant  to  established  training   programs  which  will   be  the 
equivalent  of  the  training   programs  now  or  hereafter  provided   for  in   the 
Boston   Plan  with   respect  to  the  nature,    extent  and  duration  of  training 
offered . 
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We  will  inform  our  subcontractors,  if  any,  of  their  respective  obliga- 
tions relating  to  the  goals  of  minority  employment  and  training.  For 
all  projects  located  in  an  area  in  which  there  are  high  concentrations 
of  minority  group   persons. 

(b)  Not  less  than  30%  ratio  of  minority  utilization   in   all  trades  is 
required  and  maintained  throughout  the  life  of  this  contract. 

These  areas  are  now   Roxbury,    Dorchester,   South   End,    South   Cove  and 
sections  of  Jamaica  Plain. 

(c)  A  primary  contractor  performing  on   BRA  projects  in  those  communities 
will   also  be  required  to  reserve  50%  of  his  subcontracting  jobs  for 
minority  construction  companies  or  construction  companies  which 
employ  50%  minority  employees. 

(d)  Specific  Affirmative  Action  Steps.      We  will   engage  in   affirmative 
action  directed  at  increasing  minority  manpower  utilization,   which 
is  at  least  as  extensive  and  as  specific  as  the  following  steps: 

1.  We  shall   notify  community  organizations  that  this  subcontractor 
has  employment  opportunities  available  and   shall  maintain 
records  of  the  orgainzations  response. 

2.  We  shall  maintain  a  file  of  the  names  and  addresses  of  each 
minority  worker  referred  to  us  and  what  action  was  taken  with 
respect  to  each  such   referred  worker,   and  if  the  worker  was 
not  employed,   the  reasons  therefor.      If  such  worker  was  not 
sent  to  the  union   hiring  hall   for  referral  or  if  such  worker 
was  not  employed  by  this  subcontractor,   this  subcontractor's 
file  shall  document  this  and  the  reasons  therefor. 

3.  We  shall   promptly  notify  the  Boston   Redevelopment  Authority 
when  the  union  or  unions  with  whom  this  subcontractor  has  a 
collective  bargaining  agreement  has  not  referred  to  this 
subcontractor  a  minority  worker  sent  by  this  subcontractor  or 
the  subcontractor  has  other  information  that  the  union   referral 
process  has  impeded  us  in  efforts  to  meet  our  goal. 

4.  We  shall   participate  in  training  programs  in  the  area,   especially 
those  funded  by  the  Department  of  Labor. 

5.  We  shall   disseminate  an   EEO  policy  within  our  organization   by 
including  it  in  any  policy  manual;    by  publicizing   it  in 
company  newspapers,   annual   reports,   etc.,   by  conducting   staff, 
employee  and  union   representative  meetings  to  explain   and 
discuss  the  policy;    and   specific  review  of  the  policy  with 
minority  employees. 
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6.  We  shall   disseminate  an   EEO  policy  externally  by  informing   and 
discussing   it  with   at!   recruitment  sources;    by  advertising   in 
news  media,    specifically  including  minority   news  media;   and   by 
notifying  and  discussing   it  with   all   subcontractors  and   suppliers. 

7.  We  shall  make  specific  and  constant  personal   (both  written  and 
oral)   recruitment  efforts  directed   at  all   minority  organizations, 
schools  with  minority  students,   minority   recruitment  organizations 
and  minority  training  organizations,    within  this   subcontractor's 
area. 

8.  We  shall  make  specific  efforts  to  encourage  present  minority 
employees  to  recruit  their  friends  and   relatives. 

9.  We  shall  validate  all   man  specifications,    selection   requirements, 
test,   etc. 

10.  We  shall  make  every  effort  to  promote  afterschool,    summer  and 
vacation  employment  to  minority  youth. 

11.  We  shall  develop  on  the  job  training  opportunities  and  participate 
and  assist  in   any  association  or  employer  group  training 
programs  relevant  to  this  subcontractors  employee  needs  consistent 
with  our  obligations. 

12.  We  shall   continually  inventory  and  evaluate  all  minority 
personnel  for  promotion  opportunities  and  encourage  minority 
employees  to  seek  such  opportunities. 

13.  We  shall  make  sure  that  seniority  practices,   job  classifications, 
etc.,   do  not  have  a  discriminatory  effect. 

14.  We  shall   make  certain  that  ail  facilities  and  company  activities 
are  non-segregated. 

15.  We  shall   continually  monitor  all   personnel   activities  to 
ensure  that  our   EEO   policy  is  being   carried  out. 

16.  We  shall   solicit  bids  for  subcontracts,    if  any,   from  available 
minority  subcontractors  engaged   in   the  trades,    including 
circulation  of  minority  contractor  associations. 


Sincerely, 


Name  and  Title 


-133- 

CITY  OF  BOSTON 

MINORITY  BUSINESS  UTILIZATION  FORM  (MBU-F) 

Required^ 


MBU-F 


1. 
2. 
3. 
4. 
a. 


Name  of  Project 


Number  of  Project 


Total  dollar  amount  of  bid 


Minority  Business  Enterprise  Participation_ 

Name  of  General  Bidder 

Address 


Phone(s) 


b.  If  the  General  Bidder  is  a  Minority  Business  Enterprise  check  here 

List  below  all  proposed  Minority  Business  Enterprises  (contractors,  suppliers, 
vendors)  the  services  they  will  provide  and  the  approximate  amount  of  money 
they  will  receive. 


Name 


Address 


Phone_ 
Name 


Address 


Phone_ 
Name 


Address 


Phone 


Total  of  listed  amounts  $ 

(See  attached  sheet  for  additional  space) 


Service  or  Supplies_ 


Amounts 

Service  or  Supplies 

Amounts 

Service  or  Supplies 

Amounts 

(over) 


m30. 


MBU-F 
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I  hereby  certify  that  the  dollar  amount  expended  of  the  listed  Minority 

Business  Enterprises  is  at  least  %   of  the  total  Contract 

Price  for  the  above  named  project,  and  that  the  foregoing  and  attached 
information  is  true,  accurate  and  complete  to  the  best  of  my  knowledge. 

Authorized  signature  of  General 
Contractor 


(Print  the  signed  name/title) 


mBo 
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MBU-LI 


MINORITY  BUSINESS  AND  GENERAL  CONTRACTOR'S  LETTER  OF  INTENT 


Project  Number: 


Project  Location: 


Name  of  General  Contractor: 


Project  Amount  $ 


Name  of  Minority  Business  Enterprise:_ 


The  above  named  Minority  Business  Enterprise  agrees  to  perform 
work/supply  goods  and  or  services  in  connection  with  the  above 
named  project  and  the  above  named  general  contractor  as: 

an  individual 


a  partnership 
a  corporation 
a  joint  venture 


Please  attach  a  copy  of  the  joint  venture  agreement. 

Please  attach  a  copy  of  all  financial  agreements  between  corporate 

and  personal  members  of  the  joint  venture. 


2.  (check  one) 


(a)  on  the  reference  list 


My  minority  status  is  confirmed  ,.,  .   _  _  _____ 

of  Minority  Business  Enterprise  made  available  by  the  City  of  Boston, 

Office  of  Minority  Business  Enterprise  or (b)  by  approval  of 

the  Office  of  Minority  Business  (requires  submission  of  MBU-IS). 

The  above  named  general  contractor  and  Minority  Business  Enterprise 
intend  to  work  together  on  the  above  named  project  in  accordance 
with  the  terms  of  the  Minority  Participation  Section  of  the  City 
of  Boston  Contract  Provision. 


Signed  General  Contractor 


Signed  Minority  Business 
Enterprise 


Date/Title 


Date/Title 


fUBO. 
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PREFACE 


Over  the  past  decade,  the  City  of  Boston  has  steadily  increased 
its  efforts  to  improve  the  social  and  economic  plight  of  minority 
persons.   In  196  8,  a  tumultuous  year  in  this  City  as  well  as  the  na- 
tion, Mayor  Kevin  K.  V7hite  established  the  Office  of  Human  Rights. 
The  goal  of  this  office  was  to  aid  in  the  removal  of  the  barriers 
of  discrimination  which  had  traditionally  worked  against  the  attempts 
of  minorities  to  participate  in  municipal  functions.   In  19  73,  policies 
were  established  that  gave  the  Office  of  Human  Rights  an  even  stronger 
position  in  meeting  the  needs  and  dem.ands  of  minority  persons.  These 
nev/  policies  were  further  reinforced  in  19  75  with  the  announcement, 
by  the  Mayor,  of  a  stronger  policy  that  gave  the  Office  of  Human 
Rights  more  leverage  in  bringing  minorities  into  the  mainstream  of 
municipal  governm.ent.    The  new  policy  addressed  the  problems  in  the 
contracting  process  in  the  City  of  Boston.   For  the  first  tim.e  the 
City  set  numerical  percentage  goals  for  minorities  in  its  concraciing 
process.   This  policy  also  required  that  minority  business  receive 
50%  of  the  subcontracts  for  all  contracts  let  in  areas  where  there 
are  high  concentration  of  minority  persons,  i.e.  impacted  areas. 

Because  there  was  still  a  need  to  advance  even  further  tcv/ard 
the  goals  of  minority  participation  in  all  areas  of  municipal  govern- 
m.ent, in  1977  the  Office  of  Human  Rights  was  restructured  and  called 
the  Hum.an  Rights  Commission,  which  serves  as  an  umbrella  departTieni: 
for  several  affirm.ative  action  programs,  such  as  the  Office  of  Equal 
Em.ployment  Opportunity  Contract  Compliance,  The  Minority  Business 
Office,  and  the  Affirmative  Action  Office. 

During  the  same  period  the  City's  growing  efforrs  -z    benrer 
the  social  and  economic  position  of  minority  persons,  a  number  of 
court  cases  addressing  zhe    problems  growing  out  of  rhe  discriminatory 
practices  in  an  ever  arowinc  number  of  areas,  ha.d  beer,    decided. 
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The  Boston  School  Desegregation  Case   and  the  events  surround- 
ing the  Court  order  are  of  course  the  most  illustrative  of  the 
racism  that  permeates  our  society  generally  and  particularly,  the 
City  of  Boston.   Discriminatory  practices  were  found  not  only  in 
the  school  system,  but  in  many  other  areas  including  Boston's  business 
community,  particularly  in  the  construction  industry.    One  can 
readily  see  that  even  with  the  City's  attempts  to  rid  itself  of  dis- 
criminatory practices,  there  were  still  many  barriers  to  overcome. 

In  realization  of  the  long  road  to  the  end  of  discrimination, 
the  City  of  Boston  has  attempted  to  address  those  discriminatory  prac- 
tices within  its  control.   In  addition.  City  officials  have  adopted 
an  attitude  that  allowed  them  to  address  those  barriers  that  exist 
with  respect  to  those  businesses  that  have  traditionally  done,  or 
will  do  business  with  the  City.   One  of  the  problems  had  been  to 
develop  methods  and  systems  that  would  work  toward  the  City's  goals 

to  bring  minorities  into  those  areas  that  have  been  traditionally 

4 
difficult  for  them  to  enter. 

As  the  tide  of  social  policies  turns  to  yet  another  stage,  the 
City  of  Boston  had  the  advantage  of  being  able  to  examine  the 
Affirmative  Action  Programs  of  the  past  decade,  so  that  an  affirmative 
action  program  could  be  developed  that  would  correct  the  past 
imbalances  and  address  the  demands  of  the  future. 

Wi-h  respect  to  increasing  access  and  volume  of  minority  par- 
ticipation in  the  City's  contracting  process,  the  19  75  policies 
proved  ineffective.   Research  by  the  Office  of  Minority  Business 
indicated  that  minorities  have  received  a  miniscule  num±3er  of  ccn^racc; 
under  the  19  75  minority  business  policies."   Contractors,  for  the  most 
part,  have  ignored  the  goals  of  the  City  for  minority  part:i.cipation 
in  the  contracting  process.   Because  of  deficiencies  such  as  a  lack 
of  formal  biddinc  Procedures  and  a  lack  of  a  v/orkable  anforremen" 
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mechanisnis  it  was  obvious  that  the  prograns  of  the  past  had  to  be 
changed,  in  order  to  reverse  the  trend  of  the  City's  contractors 
failing  to  extend  equal  opportunities  with  respect  to  minority  participa- 
tion in  its  contracts. 

The  City  of  Boston,  in  light  of  its  failures,  has  had  some 
successful  programs.  Affording  minorities  an  opportunity  to  enter  the 
contracting  process  had  been  helped  by  the  Affirmative  Action  Program 
for  the  construction  of  the  Occupational  Resource  Center.   The  City 
of  Boston  has  also  been  able  to  move  closer  to  its  goals  for  minority 
participation  in  its  administration  of  the  Local  Public  Works  Program. 
This  program  has  brought  minorities  into  the  contracting  process 
with  a  success  rate  never  before  achieved,  not  only  in  the  City  of 
Boston,  but  around  the  country  as  well.    The  success  of  the  above 
stated  programs  has  resulted  in  the  implementation  of  similar  programs 
and  policies  contained  in  the  "Supplemental  Minority  Participation 
Program"  of  the  City  of  Boston. 

It  is  the  position  of  the  City  of  Boston  that  this  program,  will 
help  it  to  move  closer  to  its  goal  of  rem.oving  racial  barriers  and 
thus  allowing  minority  participation  in  the  contracting  process.  This 
newly  designed  program  established  formal  bidding  procedures  and 
enforcement  mechanisms  which  in  light  of  the  City's  past  experiences 
should  prove  to  come  closer  to  the  City's  goal  for  minority  participa- 
tion in  all  aspects  of  municipal  goveimm.ent,  most  particularly  ins 
contracting  process. 


1.  See  Mayer  Kevin  H.White's  Press  Release  7/31/7  3  and  Ci~v  of  3c5~o: 
Supplemental  Ecual  Zmo Ic/m.ent  Ccoorrunif  .-.nti-Ciscrimir.anicr.  anc 
Aff:Lrma~ive  Acricn  Prccram  Con~rac~  Prevision 


:iv) 


•138- 


2.  Morgan  v.Kennigan  375?.supp.  410  (D.Mass) ,  af f ' d  sub  non . 
Morgan  v.Hennigan  375  f. 2d. 530  ( 1st . Cir. 1974 )  ,  csrt. denied  421 
U.S.'  963  (1975) 

3.  See  e.g.  Associated  General  Contractor  of  Massachusetts  v. Altshuler , 
490  F2d  9  (1st. Cir. 1973) ,  cert. denied  416  U.S. 957  (1974); 

Trustee  v.Voloe  Construction  Company ,  358  Mass.331.  264  N.E2d  G76 
(1970);  Black" Voters  v.  McDonough  565  F2d  ( 1st . Cir. 1977) 

4.  See  Associated  General  Contractors  of  Massachusetts  v.  Altshuler 
suDra 


5.  See  City  of  Boston,  Minority  Business  Office,  Minority  Business 
Studv,  May  1973 

6.  Western  Pennsylvania  v.  Kreps ,  573  F.2d  311  ( 3d. Cir . 1973 ) ; 

Rhode  Island  Chapter,  Associated  General  Contractors  v.  Krsps  sunra; 
Fullilove  V.  Kreps ,  443  F.Supp.  253  (S.D.  N.Y.  1977) 


"City  of  Boston  Supplemental  Minority  Participation  Section", 
shall  be  a  part  of  all  construction  contracts  awarded  by  the  City 
regardless  of  funding  source.  It  replaces  the  "City  of  Boston 
Supplemental  Equal  Employment  Opportunity  Anti-Discrimination  and 
Affirmative  Action  Program  Contract  Provision". 

Article  I  contains  definitions 

Article  II  is  concerned  with  the  percentage  of  Minority  Person 
work  hours  per  trade  for  each  Contractor's  total  workforce  and  each 
subcontractors  total  workforce. 

A.rticle  III  is  concerned  with  the  minimum  dollar  amounts  (in 
terms  of  percentages)  to  be  expended  by  Contractors  on  Minority 
Business  Enterprises  to  perform  work  and/or  supply  goods  and  services 
in  accordance  with  Mayor  Kevin  H.  White's  Executive  Order  enti-led 
"Encouraging  Minority  Business  Enterprise  effective  July  1 ,  1973. 


.Approved  as  to  form 


Cor-Doration  Counsel 


t-OZ. 


;\ 


■/-  \'.U< 


— r— r 

Direcror , 

M.inority    Business    ZzzL: 


(V) 
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PREFACS     10/ 15/79 


Pursuant   Co  Mayor  Kevin  H.   White's  Executive  Order  concerning  smvlayment 
of  Sastan  Xesidencs,   Minorities  and  females,  effective  October  15,   1979, 
Articles  I  and  II  of  the   'City  of  Boston  Supplemental   Minority  Participation 
Section"  have  been  amended.      This  amended  document  shall   be  :<nawn   as   the 
"City  of  3ostcn  Supplemental  Minority  Participation  and  Resident  Preference 
Section" 

Article  I  contains  definitions 

Article  II  is  concerned  vith   tha  percentage  of  -workhours  for  Minority 
Persons,   Boston  Residents  and  Females,   per  trade,    for  each  Contractor (s)    and 
subcontractor (s)    respective  workforce. 

Artici*  III  concerning  expenditures   to  :iinorxty  Business  Enterprises 
represents  no  substantive  changes  in  policies  established  July  1,   1973. 


Approved  as  foam: 


i 


Aeting^Carporation  Counsel 


! 


'<evi:i  i.   Wh^ze,   Mayor 


Clarence  J.    Janes,   Zeputy  Mayoi 


Jirgc-or,   EEO/Conzraca  ^sr:U- 


ance 
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CITY  OF  BOSTON 
SUPPLEMENTAL 
MINORITY  PARTICIPATION 
AND  RESIDENT  PREFERENCE  SECTION 


ARTICLE  I:  DEFINITIONS 

For  the  purpose  of  this  section,  the  following  terras  shall 
mean: 

A.  Awarding  Authority:   The  officer  of  the  City  of  Boston 
awarding  the  constr'action  contract  of  which  this  section  is  a  part. 

B.  Beneficial  Ownership  and  Control;   Ownership  of  at  least  51 
per  cent  of  the  voting  stock  or  propietary  interest:  in  any  corpora- 
tion, partnership  or  sole  proprietorship.  In  the  case  of  a  joint 
venture,  t.he  .Minority  Business  Enterprise  must  have  a  controlling 
interest  in  the  joint  venture  in  order  to  have  such  participation 
qualify  toward  meeting  the  requirements  of  ARTICLE  III.  The  existence 
of  any  agree-ments ,  options,  rights  or  conversion  or  other  restraints 
which  may  be  exercised  within  three  years  and  which,  if  exercised, 
would  reduce  mi.nority  ownership  or  control  to  less  than  t.he  requisite 
percentage,  shall  establish  that  t.he  e-xisting  enterprise  is  not  a 
Minority  Busi.ness  Enterprise. 

Beneficial  ownership  and  control  shall  include  but  noz.   be 
li.mited  co  the  following  criteria: 

a.  Ownership  of  each  class  stock; 

b.  Unrestricted  voti.ig  rights; 

c.  .Right  to  receive  profits  and  ail  ocher  benefits  attached 
to  ownership; 

d.  Financial  agree-Tiencs  between  t.he  corporate  and  perscnal 
members  cf  a  partnership,  joint  venture  or  other  forr.  of 
business ; 

e.  Minority  participation  in  the  manage.ment  of  the  enterprise ,  a.-.d 
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f.  The  percentage  of  work  to  be  perforined  by  the  workforce 
of  the  minority  business  enterprise. 

C.  Compliance  Unit;  The  Equal  Employment  Opportunity  Contract 
Compliance  Unit  of  the  City  of  Boston  Human  Rights  Commission. 

D.  Contract  Price;  The  proposed  base  contract  price  as  sub- 
mitted by  a  general  bidder  at  the  time  stated  for  the  opening  bids. 

E.  Impact  Areas :   Any  area  of  the  City  with  high  concentration 
of  minority  residents  so  designated  by  the  City  ci  Boston;  including 
but  not  limited  to  the  following  areas:  Roxfaury ,  North  Dorchester, 
South  End,  Jamaica  ?lain  and  Mattapan.  (See  Appendix  for  boundaries 
and  maps) . 

F.  Liaison  Committee;  A  committee  to  be  established  by  the 
Compliance  Unit  to  assist  in  the  implementation  and  compliance  with 
this  section. 

G.  Minority  Person;   An  individual  who  is  Black,  Hispanic, 
Asian  or  American  I.ndian. 

H.  Mi.iority  Business  Enterprise;  A  business  organisation  in 
which  at  least  51%  of  the  beneficial  ownership  is  held  by  one  or 
more  Minority  Persons. 

I.  Office  of  Mir.oritv  Business:  The  Office  of  Minoritv  Business 
of  the  Human  Rights  Commission  of  t-he  City  of  Boston  which  has 
primary  responsibility  for  identifying  and  verify i.-.g  minority  busi- 
ness, mcnitori.ig  City  Departments  and  contractors  for  compliance 
tc  t.he  City's  policy  for  Minority  Business  and  providing  technical 
assistance  to  City  Oepart-ents ,  contractors  dnd  Minority  Businesses. 

J.  Residence:   The  actual  orincioal  residence  zz   z'r.e   individual 
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where  he  or  she  normally  eats  and  sleeps  and  maintains  his  or  her 
normal  personal  and  household  effects.  Such  residence  may  be  es- 
tablished by  any  method  acceptable  by  the  Compliance  Unit  including 
but  not  limited  to  driver's  license  utility  bills  and  rent  receipts. 


AETICLE  II:  EQUAL  EMPLOYMENT  OPPORTUNITY  PROGRAM  FOR 

MINORITIES,  FEMALES  AND  30STGN  RESIDENTS (LABOR) 

A.  Anti-Discrimination  Affirmative  Action:  During  the  performance 
of  this  contract,  the  General  Contractor  shall  agree  and  shall  recuirs 
that  his  subcontractors  agree  to  the  following: 

1.  In  connection  with  their  performance  of  work  under  this 
contract,  the  Contractor  shall  not  discriminate  against  any 
employee  or  applicant  for  employment  because  of  race,  color, 
religious  creed, national  origin,  age  or  sex.  The  aforesaid 
section  shall  i.nclude  but  not  be  limited  to,  the  following: 
employment  upgrading,  de.motion  or  transfer,  recruit.ment 
advertising,  recruitment  layoff,  termination,  rates  of  pay 
or  other  forms  of  compensation,  conditions  or  priviledges 

of  employment,  and  selection  for  apprenticeship  or  other 
training  categories. 

2.  In  connection  with  the  performance  of  work  under  this  con- 
tract, the  Contractor  shall  undertake  in  good  faith 
affirmative  action  measures  designed  to  eli.minate  any  dis- 
criminatory bcurriers  i.i  t.he  terms  and  conditions  cf  emplcy- 
ment  on  the  grounds  of  race,  color,  religious  creed,  natio- 
nal origin,  age  and  sex,  and  to  eii-minate  and  remedy  any 
effects  of  such  discrimi.nation  m  the  past.  Such  affirmative 
action  shall  -..-.elude  positive  measures  to  ensure  equal 
opportunity  i.n  the  areas  of  hiring,  upgradi.ig,  demotion  or 
transfer,  r2cr-:it.T.e.".t ,-  layoff  or  termi.-.aticn ,  rata  of  c=m- 
tensation  ar.d   i.i-servic3  or  asorenticsshio  a.^.d  ether  -rai.-i.-c 
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programs.  Such  affirmative  action  shall  include  all  action 
required  to  guarantee  equal  employment  opportunity  for  all 
persons,  regardless  of  race,  color,  religious  creed,  natio- 
nal origin,  age  or  sex.  A  purpose  of  this  section  is  to 
ensure  to  the  fullest  extent  possible  an  adequate  supply 
of  skilled  trademen  for  this  and  future  City  public  construc- 
tion projects. 

B.  Workforce  Recuirements  (labor): 


1.  Minority  Workforce:  The  Contractor  and  its  subcontractors 
shall  mai.ntain  a  not  less  than  25%  ratio  of  minority  employee  maii- 
hours  to  total  employee  manhours  in  each  trade  worked  on  the  con- 
tract. 

2.  Boston  Resident  Workforce:   The  Contractor  and  its  subcon- 
tractors shall  maintain  a  not  less  than   30%  ratio  of  3oston  Resident 
employee  manhours  to  total  employee  manhours  in  each  trade  worked 

on  this  contract. 

3.  Female  Workforce:  The  Contractor  and  its  subcontractors 
shall  maintain  a  not  less  than  10%  ratio  of  female  employee  manhours 
to  total  employee  manhours  in  each  trade  worked  on  this  contract. 

4.  The  workforce  requirements  of  paragraphs  ( IJ  ,  (2)  and  (3) 
above  shall  apply  to  each  trade  that  appears  on  the  lis-  of 
"Classification  and  ;4inimum  Wage  Rates"  as  determined  by  the  Commisic 
ner  of  Labor  and  Industries  under  the  provisions  of  Chapter  149, 
Sections  26  through  2TG,  of  the  General  Laws  of  Massachusetts,  as 
amended. 

3.  The  Contractor  and  its  subcontractors  shall  be  deemed  to 
be  in  ccmpiianca  with  paragraphs  (11 ,{2)  and  (3)  above,  if  said 
Contractor  has  comoliad  with  Section  Z,    oaraarach  6.  and  has 
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demonstrated  to  the  satisfaction  of  the  Compliance  Unit  and 
Liaison  Committee  that  said  Contractor  has  taken  all  reasonable 
steps  to  so  comply  with  the  provisions  of  this  Article. 

C.  Training ;  The  Contractor  and  its  subcontractors  shall  fill 
not  less  than  50%  of  all  training  categories  with  Boston  Residents, 
provided  that  whenever  possible  a  greater  percentage  of  Boston 
Residents  shall  be  utilized  in  all  training  and  apprenticeship 
categories. 

D.  General  Procedures: 

1.  Pre-Bid  Conference:   The  Awarding  Authority  in  conjuction 
with  the  Contract  Compliance  Unit  may  conduct  at  least  one  pre-bid 
conference  to  explain  the  workforce  requirements  of  this  Article. 
At  such  conference  the  Awarding  Authority  or  Contract  Compliance 
Unit  shall  inforsi  all  parties  thereto  in  writing  of  the  names, 
street  addresses,  and  telephone  numbers  of  all  designated  job  re- 
ferral agencies. 

2.  Liaison  Committee: 

a.  There  shall  be  established  by  the  Compliance  Unit  a 
body  known  as  the  Liaison  Committee.  This  Committee  shall 
be  composed  of  one  representative  each  from  the  following: 

1.  The  Director  of  the  Compliance  Unit 

2.  City  of  Boston  ;'LLnority  Business  Office 

3.  City  of  Boston  Employment  i  Economic  Policy 
Administration 

4.  City  of  Boston  Office  of  Federal  Relations 

5.  .Association  of  General  Contractor 

5.  Building  Trades  Employers  Association 

7.  Building  Trades  Council 

3.  Third  World  Jobs  Clearinghouse 

9.  Contractors  Associacicn  of  3os-on 
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10.  Boston  Jobs  Coalition 

11.  Greater  Boston  Y.w.c.A. 

12.  Community  Task  Force  on  Construction 

13.  Recruitment  and  Training  Program 

b.  The  Compliance  Unit  Director  or  his  designee  shall  chair 
each  meeting.  The  Chairperson  shall  vote  only  in  the  event 
of  a  tie.  All  other  members  of  the  committee  shall  have 
one  vote.  All  decisions  of  the  Liaison  Committee  shall  be 
made  by  majority  vote. 

c.  The  Contractor,  its  subcontractors  and  the  Awarding  Authori- 
ty shall  recognize  the  Liaison  Committe  as  an  advisory 
body  and  consult  and  cooperate  with  it  on  ail  matters 
related  to  .Minority  Person,  Boston  Resident  and  female 
recruitment,  referral,  employment,  training  and  on  going 
implementation  of  and  compliance  wit.h  t.^is  Article. 

d.  The  Liaison  Committee  shall  hold  mont.hly  meeti.-igs  to 
assure  compliance  with  this  Article.   Liaison  Committee 
meetings  shall  be  ope.n  to  the  public. 

e.  The  Liaison  Committee  shall  make  recommendations  to  the 
Compliance  Unit  and/or  Awarding  Authority  wit.h  respect  to 
necessary  actions  to  assure  compliance  with  this  Article. 

f.  All  information  received  by  t.he  Awarding  Authority  or 
Compliance  Unit  with  respect  to  compliance  wit.h  t.he 
Article  shall  be  aiade  available,  to  zhe   liaison  Committee, 
upon  request*  after  7  days  of  said  request. 

g.  No  voting  representative  of  the  Liaison  Committee  shall 
be  removed  frcm  or  added  -o  said  ccncnittae  except  by  a 
majority  vote  of  the  committee. 
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E.      Coracliance   After  Contract:   Award 

■—       -  -  _  _        

1.  The  Contractor  and  its  subcontractors  shall  prepare  and 
submit  to  the  Awarding  Authority  weekly  nianpower  utilization  reports, 
in  a  form  approved  by  the  Awarding  Authority,  not  later  than  the 
Tuesday  following  each  week  work  is  performed.   Said  report  shall 
include  hours  worked  in  each  trade  and  job  category  by  each  employee 
identified  as  (1)  Minority  or  non-minority;  (2)  Resident  or  non- 
resident; amd  (3)  female  or  male.   Said  report  shall  also  include 
each  employee's  name,  street  address  and  telephone  number. 

2.  Referral  orders  and  records  of  each  Contractor's  and  sub- 
contractors' attempts  to  recruit  minorities,  resident  and  female 
employees  shall  be  maintained  and  made  available  to  the  Compliance 
Unit  upon  request  after  7  days  of  said  request. 

3.  In  the  hiring  of  minorities,  residents  and  females  as 
journeymen,  apprentices,  advanced  -rainees ,  trai-'iees  and  helpers, 
t-he  Contracror  and  its  subcontractors  say  rely  on  traditional 
referral  methods  utilized  by  t.he  construction  industry,  and  shall 
also  rely  on  referrals  from  the  Employment  and  Economic  Policy 
Administration  (SS?A)  and  its  designees  such  as:   ABCD,  OIC,  Third 
World  Jobs  Clearinghouse,  Boston  Jobs  Coalition,  RT?,  TWCA,  and 
other  community  based  organizations  as  from  time  to  time  exist,  to 
provide  minority  persons,  Boston  residents,  and  females.   Referrals 
of  Minority  Persons, '  Boston  Residents  and  females  will  be  done  v:.a 
the  existi.".g  E2PA  designed  and  coordinated  city-wide  referral 
mechanisms  for  jobs  in  construction  as  formalized  by  Third  World 
Jobs  Clearinghouse  utilizi-^g  t.he  aforementioned  designees. 
De-designation  of  t.he  aforementioned  community  based  referral 
agencies  shall  be  recommended  by  ESPA  and  approved  by  the  Liaison 
Committee. 

4.  The  Compliance  Unit  and  any  so  designated  representative 
of  the  liaison  Ccmmit-ree  shall  have  t.he  right  of  access  to  the 
construction  sice  in  order  z'r.az    cn-siza  visics  .•nay  ce  conduc-ed. 
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5.  The  Contractor  and  its  subcontractors  shall  provide  all 
information  and  reports  required  at  the  request  of  either  the  Awarding 
Authority  or  the  Compliance  Unit  and  shall  permit  access  to  its 
facilities  and  amy   books,  records  accounts  and  other  source  of  infor- 
mation which  may  be  determined  by  the  Compliance  Unit  with  respect 
of  the  employment  of  personnel.  This  paragraph  shall  apply  only  to 
information  pertinent  to  compliance  with  this  Section.   Where  informa- 
tion required  is  in  the  exclusive  possession  of  another  who  fails 
or  refuses  to  furnish  t.his  information,  the  Contractor  shall  so 
demonstrate  to  the  Compliance  Unit  and  shall  set  forth  what  efforts 
he  has  made  to  obtain  this  i.iformation. 

S.  For  any  trade  described  in  section  (3)  (4)  above,  for  which 
the  contractor's  or  subcontractors'  weekly  manpower  utilization  re- 
port, paragraph  (1)  above,  indicates  the  workforce  requirements  of 
section  (3)  (1),  (2)  and/or  (3)  were  not  met,  t-he  Contractors  and 
its  subcontractors  shall  submit  along  wit.h  said  report  a  statement 
setting  forth  the  following  i.nformaticn: 

(a)  The  names  of  all  persons  who  applied  for  work  i.i  that 
trade  indicati.ng  which  persons  were  (I)  Minority 

(2)  a  Resident  and  (3)  Female. 

(b)  The  reasons  any  person  identified  as  (1)  MJ-nority 
(2)  Resident  or  (3)  Female  was  not  hired. 

(c)  The  reasons  why  any  person  ide.itifiad  as  (1}  Minority 
(21  a  Resident  or  (3)  Female,  was  employed  fewer  hours 
than  {11  non-mi.norities,  •;21  non-  residents  or  (3) 
male  employees. 

(dl  All  efforts  by  the  Contractor  or  its  subconcractors 
to  effectuace  the  recuirements  2f  Section  (bl  ''11  (2) 
and  {  3 !  . 
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F.  Pre-Construction  Conference;  Prior  to  the  cotnmen cement  of 
work  for  this  contract  the  Awarding  Authority  in  conjunction  with 
the  Contract  Complicmce  Unit  shall  conduct  at  least  one  pre-construc- 
tion  conference  to  explain  the  workforce  requirements  of  this 
article.  The  contractor  and  its  sub-contractors  must  attend  the  ore- 
construction  conference  and  sign  a  copy  of  the  pre-construction 
minutes  to  indicate  that  he  understands  the  requirements  of  this 
article. 

G.  Non-Compliance; 

1.  Whenever  the  Compliance  Onit  Awarding  Authority,  or  Liaison 
Committee  believes  the  contractors  or  its  sub-contractors  may  not 
be  operating  in  compliance  with  t.he  terms  of  t.his  article,  the 
Compliance  Unit  shall  notify  the  contractor  and  siob-contractors , 
conduct  an  investigation,  and  shall  upon  request  report  the  find- 
ing of  said  investigation  to  the  Liaison  Committee  wit.hin  seven 
days  after  completion  of  said  investigation. 

2.  In  the  event  that  t.he  contractor  or  any  sub-contractor  fails 
or  refuses  to  comply  wit.h  requirements  of  this  article,  the  Awarding 
Authority  may  upon  recommendation  of  the  Compliance  "Jnit  or  Liaiscn 
Committee  impose  one  or  more  of  the  following  sanctions,  as  it  may 
deem  appropriate  to  attain  full  and  effective  enforcement. 

a.  The  suspension  of  any  payment  or  part  thereof  due  or 
to  become  due  under  the  contract  until  such  time  as 
t.he  contractor  or  any  sub-contractor  is  able  to  demons- 
trate his  compliance  with  the  terr^  of  this  ccntrac-. 

b.  The  termination  of  the  contract,  in  whole  or  in  part, 
unless  the  contractor  or  any  sub-contractor  is  able  -o 
demonstrate  wichin  a  soecified  time  his  compliance  viih 
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the  tarnis  or  the  contract,  or  demonstrate  that  he  was 
cind  is  incapaile  of  having  so  complied  and  complying. 

c.  The  recovery  by  the  Compliance  Unit  from  the  general 
contractor  of  1/lOth  or  1%  of  the  contract  award  price, 
in  the  nature  of  Liquidated  damage,  or  if  a  sub-con- 
tractor is  in  non-compliance,  the  recovery  by  the 
Compliance  Unit  from  the  general  contractor,  to  be 
assessed  by  the  general  contrac-tor  as  a  backcharge 
against  the  sub-contractor,  1/10 th  of  1%  of  the  sub- 
contractor price,  in  the  nature  of  liquidated  damages, 
for  each  week  that  such  party  fails  or  refuses  to 
comply. 

d.  The  denial  to  the  general  contractor  or  any  sub-contrac- 
tor of  the  right  to  participate  in  any  future  contracts 
awarded  by  the  Awarding  Authority  for  a  period  of  up 

to  three  (3)  years. 

If  the  Awarding  Aut.hority  does  not  follow  the  recommendation  o: 
the  Liaison  Committee  or  Compliance  Unit  it  shall  within  30  days 
state  in  writing  to  t.he  Liaison  Committee/Compliance  Unit,  the 
reason (s)  for  not  imposing  said  recommendation. 

H.  Severability :   The  orovisions  of  this  article  are  severable, 
and  if  any  of  these  provisions  shall  be  held  unconstitutional  by 
'any  court  of  competent  jurisdiction  t.he  decision  of  such  court 
shall  not  affect  or  i.Tioair  anv  of  the  rsmai.iing  orovisions. 


ARTICLE  III:   MINORITY  BUSINESS  UTILIZATICM  IMBU) 


A.  Ixte.".ditures  on  ;iir.or::.-v  Business  E.-icarsriaes : 

■I  -  -  .  .  ■■- 

1.    The   amount    required   to   be   expended  en   .Minority   Business 
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Enterprise(s)  by  the  general  contractor  shall  be  determined 
in  accordance  with  the  City's  policy  on  Minority  Business  Partici- 
pation in  impacted  and  non-impacted  areas,  as  defined  in  Mayor 
Kevin  H.White's  Executive  Order  "Encouraging  Minority  Business 
Enterprises",  effective  July  1,1973  which  states  in  part: 

"At  least  ten  percent  of  the  value  of  all  construction, 
goods  and  services  procured  by  the  City  during  each 
fiscal  year  will  be  obtained  from  Minority  Business 
Enterprises  . . . 

Thirty  percent  of  all  construction  work  to  be  performed 
in  impacted  areas  shall  be  contracted  to  Minority  Busi- 
ness Enterprises". 

2.  Except  as  provided  in  paragraph  three  below,  t.he  general 
bidder  shall  expend  not  less  than  %  of  its  contract  price 

on  .'-linority  Business  Enterprises  for  the  performance  cf  work  and/or 
the  supply  of  goods  and  ser-zices. 

3.  The  general  bidder  shall  expend  not  less  than  3 


on  Minority  Busi.ness  Enterprise  (s)  for  che  performance  of  work 
and/or  the  supply  of  goods  and  services, 

3.  General  Procedures  for  Compliance  wit.h  the  Minority 
Business  Utxl:.zat:xon  Recujiremencs  : 

1.  A  pre-bid  conference  may  be  conducted  by  the  Awarding 
Authority  in  conj'-inction  with  t.he  Office  of  Mi.nority  Business  in 
order  to  familiarize  bidders  wich  t.ne  purpose  and  operation  of 
chis  Article  III  en  .Minoricy  Business  Utilization. 

2.  Any  minority  busi.iess  may  aooly  to  the  Office  of  Mi.".cr:.ty 
Business  for  a  decarmindcicn  and   -.-'^rif ic^tic   of  its  minority 
status  for  the  purposes  cf  any  contract  funded  oy  the  City  cf 
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which  this  article  is  a  part.  Application  shall  be  made  on  the 
attached  Minority  Business  Identification  Statement  (MBU-ISA) . 

3.  The  Office  of  Minority  Business  shall  prepare  and  publish 
from  time  to  time  a  list  of  Minority  Business  Enterprises  that 
conform  with  the  definition  of  Minority  Business  Enterprises  provided 
in  Article  I  above.   Bidders  may  rely  upon  the  most  current  list 
published  by  the  Office  of  Minority  Business  as  of  t.he  time  of 
project  advertisement  as  a  list  of  bona  fide  Minority  Business 
Enterprises.  The  Office  of  Minority  Business  may  make  available  to 
prospective  bidders  other  information  regarding  Minority  Business 
Enterprises  for  the  purpose  of  implementing  these  sections.   This 
section  shall  not  be  construed  as  limiting  or  in  any  way  confining 
bidders  in  seeking  out,  selecting  or  ot.herwise  negotiating  wit.h 
Minority  Business  Enterprises  for  t.he  purpose  of  complying  with 
these  sections  concemi-ig  Minority  Business  Utilization.  Bidders 
may  e.xercise  t,heir  cwn  judgement  in  selecting  any  Mi.iority  Business 
Enterprise  to  perform  any  portion  of  the  work  or  to  supply  any 
goods  or  services.  In  t-he  event  that  the  bidder  selects  a  minority 
business  that  is  not  included  on  the  aforementioned  list  supplied 
by  the  Office  of  Minority  Business,  the  minority  status  of  said 
minority  business  shall  be  reviewed  by  the  Office  of  Minority 
Business  for  verification  of  its  minority  business  status. 

C.  Bid  Submission  Procaduras  for  Compliance  with  this 
Seczi-on  on  Minor:. ty  Business  J t-l-zation:      

1.  The  bid  submission  procedures  of  Articia  III  shall  be 
constr'jed  and  read  in  a  manner  that  is  not  inccnsiscant  wi-.-i 
Massachusetts  General  Laws  i.icluding  but  no-  limited  to  G.L.C. 
149  33:  44A-44L  inclusive  and  G.L.C. 30  53:  39A-40.  Failure  to  con- 
form wit.h  these  bid  submission  procedures  shall  rander  a  bid  r.cn- 
rasoonsive  and  t.^.us  orovide  a  basis  for  ra-ecticn. 
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2.  3id  Opening:  Each  bidder  shall  submit  with  his  bid  a 
completed  Minority  Business  Utilization  rorin(MBU-F)  listing  each 
Minority  Business  Enterprise  the  general  contractor  intends  to 
utilize  on  the  proposed  City  project. 

3.  Post  Bid  Opening;  No  later  than  ten (10)  working  days  after 
the  date  of  General  Bid  Opening  the  lowest  responsible  and  eligible 
general  bidder  as  deterinined  by  the  Awarding  Authority  shall  submit: 

a.  A  completed  Minority  Business  Utilization  Letter  of 
Intent  form(MBU-LI)  for  each  Minority  Business  listed 
under  item  2  of  form  (MBU-?) . 

b.  A  completed  Minority  Business  Identification  Statement 
(MBU-IS-A)  for  each  Minority  Business  Enterprise  listed 
on  a  bidder's  form(MBU-?!  and  submitted  at  the  time  of 
Bid  Opening  but  is  not  included  in  the  Minority  Business 
Directory  published  by  the  Office  of  Minority  Business. 

4.  Contract  with  the  Minority  Business  Enterprise;  The  bidder 
shall  execute  a  contract  with  each  Mi.nority  Business  Enterprise 

for  which  he  has  submitted  a  form(MBU-F)  for  t.he  performance  of  work 
or  the  supply  of  goods  or  services,  except  as  provided  in   Section 
D-6  belcw.  The  bidder  shall  submit  a  copy  of  said  contract  to  t.he 
.Awardi.ig  Authority  as  soon  as  it  is  executed.  The  Awarding  Authority 
may  disapprove  payment  for  all  work  performed  en  a  project  'ontil 
a  copy  of  said  contract  is  submitted. 

3.  Procress  Reoorz:  Prior  to  cr  at  the  ti.-ne  the  ce.aerai  contrac- 
tor  requests  froni_the  Awardi.-ig  Authority  payment  pursuan.  to 
.M.G.L.C.30,  3:39G,  the  general  contractor  shall  submit  co  the 
Awarding  Authority  a  Mi.ioricy  Business  Utilization  Progress  Report 
form i.MBU- PP.)  for  each  Minority  Business  Enterprise  engaged  en  the 
project.  A  copy  of  the  same  shall  simultaneously  be  sen-  to  che 
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respective  Minority  Business  Enterprise  and  the  Office  of  Minority 
Business . 


D.  Criteria  for  Determining  Compliance  with  Bid 
Sobmission  Procedures: 


1.  Access  to  Information:   The  contractor  and  sub-contractors 
shall  provide  all  information  and  reports  requested  by  the  Awarding 
Authority  or  the  Office  of  Minority  Business  and  will  permit  access 
to  its  facilities  amd  any  books,  records,  accounts  with  financial 
institutions,  and  other  sources  of  information  which  may  be  deter- 
mined by  the  Authority  or  Office  of  Minority  Business  to  be  rele- 
vant to  compliance  with  the  requirements  of  Article  III.   Where 
the  information  requested  is  in  the  exclusive  possession  of  another 
party  who  fails  or  refuses  to  furnish  information,  the  contractor 
shall  so  report  to  the  Office  of  Minority  Business  and  shall  set 
forth  what  effort  he  has  made  to  obtain  this  information. 

2.  Investigation  and  Review;   The  Office  of  .'-li.iority  Business 
shall  designate  a  Compliance  Monitor  to  investigate  and  review  the 
compliance  of  the  apparent  lowest,  responsive  and  eligible  bidder, 
and/or  any  other  bidder  with  the  requirements  of  this  section.  Such 
investigations  shall  be  conducted  separately  for  each  bidder  and 

a  final  determination  of  compliance  shall  be  made. 

3.  Issuance  of  Determi.iation  of  Comoliance:  T-he  Office  of  Minori 
ty  Busi.ness  shall,  based  on  the  above  investigations,  make  a  final 
decermi.nation  as  to  whether  a  bidder  is  in  ccmplia.ice  wizh   the 
Minority  Business  Utilization  requireme.ncs  of  tr.LS   article.  The 
written  determination  of  the  Office  shall  include  facts  and  reasons 
as  set  forth  in  paragraphs  4  and  5  below,  a  copy  of  which  shall  be 
sent  to  the  Awarding  Authority  and  -.he  bidder.  A  contract  between 
the  Awardi.ig  Authority  and  uhe  general  biider  shall  -cc  be  axe-jutad 
■^ncil  a  determination  chat  t.he  bidder  is  ir.  romoLianca  with  this 
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article  has  been  issued  to  the  Awarding  Authority  by  the  Office 
of  Minority  Business. 

4.  General  Compliance;  Before  issuing  a  determination  of  com- 
pliance, as  provided  in  paragraph  3  above,  the  Office  of  Minority 
Business  must  find  that  the  bidder  has  complied  generally  with 
the  requirements  set  forth  in  this  Article. 


A  FINDING  BY  THE  OFFICE  OF  MINORITY  BUSINESS  THAT  A 
BIDDER  HAS  FAILED  GENERALLY  TO  COMPLY  WITH  THE 
REQUIREME:JTS  set  forth  in  article  III  SHALL  CONSTITUTE 
A  SEPARATE  BASIS  FOR  REJECTION  OF  THE  BID,  BY  THE 
AWARDING  AUTHORITY. 


5.  Comolation  of  Forms:   Before  issuing  a  determination  of 
compliance,  as  provided  in  paragraph  C  above,  the  Awarding 
Authority  shall  make  a  finding  that  the  forms  provided  for  in 
Article  III,C,2,3  and  4,  afcove,  are  materially  complete.  If  the 
ahove  forms  are  materially  incomplete,  the  Awarding  Authority  shall 
treat  the  bid  informal  as  to  substance  and  shall  issue  a  determina- 
tion of  non-compliance.  If  the  above  forms  are  inccmpiate  in  ether 
respects  ,  the  Awarding  Aut.hority  shall  treat  the  bid  as  informal 
and  may  waive  the  i.niormalities  upon  the  satisfactory  completion 
of  the  required  information  by  the  bidder  and/or  t.he  Mi.tority  Busi- 
ness Enterprise.  A  finding  of  material  incompleteness  may  constituts 
separate  grounds  for  rejection.  The  Office  in  its  discretion  Tiay 
revise  all  .''IBU  forms  from  time  to  ti.iie  in  order  to  efficiently 
implement  tnis  article. 

5.  Sahstituticn:   In  the  event  that  a  bidder  desires  to  subs- 
titute a.'iotner  Minority  Business  E.-.tarprise  for  zne   n^nied   m  the 
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form  MBU-F,  the  bidder  shall  request  in  writing,  authorization 
to  substitute  from  the  Office  of  Minority  Business  and  send  a  copy 
of  the  same  request  to  the  Minority  Business  named  on  the  form. 
The   request  shall  set  forth  facts  and  reasons  for  substitution. 
After  investigating  the  request  the  Office  of  Minority  Business 
shall  make  a  determination  whether  to  authorize  the  request  for 
substitution.  The  Awarding  Authority  shall  not  under  any  circumstances , 
authorize  a  request  if  the  Office  of  Minority  Business  determines 
the  purpose  of  the  request  is  primarily  to  engage  another  Minority 
Business  Enterprise  at  a  price  lower  than  the  .'-linority  Business 
Enterprise  on  form  ."-IBU-F  submitted  at  bid,  provided  that  all  subs- 
titutions shall  be  made  in  conformity  with  Massachusetts  General 
Laws  governing  such  substitutions.  The  Office  oif  Minority  Busi.iess 
shall  be  responsible  for  determini.ng  whet.her  the  suggested  subs- 
titution is  a  bona  fide  Minority  Business  Enterprise. 
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APPENDIX   I 
IMPACTED   AREAS 


1.  As  provided  in  Article  III,  section  A,  those  areas  in  which  a 
contractor  shall  expend  (30%)  on  iMinority  Business  Enterprises  are 
described  as  the  following: 

Starting  at  the  intersection  of  Lincoln  Street  and   Stuart  Street 
northerly  along  Lincoln  Street  to  Essex  Street.  Thence  southerly 
along  Washington  Street  to  Stuart  Street.  Thence  along  Stuart  Street 
to  Park  Street.  From  Park  Street  along  Stuart  Street  to  Clarendon 
Street.  Thencs  northwesterly  Soylston  Street  westerly  to  the  Back 
Say  Fens  Park  Drive  to  the  3oston-Brookline  Town  Line,  along  the 
Jamaica  Way  to  Bynner  Street,  sourtherly  along  Center  Street  South 
Street  to  Arborway  easterly  to  Forest  Hills  Square  -  Hyde  Park 
Avenue  southerly  to  Wal.k  Hill  Street.  Wal.k  Hill  Street  to  American 
Legion  Highway  sout-herly  to  Cummi.is  Highway  -  Greenfield  Street, 
Rector  Road  to  River  Street  northeasterly  to  Mattapan  Square 
northerly  along  River  Street  to  Ridgeview  Avenue  northerly  to 
Woodbole  Avenue  and  Morton  Street.  Thence  to  Pierce  Square.  T.'ie.nce 
northerly  along  Dorchester  Avenue  to  Columbia  ?.oad.  Thence  tumi-ig 
westerly  to  Edward  Everett  Square  and  Massac.huse-cts  Avenue  to 
Midland  Division  Rail  Road  northerly  to  Ficzgeraid  Expressway 
northerly  along  Expressway  to  point  of  origin. 

2.  Any  questions  as  to  whether  a  specific  project  or  part  t.^ereof 
falls  withi-T.  an  i.Tipactad  areas  shall  be  determined  by  the  Director, 
Office  of  M_inority  Business,  Room  401,  Boston  City  Hall,  at 
number  725-3133. 
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APPENDIX   rV 


Minoritv  Business  Utilization  Identification  Statement (MBU-ISA) 

A  form  made  available  by  the  Awarding  Authority  to  be  completed  and 
signed  by  the  Minority  Business  Enterprise  and  containing  certain 
information  with  respect  to  the  control  and  ownership  of  the  Minori- 
ty Business  Enterprise.  A  copy  of  this  form  must  be  forwarded  to 
the  Minority  Business  Office  for  verification  and  filed  in  the 
Minority  Business  Enterprise  folder. 

Minority  Business  Utilization  ?orm(MBU-F) 


A  form  made  available  by  the  Awarding  Authority  requesting  certain 
information  with  respect  to  worJ^  to  be  performed  and  goods  or  ser- 
vices to  be  supplied  by  the  .Minority  Business  Enterprise.  A  com- 
pleted form  must  be  submitted  with  each  general  bid,  and  a  copy 
forwarded  to  the  .Minority  Business  Office. 

Minority  Business  Utilization  and  General  Contractor's  Letter  of 
Intsnc(.MBU-LI) 

A  form  made  avsulable  by  the  Awarding  Authority  to  be  submitted  by 
the  lowest  bidder  no  later  than  ten  working  days  after  bid  opening. 
This  form  is  to  be  signed  by  both  the  general  contractor  and  the 
Minority  Business  Enterprise  and  forwarded  to  che  M-inority  Business 
Office. 

Minoritv  Business  Utilization  Prcarsss  Seaort ; MBU-PR) 

A  report  required  to  be  submitted  to  the  Awarding  Aurhoricy  and 
forwarded  to  the  Minority  Business  Office  ar  che  time  of  submitting 
a  request  to  the  Awarding  Authority  either  for  a  reduction  in 
retaining  or  final  payment  for  ccmplecicn  of  a  pro-ect.  The  form 
will  indicate  the  dollar  amount  to  date  remitted  to  che  M-inoriry 
Business  Enterprise.  The  Minority  Business  Office  will  be  responsible 
for  verification  of  the  reported  dollar  amounts. 

Final  M-inoritv  Business  Utilization  Report  ;MBU-r?P.) 

A  form  made  available  by  the  Awarding  Authority  to  be  completed 

by  the  general  concraccor  upon  ccmplecicn  of  t.he  project  and  submitted 

to  the  Awarding  Authority.  The  Awarding  Authority  will  for-vard  a 

copy  to  t.he  .Minority  Business  Office  for  verification  of  final  MJ.ncri- 

ty  Business  Utilization  prior  co  final  payment. 
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i 


CITY  OF  BOSTON 

OFFICE  OF  MINORITY  BUSINESS  ENTERPRISE 

IDENTIFICATION  STATEMENT 


Name  of  Business; 
Business  Address: 


Business  Telaohone: 


Name(s)  and  Title(s)  of  persons  completing  this  statement; 
Name:  Title: 


1.  Legal  form  of  the  above  named  business  (check  one) : 

A.  Corporation (also,  complete  item  numter  11  below) 

3.  Sole  proprietorship  (also .complete  item  number  14  below) 

C.  ■■^neral  partnership  (also, complete  item  number  12  below) 

D.  Limited  partnership  (also , complete  item  number  13  below) 

E.  Joint  Venture  (attach  a  copy  of  the  executed  ;oint 

venture  agreement) 


Other  (describe) : 


2.  State  the  percentage  of  ownership  by  Trembers  of  .-ninority  groups 
in  the  above  named  business:        % 


'or  questions  3  through  T  below,  identify  with  an  asterisk (*! , 
:hose  persons  who  are  .-nembers  of  a  minoriv/  group. 
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If  there  are  any  finance  (i.e.locin)  agreements  between  the 

minority  and  non-minority  parties  (individuals  or  businesses)  that 

have  an  ownership  interest  in  the  fir^i,  a  copy  of  such  agreements 
must  be  siibmitted  with  this  form. 

List  below  the  names  of  all  persons  who  decide  the  geographical 
location  in  which  the  business  will  operate: 


5.  List  below  the  names  of  all  persons  who  are  signatories  to  the 
company's  performance  bonds: 


List  below  the  names  of  all  persons  authorized  to  hire  and 
discharge  company  employees: 


3.  Are  any  of  the  persons  listed  in  6(A)  authorized  to  discharge 

an  employee  who  is  a  member  of  a  minority  croup,  who  also 

has  an  ownership  interest  in  the  above  named  business? 

ves       no 


7.  List  belcw  the  names  of  all  persons  who  super'/ise  or  manage  the 
jobs  performed  by  the  above  named  business: 
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3.  Indicate  below  the  source (s)  of  capital  of  the  minority  business 
enterprise:  sources  of  capital  include,  but  are  not  limited  to: 
(a)  personal  savings;  (b)  proceed  from  any  sale  of  real  or  per- 
sonal property  {if  sale  was  transacted  within  six  months  prior  to 
this  statement,  state  date  when  sales  contract  was  executed) ; 
(c)  personal  loan  (if  made  within  six  months  prior  to  this  state- 
ment, state  date  of  transaction  and  name  of  lender) ;  (d)  institutio- 
al  loan  (if  made  within  six  months  prior  to  this  statement,  state 
date  of  transaction  and  name  of  institution) ;  (e)  gift;  and  (f) 
other  (specify)  : 


Source (s)  of  capital  (indicate  with  letter  from  above) 


If  any  of  the  source (s)  listed  above  in  item  number  3,  were  a  gift, 
complete  the  following  (use  reverse  side  of  page  if  needed) : 

Mame  of  donor:  

Date  of  cifz: 


Gift  conditions,  if  any: 


Was  the  donor  a  minority  person  or  minority  business? 

yes    no  

10.  If  any  of  the  source (s)  listed  above  in  item  number  3,  were  a 

personal  or  institutional  loan,  complete  the  following  (use  reverse 
side  of  page  if  needed) : 

Mame  of  lender: 


Dare  or  loan  agreement: 


Was  the  lender  a  minority  person  or  Tanoriry  institution? 
yes   no. 
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What  are  the  terms  of  repayment: 


11.  To  be  completed  by  corporations  only: 

A.  Number  of  shares  and  class  authorized: 
Shares  authorized:  Class: 


3.  Number  of  shares  issued  as  of  the  data  of  this  statement: 
Shares  authorized:  Class: 


C.  List  below  the  names  of  all  shareholders  who  are  members  of 
a  Jiinority  group  and  the  number  of  shares  and  class  held  by 
each  such  shareholder: 

Name:  Shares/Class: 


Cescribe  belcw  the  votinc  ocwers  of  each  class  of  s-ock: 
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E.  Are  there  any  known  agreement (s)  among  the  shareholders 
which  restrict  the  voting  powers  of  shareholders  who  are 
members  of  minority  groups: 

yes   no 


If  "yes"  is  checked,  describe  below  all  such  restrictions 


F.  Are  there  any  known  restrictions  to  limit  the  voting  rights 
or  members  of  minority  groups ,  pursuant  to  the  corporation 
by-law  of  articles  of  incorporation  or  otherwise? 

yes   no 


If  "yes"  is  checked,  describe  below  all  such  restrictions; 


s 


Are  shareholders  who  are  members  of  a  minority  group  aware  of 
the  above  restrictions  chac  incumber  their  voting  rights? 

yes   no  _ 


G.  List  below  the  names  of  all  members  of  the  3oard  of  Directors, 
Identify  with  an  asterisk (*)  those  directors  who  are  members 
of  a  minority  group. 


H.  State  the  names  of  all  minority  persons  who  are  officers  o; 
the  corporation  and  their  position (s] : 
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Describe  and  explain  any  changes  in  the  duties,  powers, 
by-laws,  or  personnel  made  during  the  past  six  months  with 
respect  to  principals,  officers  and  directors  of  the 
corporation: 


12.  To  be  completed  by  general  partnership  only: 

A.  List  below  the  naunes  of  all  partners  and  the  amount  of  each 
partner's  initial  investment.  Identify  with  an  asterisk (•) 
those  partners  who  are  members  of  a  minority  group: 

Name :  Amount : 


3.  If  any  of  the  partners  obtained  their  interest  within  the  last 
six  months  state  the  names ,  date  interest  was  acquired ,  and 
purchase  price  and  from  whom  said  interest  was  acouired: 


13.  To  be  completed  by  limited  partnerships  only: 

A.  List  below  the  names  of  all  the  general  partnerships  and  each 
general  partners  initial  investment.  Identify  wi-h  an  asterisk;*; 
those  general  partners  who  are  members  of  a  minority  group: 


IIP  S  P.- 2  6 


166- 


MBU-IS-A 


B.  List  below  the  names  of  ail  the  limited  partners  and  each 

limited  partner's  initial  investment.  Identify  with  an  asterisk (*) 
those  limited  partners  who  are  members  of  a  minority  group: 


If  a  corporation  is  a  general  partner,  state  the  percentage  of 
shares  in  the  corporation  owned  by  minority  persons: 


D.  If  any  of  the  general  or  limited  partners  obtained  their 
interest  within  the  last  six  months ,  state  the  names ,  date 
interest  was  acquired,  purchase  price,  and  from  whom  said 
interest  was  acquired: 


14.  To  be  completed  by  sole  proprietorships  only: 

If  title  to  the  business  was  sold  or  made  a  gift  to  the  present 
owner  state: 

A.  The  date  that  title  was  transferred  to  the  present:  owner: 


B.  The  name(s)  of  the  previous  owner (s)  of  the  business: 


C.  The  purchase  price,  if  the  business  was  sold  3 
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15.  To  be  completed  by  suppliers  only: 

A.  Does  your  business  stock,  on  property  owned  or  leased  by 
the  business,  the  goods  that  you  supply  to  customers? 
yes   no 

If  "yes",  what  is  the  estimated  average  value  of  goods  that 
eure  stocked  during  the  period  of  one  month?  $  


B.  Does  your  business  take  ownership  title  to  the  goods  supplied 
to  customers? 

yes  no 


If  "yes",  for  what  period  of  time  is  title  normally  retained? 


C.  What  are  the  main  line  of  products  supplied  by  your  business? 


D.  Does  your  business  insure  goods  (i.e. for  damage,  theft,  or  fire) 
that  are  supplied  to  customers? 


yes       no 


If  "yes",  describe  the  type  of  insurance: 


Does  your  business,  nor:nally  acquire  a  performance  bend  for 
supply  contracts  with  customers? 

yes   no  

If  "yes",  what  is  zhe   capacity  of  your  bending?  S  
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F.  In  the  event  of  disatisf action  on  the  part  of  a  customer,  due 
to  untimely  delivery,  damaged  or  defective  goods,  or  failure 
to  perform  by  your  business,  to  whom  does  the  customer  have 
legal  recourse? 

Your  business 

Manufacturer  Other  (specify) 

Explain  if  customer  has  legal  recourse  to  more  than  one  party 

16.  Operational  Background: 

A.  Equipment  (list  major  pieces  of  equipment  below  as  indicated) : 
Equipment:  Model:  Present  Value: 


3.  Plant  (describe  owned  or  leased  warehouse,  office  and  yard 


below  as  indicated)  : 
Address 


General 


Distribuc-on 


iSa.rt- 


Present  Value 
(In  the  case  of 
lease,  srate  the 
amount  of  period: 
oavment) 
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Project  Name 
(List  awarding 
department  If 
a  public  agency) 

(1) 

1 

t 

! 

Architect, owner  or 
General  Contractor 
(Include  address  or 
telephone  number) 

(2) 

. 

Contract 
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(3) 
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B.  Trade  background  (for  the  principals  involved  with  the 

business  provide  the  following  information  or  attach  resumes) 


Name: 


Construction  experience: 


Licenses : 


Name : 


Construction  exrserience: 


Licenses: 


Name: 


Construction  experience: 


Licenses 


Name: 


Construction  exceriance: 


Licenses: 


MP3R-31 


•171- 


MBU-IS-A 


C.  Trade  references  (sub-contractors  of  material  suppliers 

that  you  have  now,  or  have  had  in  the  past  under  contract) : 

Name:  Address:  Telephone  Number: 


D.  Numbers  of  Employees: 
Office:  


Permanent  Super/isors 


Average  number  of  wor!cers  during  the  past  twelve  months 


13.  Minority  Business  Certification  by  owner (s)  or  principals: 
I  hereby  certify  that 


(Print  :uli  name  or  business) 

is  a  Minority  Business  Enterprise  as  defined  below: 

A.  Minority  Business  Enterprise  (or  minority  business)  means  a 
business  organization  which  is  beneficially  owned  by  one  or 
more  minority  group  members  as  follows: 

1.  The  business  must  be  at  least  31%  beneficially  owned  by 
minority  group  members. 

2.  The  minority  owners  must  demonstrate  they  have  control 
over  management. 

3.  The  firm  has  not  been  solely  established  for  zhe   purposes 
of  taking  advantage  of  a  special  program  which  has  been 
develoced  to  assist  mijioritv  busi.iesses. 
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Beneficial  ownership  and  control  shall  be  indicated  by 
at  least  the  following  where  applicable  to  the  particular 
for7>  of  business  organization:  ownership  of  each  class  of 
stock;  unrestricted  voting  rights;  right  to  receive  pro- 
fits sind  all  other  benefits  attached  to  ownership;  and 
evidence  of  majority  participation  in  the  management  of 
the  enterprise. 

The  Office  of  Minority  Business  reser/es  the  right  to 
deem  the  existence  of  any  agreements,  options,  rights  of 
conversion  or  other  restraints  which  may  be  exercised 
within  three  years  and  which,  if  exercised,  could  reduce 
minority  ownership  or  control  to  less  than  the  requisite 
percentage  to  be  grounds  for  rejection  of  the  existing 
enterprise  as  a  minority  business  enterprise. 

B.  Minority  group  member  means  a  person  with  a  permanent  residence 
in  the  United  States  who  is  Aleut,  Asian  (including  the  Con- 
tinent of  India),  BlacJc,  Cape  Verdean,  Eskimo,  North  American 
Indian,  Pacific  Islander  or  Western  Hemisphere  Hispanic. 

Under  the  pains  and  penalties  to  perjury  the  above  information 
contained  in  this  Identification  Statement  is  true,  complete  and 
accurate. 


Sign: 

Print: 
Title: 
Date: 
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CITY  OF  BOSTON 
MINORITY  BUSINESS  UTILIZATION  FORM  (MBU-F) 


Name  of  Project: 
Number  of  Project: 


Total  dollar  amount  of  bid: 


Minority  Business  Enterprise  Participation: 
(a)  Name  of  General  Bidder:  


Address 


Telephone  Number: 


(b)  If  the  General  Bidder  is  a  Minority  Business  Enterprise 
check  here:  

List  below  all  proposed  Minority  Business  Enterprises 
(contractors /Suppliers,  vendors)  the  ser"/ices  they  will 
provide  and  the  approximate  amount  of  money  they  will 
receive : 


Name: 


Address 


Service  or  Supplies 


Telephone  i^ 


Amounts  S 


Name: 


Address : 


Service  or  Supplies 


Teleohone  4 


Amounts  3 


Name 


Address 


Ser/ice  cr  Sucolies 


._  Teiaphcna 


.^CUnCS  :a 
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Mame: 


Address : 

Telephone 

# 

Mame: 

Address : 

Telephone 

# 

Name: 

Address : 

Telephone 

* 

Service  or  Supplies 


Amounts  $ 


Service  or  Supplies 


Amounts  $ 


Service  or  Supplies 


Amounts  S 


Name: 


Service  or  Supplies 


Address: 


Telaohone  # 


Amounts  $ 


'ctal  of  listed  smounzs  3 
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I  hereby  certify  that  the  dollar  amount  expended  of  the  listed 

Minority  Business  Enterprises  is  at  least  %  of  the  total 

contract  price  for  the  above  named  project,  and  that  the  fore- 
going and   attached  information  is  true,  accurate  and  complete 
to  the  best  of  my  knowledge. 


Authorized  signature  of 
General  Contractor 


(Print  the  signed  name/title) 
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CITY  OF  BOSTON 


MINORITY  BUSINES  AND  GENERAL  CONTRACTOR'S 
LETTER  OF  INTENT  (MBU-LI) 


Project  Number: 


Project  Location: 
Project  Amount  $ 


(a)  Name  of  General  Contractor: 


(b)  Niune  of  Minority  Business  Enterprise; 


1.  The  above  named  Minority  Business  Enterprise  agrees  to  perform 
work/supply  goods  and  or  services  in  connection  with  the  above 
named  project  and  the  above  named  general  contractor  as: 

(a)  An  individual  . 


(b) 

A  partnership 

(c) 

A  corporation 

(d) 

A  joint  venture 

Please  attach  a  copy  of  the  joint  venture  agreement. 
Please  attach  a  copy  of  all  financial  agreements  betveen 
corporate  and  personal  members  of  the  joint  venture. 

2.  (Chec.'t  one)  My  minority  status  is  confirmed: 

(a)  On  the  reference  list  of  .Minority  Business  Enter- 
prise made  available  by  the  City  of  Boston, 
Office  of  .Minority  Business  Enterprise. 

(b)  By  approval  of  the  Office  of  .Minority  Business 

(requires  submission  of  .MBU-IS)  . 

3.  The  above  named  general  ooncractor  and  Minority  Business  Enter- 
prise i.itend  to  work  together  en  the  above  named  project  i.n 
accordance  with  terms  of  c.^e  MJ-.-iority  PartiCipac^-on  Section 

of  the  Citv  of  Boston  Contract  Provision. 


.MPBR-3' 
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MBU-LI 


Signed  General  Contractor 


Signed  Minority  Business 
Enterprise 


Date/Title 


Date/Title 


MP3R-3  3 


I 
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MB  U-?R 

CITY  OF  BOSTON 

MINORITY  BUSINESS  UTILIZATION 
PROGRESS  REPORT  (MBU-PR) 


Project  Number: 
Project  Location; 
Oats: 


(a)  Name  of  General  Contractor; 


(b)  Name  of  Minority  Business  Enterprise; 


This  progress  report  is  to  be  submitted  to  the  Awarding  Authority 
at  the  time  of  submitting  a  request  for  payment.  Copies  of  the 
report  must  be  sent  to  the  Minority  Business  Enterprise  named 
above  and  the  Office  of  Minority  Business.  (See  Article  III 
Paragraph  C-5  of  the  Contract  Provision  for  Minority  Participa- 
tion for  details) . 

1.  The  dollar  amount  indicated  oa  the  Minority  Busi- 

ness Utilization  form  {.MBU-F)  to  be  received  by  the  above  named 
.Minority  Business  Enterprise. 


2.  The  amount  remitted  to  the  Mi.nority  Business  Enterprise  as  of 
the  above  date  for  work  performed  under  this  project. 

$  


3.    Balance   due   the  .Minority   Business   Enterprise   as   of   the   above 
date    for  work   performed  under   the   above  named  project. 


4.    Comments   or  e.xplanation   for   any   discrepancies   ce-cween   t.he 
amounts    i.ndicated  under   items    1   and   2   above: 


.MP3R-39 


I 
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MBU-PR 


5.  I  hereby  certify  that  the  information  supplied  herein 
(including  pages  attached)  is  correct  and' complete." 


Signed! 

Print : 
Date: 


MPS  R- 40 
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MBU-FPR) 


CITY  OF  BOSTON 

FINAL  MINORITY  BUSINESS  UTILIZATION  REPORT 
(MBU-FPR) 


Project  Name: 
Project  Number; 
Bid  Price: 


Percentage  or  amount  of  r-linority  Business  Participation; 
1.  General  Contractor  Information. 


(a)  Name  of  General  Contractor: 

(b)  Address: 


(c)  Telephone  $ 


2.  Minority  Business  Information. 

(a)  Name  of  Minority  Business  Enterprise; 

(b)  Address: 


(c)  Telephone  i 


Please  state  the  total  dollar  amount  received  by  the  :'linority 
Business  Enterprise  on  the  above  named  project:  S  


3.  I  hereby  certify  that  t.he  above  listed  amounr  is  ocrrscr  and 
accurate  to  t.he  best  of  ray  knowledge. 


Signed: 

Title: 

Date: 


:4P3R-41 


-181- 


EXAiMPLZ  FOR  WRITE-UP  FOR  CITY  RECORD 

NO  BID  FOR  THE  AWARD  OF  THIS  PROJECT  WILL  BE  CONSIDERED  ACCEPTABLE 
UNLESS  THE  GENERAL  CONTRACTOR  COMPLIES  FULLY  WITH  THE  FOLLOWING 
REQUIREMENTS  FOR  MINORITY  BUSINESS  ENTERPRISE  UTILIZATION. 

PURSUANT  TO  THE  SUPPLEMENTAL  MINORITY  PARTICIPATION  AND  RESIDENT 
PREFERENCE  SECTION  OF  THIS  CONTRACT,  THE  GENERAL  CONTRACTOR  MUST  GI^/E 

SATISFACTORY  ASSURANCE  THAT  AT  LEAST  %  OF  HIS  'BID  PRICE  SHALL  3E 

EXPENDED  FOR  MINORITY  BUSINESS  ENTERPRISE.  FOR  THE  PURPOSES  OF  THIS 
PARAGRAPH,  THE  TERM  MINORITY  BUSINESS  ENTERPRISE  MEANS  A  BUSINESS 
ORGANIZATION  IN  WHICH  51%  OF  THE  BENEFICIAL  OWNERSHIP  AND  CONTROL  IS 
HELD  BY  ONE  OR  MORE  .MINORITY  PERSONS  (BLACK  ,  HISPANIC  ,  AS  IAN- AMERICAN 
OR  AMERICAN  INDIANS)  . 

INCLUDED  WITH  THE  CONTRACT  DOCUMENTS  ARE  COPIES  OF  THE  "MINORITY 
BUSINESS  UTILIZATION  FORM",  "MINORITY  BUSINESS  IDENTIFICATION  STATEME^IT"  , 
"MINORITY  BUSINESS  UTILIZATION  PROGRESS  REPORT"  AND  THE  "MINORITY 
BUSINESS  AND  THE  GENERAL  CONTRACTOR'S  LETTER  OF  INTENT". 

EACH  GENERAL  CONTRACTOR  MUST  COMPLETE,  SIGN  AND  FILE  WITH  HIS  BID  THE 
MINORITY  BUSINESS  UTILIZATION  FORM.  FAILURE  TO  DO  SO  WILL  RESULT  IN 
THE  .REJECTION  OF  THE  BID  PROPOSAL.  THE  LOWEST  RESPONSI'/E  AND  ELIGIBLE 
BIDDER  IS  REQUIRED  TO  SUBMIT  A  MINORITY  BUSINESS  AND  GENERAL  CONTRACTOR'S 
LETTER  OF  INTENT.  THE  LETTER  OF  INTENT  SHALL  BE  COMPLETED  AND  SIGNED 
BY  THE  MINORITY  BUSINESS  ENTERPRISE  AND  THE  GENERAL  CONTRACTOR  NO 
LATER  THAN  (10)  TEN  WORKING  DAYS  AFTER  GENERAL  BID  OPENING.  THE  LOWEST 
BIDDER  I-IUST  ALSO  SUBMIT  A  MINORITY  BUSINESS  IDENTIFICATION  ST.ATEMENT 
FOR  EACi  MINORITY  BUSINESS  MOT  INCLUDED  ON  THE  CITY  OF  BOSTON  MINORITY 
BUSINESS  DIRECTORY. 

ALL  CONTRACTORS  SHALL  ALSO  AVAIL  THEMSELVES  OF  THE  CITY  OF  BOSTON 
MINORITY  BUSINESS  DIRECTORY  PUBLISHED  3Y  THE  CITY  THROUGH  THE  OFFICE 
OF  MINORITY  BUSINESS  TO  FACILITATE  COMPLIANCE  WITH  THESE  REQUIRE-MENTS . 

THE  MINORITY  BUSINESS  OFFICE  IS  LOCATED  -N  ROOM  401  CITY  HA_LL.  BOSTON, 
MASSACHUSETTS  02201,  TELZPHCNE  MUM3ER  725-3135  or  5. 
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CiTY   OF   BOSTON 
5UPPLEV1ENTAL    SQUAL   EMPLOYMENT  OPPORTUNITY  AMTI-OISCRIMINATIOH 
AND   AFFIRMATIVE   ACTION    PROGRAM    CONTRACT   PROVISION 


I.  For  purposes  of  this   Contract,    including,    but  not  limited  to,   the 
affirmative  action   scope  of  work,    indemnification,    liability, 
and/or  amending  clauses,    as   each   pertains  to  the  fulfillment  of  the 
Affirmative  Action   goals  and   requirements  of  the  City  of  Boston, 
hereinafter  referr^eci  to  as  the  City,    "Minority"   refers  to  all 
persons  who  are  either  Black,   Spanish  American  Sumamed,   Oriental, 
American   Indian   and/or  Women.      Also,    "Complianca  Unit"   refers  to 
the  City's  Contract  Complianca  Unit  of  the  Affirmative  Action 
Office. 

II.  During  the  performance  of  this  Contract,    the  Contractor  and  all 
subcontractors,    hereinaftar  collectively   referred  to  as  the  Contractor, 
for  (her)   himself,    his/her  designee,    assignee,    and/or  successors   in 
interest,    agree  as  follows: 

1.        In   connection   with  the  performance  of  work  under  this   contract, 
the  Contractor  shall   not  discriminate  against  any   employee  or 
applicant  for  employment  because  of  raca,    religious  creed, 
National   origin,    age  or  sex.      The  aforesaid   provision   shall 
include,    but  not  be  limited  to,   the  following:      employment 
upgrading,    demotion,   or  transfer,    recruitment  advertising, 
recruitment,    layoff,    termination,    ratas  of  pay  cr  other  privileges 
of  employment,    and/or  selection   for  apprenticeship.      The 
Contractor  shall   post  hereinafter  in   conspicuous   placas. 
available  for  employees   and   applicants   for   amployment,    noticas 
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Clty  of  Boston's   Amended   Affirmative  Action    Plan,    a   not  less 
than   thirty   per  cant  (30%)    ratio  of  minority   employee  man 
hours   to  total   employee  man   hours   in   each  job   category,    including 
but  not  limited   to,    bricklayers,    carpenters,    cement  masons, 
electricians,    ironworkers,    operating   engineers,    and   other 
classes  of  work  designated   by  the  Mayor's  Office  for  Affirmative 
Action.      In   all   other  areas  of  the  City  of  Boston   a  not  less 
than  tan   per  cent  (10%)   ratio  of  minority  employee  man   hours  • 
to  total   employee  man   hours   in  each  job  category,    including 
but  not  limited  to,    bricklayers,    carpenters   cement  masons, 
eiectricianns,    ironworkers,    operating   engineers,    and  other 
classes  of  work  designated   by  the  Mayor's  Office  for  Affirmative 
Action . 

If,    at  any  time,    the  Contractor  intends  to   sublet  a   portion   or 
portions  of  the  work  under  a   Contract,    including   any   "specialty 
items"   which   may  be  included  as  part  thereof,    said   Contractor 
shall: 

A.  contact  qualified  minority  contractors   and   grant  to   such 
contractors  at  least  equal   consideration   with   non-minority 
contractors   in   any   negotiations   for  subcontracts   under 
this   Contract,    whether  such   negotiations  occur  prior  to 
or  after  the  award  and   execution  of  this   Contract; 

B.  where  the  project  is   to  be  performed   in   the  Impacted 
area,    (described   in  Section    III,    No.    1    above),    the  con- 
tractor will    execute  with    qualified   minority  contractors. 
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establish   a  continuing   working   psiationship   with   the   Liaison 
Committee,    consulting  with  the   Liaison   Committaa  on   all   matters 
related   to  minority   recruitment,    referral,    employment  and 
training. 

3.  The  Contractor  shall    prepare  projected   manning  tables  on   a 
quarterly   basis.      These  shall   be  broken  down   into  projections, 
by  week,   of  workers   required   in   each  trade.      Copies   shall   be 
furnished  one  week  in   advance  of  the  commencement  of  the 
period   covered,    and   also  when   up-dated,   to  the  Compliance  Unit 
and   Liaison   Committee. 

4.  Records  of  employment  referral   orders,    prepared   by  the  Contractor, 
shall   be  made  available  to  the  Compliance  Unit  and   to  the 

Liaison   Committee  on   request. 

5.  The  Contractor  shall   prepare  weekly   reports   in   a  form   approved 
by  the  Compliance  Unit  of  hours  worked   in   each   trade  by  each 
employee,    identified   as  minority  or  non-minority,    male  or 
female.      Copies  of  these  shall   be  provided   at  the  end  of 

each   such   week  to  the  Compliance   Unit  and   to  the   Liaison 

Committee. 
V.       In   the  employment  of  journeymen,    apprentices,    trainees   and   advanced 
trainees,    the  Contractor  shall   give  preference,    first,    to  citizens 
of  the  City  of  Boston   who   are  qualified   to   perform  the  work  to 
which   the  employment  relates,    and,    secondly,    to  citizens  of  the 
Commonwealth   generally,    and,    if  such   cannot  be  obtained   in   sufficient 
numbers,    then   to  citizens  of  the   United   States.      Contractors   shall 
be  as   part  of  the  bidaing   process   and   where   requested   by  the 
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Complianca-lnformation ,    Reports   and   Sanctions 

1.        The  Contractor  wiil   provide  all   information   and   reports 

required   by  the  Contracting   Department  or  the  Compliance   Unit 
on   instructions  issued   by  either  of  them   and  will   permit 
access  to   its  facilities   and   any   books,    records,    accounts   and 
other  sources  of  information   which  may  be  determined   by  the 
Compliance  Unit  to  affect  the  employment  of  personnel.      This 
provision   shall   apply  only  to  information   pertinent  to  the 
City's  Supplementary  Affirmative  Action   Contract  Requirements. 
Where  information   required   is  the  exclusive  possession  of 
another  who  fails  or  refuses  to  furnish   this   information,   the 
Contractor  shall   so  certify   to  the  Contracting   Department  or 
the  Compliance  Unit  as   appropriate  and   shall   set  forth   what 
efforts   he/she  has  made  to  obtain   the  information. 

2-        Whenever  the  Contracting   Department,    the  Compliance  Unit,   or 
the   Liaison   Committee  believes  the  General   Contractor  or  any 
Subcontractor  may  not  be  operating   in   compliance  with  the 
terms  of  this  Section,    the  Compliance   Unit  directly,   or  through 
it  designated   agent,    shall   conduct  an   appropriate  investigation, 
and   may  confer  with   the  parties,    to  determine  if  such   Contractor 
is  operating   in   compliance  with   the  terms  of  this  Section.      If 
the  Compliance   Unit  or  its   agent  finds   the  General   Contractor 
or  any   subcontractor  not  in   compliance,    it  shall   make  a   pre- 
liminary  report  of  non-compliance,    and   notify  such   Contractor 
in   writing  of  such   steps   as   wiil,    in   the  judgement  of  the 
Compliance   Unit  for  its   agent,    bring   such   Contractor  into 
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(d)     The  denial   to  the  General   Contractor  or  any  Subcontractor 
of  the  right  to   participate  in   any  future  contracts 
awarded   by  the  administering   agency  for  a   period  of  up   to 
three  years. 

3.  If  at  any  time  after  the  imposition  of  one  or  more  of  the 
above  sanctions  a  Contractor  is  able  to  demonstrate  that 
he/she  Is  in   compliance  with   this  Section,    he/she  may   request 
the  Contracting   Department,    in   consultation  with   the  Compliance 
Unit,   to  suspend  the  sanctions  conditionally,    pending  a  final 
determination   by  the  Compliance  Unit  as  to  whether  the  Contractor 
is   in   compliance.      Upon   final   determination  of  the  Compliance 
Unit,    the  Unit  shall   either  lift  the  sanctions  or  reimposa 

them. 

4.  Sanctions   enumerated   under  Sections   lX-2  shall   not  be  imposed 
by  the  Compliance  Unit  except  after  a   public  hearing,    as  that 
term   is   used   in   the  Amended   Affirmative  Action   Program   Policy, 
has   been   conducted.      No   investigation   by  the  Compliance   Unit 
or  its   agent  shall   be  initiated   without  prior  notice  to  the 
Contractor. 

X.       Severabilitv 

The  provisions  of  this   section   are  severable,    and   if  any  of  these 
provisions   shall   be  held   unconstitutional   by  any  court  of  competent 
jurisdiction,    the  decision   of  such   court  shall   not  affect  or   impair 
any  of  the   remaining   provisions. 
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Revised  December  2,   1975 

THE  COMMONWEALTH  OF  MASSACHUSETTS 

SUPPLEMENTAL  EQUAL  EI^PLOYMENT  OPPORTUNITY 
ANTI-DISCRIMINATION  AND  AFFIRMATIVE  ACTION  PROGRAM 

I.  For  purposes  of  this  contract,   "minority"  refers  to  Asian-Americans, 
Blacks,  Spanish  Surnamed  Americans,  North  American  Indians,  and 
Cape  Verdeans.     "Authority"  refers  to  the  Boston  Redevelopment 
Authority. 

II.  During  the  performance  of  this  contract,  the  Contractor  and  all  of 
(his/her)  Subcontractors  (hereinafter  collectively  referred  to  as 

the  Contractor),  for  himself/herself,  his/her  assignees,  and  successors 
in  interest,  agree  as  follows: 

1.  In  connection  with  the  performance  of  work  under  this  contract, 
the  Contractor  shall  not  discriminate  against  any  employee  or 
applicant  for  employment  because  of  race,  color,  religious 
creed,  national  origin,  age  or  sex.     The  aforesaid  provision 
shall  include,  but  not  be  limited  to,  the  following:     employment 
upgrading,  demotion,  or  transfer:     recruitment  advertising; 
recruitment  layoff;  termination;  rates  of  pay  or  other  forms 

of  compensation;  conditions  or  priviledges  of  employment;  and 
selection  for  apprenticeship.     The  Contractor  shall  post 
hereafter  in  conspicuous  places,  available  for  employees  and 
applicants  for  employment,  notices  to  be  provided  by  Commission 
setting  forth  the  provisions  of  the  Fair  Employment  Practices 
Law  of  the  Commonwealth  (M.G.L.  Chapter  I5IB). 

2.  In  connection  with  the  performance  of  work  under  this  contract, 
the  Contractor,  shall  undertake  in  good  faith  affirmative 
action  measures  designed  to  eliminate  any  discriminatory 
barriers  in  the  terms  and  conditions  of  employment  on  the 
grounds  of  race,  color,  religious  creed,   national  origin,  age 

or  sex,  and  to  eliminate  and  remedy  any  effects  of  such  discrimination 
in  the  past.     Such  affirmative  action  shall  entail  positive 
and  aggressive  measures  to  ensure  equal  opportunity  in  the 
areas  of  hiring,  upgrading,  demotion  or  transfer,  recruitment, 
layoff  or  termination,  rate  or  compensation,  and  in-service  or 
apprenticeship  training  programs.     This  affirmative  action 
shall   include  all  action  required  to  guarantee  equal   employment 
opportunity  for  all  persons,  regardless  of  race,  color,  religious 
creed,  national  origin,  age,  or  sex.     A  purpose  of  the  provision 
is  to  ensure  to  the  fullest  extent  possible  an  adequate  supply 
of  skilled  tradesmen  for  this  and  future  Commonwealth  public 
construction  projects. 

III.  1.       As  part  of  his/her  obligation  of  ramedial  ac-ion  under  the 

foregoing  section,  the  Contractor  shall  maintain  on  this 
project  a  not  less  than      ^  J^  Vc        percent  ratio  of  minority 
employee  man  hours  to  toiai  man  hours  in  each  job  category 
including  but  not  limited  to  bricklayers,  carpenters,  cement 
masons,  electricians,  iron'.vorkers,  operating  engineers,  and 
those  "classes  of  work"  enumerated  in  Section  44C  of  Chapter 
149  of  the  Massachusetts  General   Laws. 


■188- 


2.       In  the  hiring  of  minority  journeymen,  apprentices,  trainees, 
and  advanced  trainees,  the  Contractor  shall  rely  on  referrals 
from  a  multi-employer  affirmative  action  program  approved  by 
the  Authority,  traditional  referral  methods  utilized  by  the 
construction  industry,  and  referrals  from  agencies,  not  more 
than  three  in  number  at  any  one  time,  designated  by  the  Liaison 
Committee  or  the  Authority. 

IV.  1.      At  the  discretion  of  the  Authority  there  may  be  established 

for  the  life  of  this  contract  a  body  to  be  known  as  the  Liaison 
Committee.     The  Liaison  Committee  shall  be  composed  of  one 
representative  each  from  the  agency  or  agencies  administering 
this  project,  hereinafter  called  the  administering  agency,  the 
Authori-ty  and  such  other  representatives  as  may  be  designated 
by  the  Authority  in  conjunction  with  the  administering  agency. 

2.  The  Contractor  (or  his  agent,  if  any,  designated  by  him  as  the 
on-site  equal  employment  opportunity  officer)  shall  recognize 
the  Liaison  Committee  as  an  affirmative  action  body,  and  shall 
establish  a  continuing  working  relationship  with  the  Liaison 
Committee,  consulting  with  the  Liaison  Committee  on  all 
matters  related  to  minority  recruitment,  referral,  employment 
and  training. 

3.  The  Contractor  shall  prepare  projected  manning  tables  on  a 
quarterly  basis.     These  shall  be  .broken  down  into  projections, 
by  week,  or  workers  required  in  each  trade.     Copies  shall  be 
furnished  one  week  in  advance  of  the  commencement  of  the 
period  covered,  and  also  when  updated,  to  the  Authority  and 
Liaison  Committee. 

4.  Records  of  enployment  referral  orders,  prepared  by  the  Contractor, 
shall  be  made  available  to  the  Authority  and  to  the  Liaison 
Committee  on  request. 

5.  The" Contractor  shall  prepare  weekly  reports  in  a  form  approved 
by  the  Authority  of  hours  worked  in  each  trade  by  each  employee, 
identified  as  minority  or  non-minority.     Copies  of  these  shall 
be  provided  at  the  end  of  each  such  week  to  the  Authority  and 

to  the  Liaison  Committee. 

V.  If  the  Contractor  shall  use  any  subcontractor  on  any  work  performed 
under  this  contract,  he  shall  take  affirmative  action  to  negotiate 
with  qualified  minority  subcontractors.     Tnis  affirmative  action 
shall  cover  both  pre-bid  and  post-bid  periods.     It  shall   include 
notification  to  the  Office  of  Minority  Business  Assistance  (within 
the  E;<ecutive  Office  of  Communities  and  Development  or  its  designee, 
while  bids  are  in  preparation,  of  all  products,  work  or  services  for 
which  the  Contractor  intends  to  negotiate  bids. 
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VI.  In  the  employment  of  journeymen,  apprentices,  trainees  and  advanced 
trainees,  the  Contractor  shall  give  preference,  first,  to  citizens 
of  the  Commonwealth  who  have  served  in  the  armed  forces  of  the 
United  States  in  time  of  war  and  have  been  honorably  discharged 
therefrom  or  released  from  active  duty  therein,  and  who  are  qualified 
to  perform  the  work  to  which  the  employment  relates,  and,  secondly, 
to  citizens  of  the  Commonwealth  generally,  and,  if  such  cannot  be 
obtained  in  sufficient  numbers,  then  to  citizens  of  the  United 
States. 

VII.  A  designee  of  the  Authority  and  a  designee  of  the  Liaison  Committee 
shall  each  have  right  of  access  to  the  construclrion  site. 

VIII. Compliance  with  Requirements 

The  Contractor  shall  comply  with  the  provisions  of  Executive  Order 
No.  74,  as  amended  by  Executive  Order  No.  116  dated  May  1,  1975, 
and  the  Chapter  151B  as  amended,  of  the  Massachusetts  General  Laws, 
both  of  which  are  herein  incorporated  by  reference  and  made  a  part 
of  this  contract. 

IX.  Non- Pis  crimination 

The  Contractor,  in  the  performance  of  all  work  after  award,  and 
prior  to  completion  of  the  contract  work,  will  not  discriminate  on 
grounds  of  race,  color,  religious  creed,  national  orgin,  age  or  sex 
in  employment  practices,  in  the  selection  or  retention  of  subcontractors, 
or  in  the  procurement  of  materials  and  rentals  of  equipment. 

X.  Solicitations  for  Sub-Contracts,  and  for  the  Procurement  of  Materials 
and  Equipment 

In  all  solicitations  either  by  competitive  bidding  or  negotiation 
made  by  the  Contractor  either  for  work  to  be  performed  under  a 
subcontract  or  for  the  procurement  of  materials  or  equipment,  each 
potential  subcontractor  or  supplier  shall  be  notified  in  writing  by 
the  Contractor  of  the  Contractor's  obligations  under  this  contract 
relative  to  non-discrimination  and  affirmative  action. 

XI.  Comoliancs- Information,  Reports  and  Sanctions 

1.      The  Contractor  will  provide  all  information  and  reports  required 
by  the  administering  agency  or  the  Authority  on  instructions 
issued  by  either  of  them  and  will  permit  access  to  its  facilities 
and  any  books,  records,  accounts  and  other  sources  of  information 
which  may  be  determined  by  the  Authority  to  affect  the  employment 
personnel.     This  provision  shall  apply  only  to  information 
pertinent  to  the  Commonwealth  supplementary  affirmative  action 
contract  requirements.     Where  information  required  is  in  the 
exclusive  possession  of  another  who  fails  or  refuses  to  furnish 
this  information,  the  Contractor  shall  so  certify  to  the 
administering  agency  or  the  Authority  as  appropriate  and  shall 
set  forth  what  efforts  he  has  made  to  obtain  the  information. 
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2.      Whenever  the  adnri m" s ten ng  agency,  the  Authority,  or  the 
Liaison  Committee  believes  the  General  Contractor  or  any 
Subcontractor  may  not  be  operating  in  compliance  with  the 
terms  of  this  Section,  the  Authority  directly,  or  through  its 
designated  agent,  shall  conduct  and  appropriate  investigation, 
■  and  may  confer  with  the  parties,  to  determine  if  such  Contractor 
is  operating  in  compliance  with  the  terms  of  this  Section.     If 
the  Authority  or  its  agent  finds  the  General  Contractor  or  any 
sub-contractor  not  in  compliance,  it  shall  make  a  preliminary 
report  on  non-compliance,  and  notify  such  Contractor  in  writing 
of  such  steps  as  will  in  the  judgement  of  the  Authority  or  its 
agent  bring  such  Contractor  into  compliance.     In  the  event 
that  such  Contractor  fails  or  refuses  to  fully  perform  such 
steps,  the  Authority  shall  make  a  final  report  of  non-compliance, 
and  reconmend  to  the  administering  agency  the  imposition  of 
one  or  more  of  the  sanctions  listed  below.     If,  however,  the 
Authority  believes  the  General  Contractor  or  any  Subcontractor 
has  taken  or  is  taking  every  possible  measure  to  achieve 
compliance,  it  shall  not  make  a  final  report  of  non-compliance. 
Within  fourteen  days  of  the  receipt  of  the  recommendations  of 
the  Authority,  the  administering  agency  shall  move  to  impose 
one  or  more  of  the  following  sanctions,  as  it  may  deem  appropriate 
to  attain  full  and  effective  enforcement: 

a.  The  recovery  by  the  administering  agency  from  the  General 
Contractor  of  1/100  of  IS  of  the  contract  award  price  or 
$1,000  whichever  sum  is  greater,  in  the  nature  of  liquidated 
damages  or,  if  a  Subcontractor  is  in  non-compliance,  the 
recovery  by  the  administering  agency  from  the  General 
Contractor,  to  be  assessed  by  the  General  Contracter  as  a 
back  charge  against  the  Subcontractor,  or  1/10  of  1%  of 

the  subcontract  price,  or  $400  whichever  sum  is  greater, 
in  the  nature  of 'liquidated  damages,  for  each  week  that 
such  party  fails  or  refuses  to  comply; 

b.  Tne  suspension  of  any  payment  or  part  thereof  due  under 
the  contract  until  such  time  as  the  General  Contractor  or 
any  Subcontractor  is  able  to  demonstrate  his  compliance 
with  the  terms  of  the  contract; 

c.  The  termination,  or  cancellation,  of  the  contract,  in 
whole  or  in  part,  unless  the  General  Contractor  or  any 
Subcontractor  is  able  to  demonstrate  with  a  specified 
time  his/her  compliance  with  the  terms  of  the  contract; 

d.  The  denial  to  the  General  Contractor  or  any  Subcontractor 
of  the  right  to  participate  in  any  future  contracts 
awarded  by  the  administering  agency  for  a  period  of  up  to 
three  years. 
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3.  If  at  any  time  after  the  imposition  of  one  or  more  of  the 
above  sanctions  a  Contractor  is  able  to  demonstrate  that  he  is 

in  compliance  with  this  Section,  he  may  request  the  administering 
agency,  in  consultation  with  the  Authority,  to  suspend  the 
sanctions  conditionally,  pending  a  final  determination  by  the 
Authority  as  to  whether  the  Contractor  is  in  compliance.  Upon 
final  determination  of  the  Authori^,  the  administering  agency, 
based  on  the  recommendation  of  the  Authority,  shall  either 
lift  the  sanctions  or  reimpose  them. 

4.  Sanctions  enumerated  under  Section  XI  shall  not  be  imposed  by 
the  administering  agency  except  after  an  adjudicatory  proceeding, 
as  that  term  is  used  M.G.L.  c.  3QA,  has  been  conducted.  No 
investigation  by  the  Authority  or  Its  agent  shall  be  initiated 
without  prior  notice  to  the  Contractor. 

XII.  Severability 

The  provisions  of  this  section  are  severable,  and  if  any  of  these 
provisions  shall  be  held  unconstitutional  by  any  court  of  competent 
jurisdiction,  the  decision  of  such  court  shall  not  affect  or  impair 
any  of  the  ronaining  provisions. 
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MINIMUM  MINORITY  PERCENTAGES  TO  BE  APPLIED  TO 

^JAiii  AND  STATE  ASSISTcS  COnTRAcTS" 

WITtiTTTfHE  COMMONWEAirH  OF  NASSACHUSctTS 


The  following  percentages  shall  apply 
Boston: 


No  Lass  Than 


Impact  Area  (Jamaica  Plain  (part), 
Mattapan,  South  Cove,  Chinatown, 
Bay  Village,  Roxfaury,  Dorchester, 
South  End) 

Others 


Cambridge 

New  Bedford 

Springfield 

All  other  cities  and  towns 


102 
12% 
18% 


10% 


5% 
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BOSTON  REDEVELOPMENT  AUTHORITY 

EQUAL  OPPORTUNITY  COMPLIANCE  POLICY 
June  12,  1975 


To  assure  execution  of  Affirmative  Action  to  provide  equal. 
employrnent  opportunity  and  prevent  discrimination  regardless  of  race, 
sex,  religion,  color  or  national  origin,  in  accordance  with  Executive 
Order  of  the  President  No.  112  46,  as  amended  by  11375,  _the  Boston 
Redevelopment  Authority  establishes  the  following  policies,  practices 
and  procedures  for  the  selection  of  contractors  and  subcontractors, 
site  preparation,  demolition,  rehabilitation  construction,  service 
contracts  and  redevelopment  programs  under  the  Authority's  juris- 
diction and  ccntrol:  1 

1.   Every  proposed  contract  to  which  the  Authority  is  a  party 
for  professional  or  technical  services,  including  those  for  planning, 
design,  engineering  and  appraisal  work  shall  be  submitted  to  the 
Contract  Compliance  Officer  for  Equal  Opportunity,  hereinafter 
referred  to  as  "Compliance  Officer."   The  Authority  whenever  possible 
will  solicit  minority  contractors  to  submit  bids  and  proposals  for 
any  of  the  above-mentioned  contracts.   The  Authority  will  propose  co- 
venturing  and  joint  venturing  with  minority  contractors  whenever 
possible.   15  the  proposed  firm  has  dealt  previously  with  the  Authorit 
the  Compliance  Officer  will  review  the  record  of  its  affirmative- 
action  programs  for  the  employment  of  minorities.   No  contract  shall 
be  submitted  for  the  Authority's  approval  until  a  written  evaluation 
of  these  employment  practices  has  been  prepared  by  the  Compliance 
Officer.   The  Contract  Compliance  Officer  may  recommend  to  the 
Director  of  the  Authority  that  any  proposed  contractor  v/ith  the 
Authority  comply  with  such  of  the  following  requirements  of  this 
Equal  Opportunity  Compliance  Policy,  as  the  Director-  of  the  Authority 
may  deem,  appropriate. 

II.   Prior  to  the  conveyance  of  any  real  property,  there  must 
be  submitted,  together  with  the  developer's  form  of  construction 
contract,  before  said  contract  is  executed,  a  "Plcin  of  Affirmative 
Action  for  Equal  Opportunity"  prepared  by  the  proposed  contractor 
containing  the  following' information: 

1.-  A  statement  of  contractor's  current  policy  with 
respect  to  equal  opportunity;  a  description  of  how  this  policy  is 
implemented  and  the  extent  of  the  contractor's  achievement^ in  the 
employment  of  minorities. 

2.  A  statement  of  the  contractor's  goal  to  utilize  an 
adequate  representation  of  minority  subcontractors  on  this  project. 

3.  Identification  of  the  goals  which  the  contractor  has 
established  for  the  employment  of  minority  groups  en  the  project, 
and  of  the  affirmative  action  which  he  will  take  to  insure  or 
facilitate  their  employment,  including: 

a.  Professional,  technical  and  clerical  personnel; 

b.  Field  and/or  construction  personnel; 


I 
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c.  Employees  of  sxibcontractors; 

d.  Zroployees  of  suppliers;  and 

e.  Apprenticeship  and  upgrading. 

4.  An  estimate  of  the  anticipated  total  minority 
employment  by  category  and  trade. 

5.  One  copy'  of  each  per-tinent  Union  Collecti''/e  Bargaining 
Agreement- 

6.  A  statement  of  the  contractor's  anticipated  plan  for 
affirmative  action  for  equal  opportunity  in  connection  with  any 
contemplated  co-venture  or  joint  venture. 

7.  A  letter  of  intent  between  the  developer  and  the  con- 
tractor/ in  form  acceptable  to  the*  Authority,  requiring  the  contracto: 
to  perform  in  accordance  with  this  Equal  Opportunity  Ccrapliance 
Policy  and  under  the  Land  Disposition  Agreement  between  the  A.uthority 
and  the  developer,  and  further  requiring  the  contractor  to  insert,  a 
conrolete  text  of  the  non-discrimination  clause^  of  Section  2Q2,  1 
through  7  of  the  President's  Executive  Order  No.  11246  in  every 
contract,  subcontract  and  purchase  order,  and  an  executed  copy  of 

the  Bid  Conditions  Certificates.   Said  section  20  2  is  hereby  in- 
corporated and  made  a  part  of  this'~Equal  Opportunity  Compliance 
Policy  by  reference. 

a.   Evidence  that  the  contractor  will  require,  the  sxibmissicn 
of  such  a  Plan  for  Affirmative  Action  by  proposed  subcontractors  and 
will  await  review  of  each  such  plan  by  the  Compliance  Officer  pricr 
to  the  execution  of  the  subcontract. 

After  the  contractor  has  submitted  its  Plan  for  Affirmative 
Action,  and  prior' to  execution  of  the  construction  contract  and  sub- 
contracts: 

1-  The  developer  and  his  proposed  prime  contractor  and 
subcontractor  will  request  the  Compliance  Officer  to  hold  a  pre- 
award  conference.   No  work  shall  be  performed  nor  contracts  executed 
with  the  prime  or  the  subcontractors  until  the  developer  or  the  con- 
tractor has  been  notified  in  writing  of  the  Contract  Compliance 
Officers  approval.   At  the  pre-award  conference (s)  the  contractors 
will  be  examined  to  determine  their  compliance  posture  and  guided  in 
such  revisions  and  improvements . in  its  Plan  for  Affirmative  Action 
and  equal  opportunities  as  the  Contract  Compliance  Officer  may  deem 
appropriate.   At  all  pre-award  meetings  the  Compliance  Officer  will 
urge  utilization  of  minority  subcontractors.   The  developer  shall 
be  recommended  to  the  Authority  as  being  in  breach  of  the  Land 
Disposition  A.greement  for  fa.ilure  by  any  of  the  parties  to  comply 
with  above  revisions. 

2.   The  Contract  Compliance  Officer  shall  investigate  the 
proposed  contractor's  prior  records  in  Affirmative  Action  for  Zqual 
Opportunity  and  submit  findi.igs  in   writing  to  the  Direc-or  of  the 
Authority,  together  with  a  written  evaluation  of  the  proposed  prime 
contractor's  Plan  for  Affirmative  Action. 
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3.   No  approval  will  be  given  by  the  Director  with  respect 
to .a  proposed  construction  contractor  or  subcontractor  until  the 
written  recorr^r^endations  of  the  Contract  Compliance  Officer  have 
been  considered. 

III.   The  Authority's  closing  at-torney  at  the  request  of  the 
Contract  Compliance  Officer  will  arrange  a  pre-closing  conference 
with  the  developer  and  the  approved  contractor  and  approved  sub- 
contractors.  The  conference  will  be  attended  by  the  closing  attorney 
and  the  Contrac-t  Compliance  Officer,  with  representation  from,  the 
HUD  regional  office  where  required.   The  following  matters  will  be 
disciissed  at  the  conference: 

1.  The  prime  contractor's  responsibility  for  following  up  on 
affirmative  action  by  siibcontractors. 

2.  Instructions  to  the  contractor  for  maintenance  on  the  site 
of  a  daily  report  on  employment  showing  total  number  and  non-whites 
employed  by  trade,  and  for  the  submission  of  bi-monthly  labor  reports 
to  the  Contract  Comoliance  Officer. 

3.  Instructions  to  the  contractor  for  providing  each  of  his 
subcontractors  with  the  required  forms  for  public  posting. 

4.  InstTTictions  to  the  contractor  for  notifying  all  unions  of 
equal  oppcrttmity  requirements  of  his  contract. 

5.  Contractor's  responsibility  for  recruitment  efforts  in  the 
utilization  of  minority  group  sxibcontractors. 

6.  Other  aspects  of  affirmative  action  including  apprentice 
and  other  training  programs. 


8.  Urge  representative  use  of  minority  subcontractors. 

9.  Advise  the  contractor  to  appoint  a  responsible  officer  of 
his  organisation  as  Equal  Opportunity  Officer  for  this  project. 

Any  contractor  v/ho  is  a  participant,  in  or  is  a  member  of  an 
organization  or  association  which  participates  in,  an  area-wide    '  • 
equal  employment  opportunity  program  (Boston  Plan)  which  is'  approved 
by  the  Department  of  Housing  and  Urban  Development  and  the  Office  of 
Federal  Contract  Ccmpliance  for  the  purpose  of  effectuating  the  goals 
of  Executive  Order  11246,  shall  be  exempt  from  the  requirement  of 
.developing  and  maintaining  a  written  affirmative  action  program. 

IV,   A.   The  Contract  Ccmpliance  Officer  will  furnish  the 
Director  with  bi-monthly  reports  on  the  progress  of  the  equal 
opportunity  prcgram  development.   Where  indicatad  the  Contract 
Compliance  Officer  will: 

1.   Discuss  failures  to  comply  with  the  developer 
and  the  contractor. 
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V 

2.  Undertake  cn-sits  review  of  employment. 

3.  Recommend  appropriate  action  to  insure  compliance 
with  these  policies  and  procedures. 

B.  'In  any  case  in  which  a  contractor  or  subcontractor 
fails  to  adhere  to  the  provisions  of  this  Eqnal  Opportunity  Compliance 
Policy  or  its  Plan  for  Affirmative  Action,  or  fails  to  make  every 
positive  and  acceptable  effort  to  do  so,  the  developer  shall  be 
recommended  to  the  Authority  as  being  in  breach  of  the  Land  Dispo- 
sition Agreem.ent.   The  Director  will  notify  any  such  developer  and 
will  exercise  whatever  sanctions  necessary  to  effect  compliance. 
The  contractor  and/or  sxib-contractor  may  be  declared  ineligible  by 
the  Authority  for  further  approval  for  work  on  Government  contracts. 
Urban  Renewal  Parcels  and  Federally-.Assisted  construction  contracts. 
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SPECIAL  CONDITIONS 


SPECIAL  CONDITIONS  FOR  CONTRACT  FOR  HISTORIC  RESTORATION  WORK 

EDWARD  EVERETT  HALE  HOUSE 
12  MORLEY  STREET 


PROJECT  SITE 

The  Project  Site  is  in  the  Kittredge  Square  Urban  Renewal  Area,  Project 
Mass.  R-167. 

GENERAL  DESCRIPTION  OF  WORK 

1.  The  work  to  be  done  under  the  contract  include  the  complete  restoration 
of  the  exterior  of  the  structure;  rebuilding  some  components,  replacing 
others,  and  restoring  other  sections  of  the  facade  and  trim,  in  place. 

2.  The  work  shall  be  performed  as  described  herein  together  with  all 
incidental  work  outlined  in  the  specifications,  or  obviously  implied  and 
necessary  to  complete  the  work  in  full  accordance  with  these  Specifications 
and  other  Contract  Documents,  City  Building  Codes  and  regulations,  and  the 
directions  of  the  Authority. 

3.  The  work  shall  include  furnishing  all  labor,  tools,  supplies  materials, 
and  equipment;  shoring  as  required  by  existing  conditions;  construction  as 
indicated  or  required  and  directed;  protecting  existing,  structures, 
properties  and  utilities,  cleaning  up  the  site,  and  performing  any  and  all 
other  miscellaneous  items  required  to  complete  the  work  in  its  entirety;  all 
under  the  supervision  of  the  Authority  or  their  duly  authorized  representatives. 

TIME  FOR  COMPLETION  AND  SEQUENCE  OF  WORK 

1.  The  work  which  the  Contractor  is  required  to  perform  under  this  Contract 
shall  be  commenced  at  the  time  stipulated  by  the  Authority  in  the  Notice  to 
Proceed  to  the  Contractor  and  shall  be  fully  completed  within  180 
days  thereafter.  The  Contractor  shall  employ  sufficient  equipment  and 
workmen  to  complete  the  construction  as  expeditiously  as  possible  as 
directed  by  the  Chief  of  Rehab  of  the  Authority.  If,  in  the  opinion  of  the 
Authority,  the  progress  of  the  work  the  Contractor  does  not,  at  any  time, 
clearly  demonstrate  that  completion  of  the  installations  will  meet  with  the 
approval  of  the  Authority,  the  Authority  reserves  the  right  to  require  the 
Contractor  to  employ  such  additional  equipment  and  workmen  as  required,  and 
to  work  overtime  hours  to  assure  completion  dates,  all  without  additional 
cost  to  the  Authority. 
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TIME  FOR  COMPLETION  AND  SEQUENCE  OF  WORK    (Confinued) 

2.  Any  dafes  sef  by  fhe  City  of  Bosfon  For  ferminafion  of  work  on  a  seasonal 
bcsis  or  because  of  unfavorcble  wecfher  will  nof  cpply  fo  fhis  Contract-  so  thaf  fhe  work 
may  be  completed  as  expeditiously  as  possible. 

LIQUIDATED  DAMAGES 

I-    As  ocfuol  damages  for  any  delay  in  complerion  of  the  work  which  the 
Contracror  is  required  to  perform  under  this  Contract  ore  impossible  of  determination, 
fhe  Contracror  and  his  Sureties  shall  be  liable  for  and  shall  pay  to  the  Authority  the 
sum  of  One  Hundred  Dollars   (SlOO)  as  fixed,    agreed  and  llauidoted  damages  for  each 
calendar  day  of  delay  from  the  date  stipulated  for  completion,   or  as  modified  in 
accordance  with  Section  109.0  -  CHANGES  IN  THE  WORK  under  General  Conditions, 
PART  I,  until  such  work  is  satisfactorily  comolered  and  accepted. 

RESPONSIBILITIES  OF  CONTRACTOR 

1;  Except  as  otherwise  specifically  stated  in  the  Contract  Documents,    and 
Technical  Specification,    fhe  Contractor  shall  provide  and  pay  for  all  materials,    tools, 
laoor,    equipment,   warer,    light,    heat,    power,    transportation,    superintendence,    temporary 
construction  of  every  nature,    charges,    levies,    fees  or  other  expenses,    end  all  other 
services  and  facilities  of  every  nature  whatsoever  necessary  for  the  performance  of  the 
Contract  and  to  deliver  all  imorovements  embraced  in   this  Contract  for  Emergency  Repairs, 
complete  in  every    respect  within  the  specified  time. 

2.  The  Authority  shall  be  in  receipt  of  a  certificate  from  each  manufacturer 
verifying  conformance  to  the  specifications  and  warranting  the  quality  of  all  equipment 
and  materials  prior  to  their  use  by  the  Contractor. 

3.  The  Contractor  shall  verify  dimensions  and  locations  shown  on  any  plan  or 
details  and  if  any  inconsistencies  or  discrepancies  should  be  noted  thereon,  or 

with  actual    field  "conditions,  or  with  the  Specifications, he  shall   immediately  notify  the 
Authority.     The  Contractor  will  be  held  responsible  for  any  errors  resulting  from  his 
failure  to  exercise  the  aforementioned  precaution. 

4   a.  "   The  Contractor  shall  satisfy  himself  as   to   the  existing  conditions  of  the 

areas  In  which  he  is  to  perform  his  work.     The  Authority  will  decide  any  disputed  questions 
regarding  the  performance  of  the  work,    access  to  and  cleaning  up   the  site. 

b.  It  is   fhe  Cor.trcctcr's  reiconslbl  !l  ty   to  mcke  his  own  Investlcatlon  and 

related  assumptions  and   to  satisfy  himself  cs  to  subsurface   conditions  and   to  ensure 
these  are  reflected  In  the  bid. 
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5.  As  soon  as  fhe  Contract  is  executed,    the  Confracfor  shall  order  maferials, 

submit  an  ouMine  of  procedures  and  a  construction  schedule  as  hereinafter  specified. 
When  the  Authority  gives  the  Notice  to  Proceed,    the  work  of  construction  shall  begin 
at  the  time  stipulated  therein  and  shall  be  completed  within  the  Time  for  Completion 
specified. 

6-  The  Contractor's  attention  is  called  to  the  necessity  of  obtaining  building 

permits  and  arranging  for  Inspection  by  the  Buildings  Deportment  of  the  City  of  Boston, 
The  Contractor  shall  pay  all  required  fees  to  the  City  of  Boston. 

COMMUNICATIONS 


T.  All  notices,  demands,   requests,   instructions,  approvals,  proposals  and  claims 

must  be  in  writing . 

2.  Any  notice  to  or  demand  upon  the  Contractor  shall  be  sufficiently  given  if 
delivered  at  fhe  office  of  the  Contractor  stated  on  the  signature  page  of  the  Agreement 
(or  at  such  other  office  as  the  Contractor  may  from  time  to  time  designate  !n  writing  to 
the  Authority),  or  if  deposited  in  the  United  States  mail  in  a  sealed,   postage-prepaid 
envelope,  or  delivered  with  charges  prepaid  to  any  telegraph  company  for  transmission, 
in  each  case  addressed  to  such  office. 

3.  All  papers  required  to  be  delivered  to  the  Authority  shall,  unless  otherwise 
specified  in  writing  to  the  Contractor,   be  delivered  to  the  Boston  Redevelopment  Authority, 
at  New  City  Hall ,    Room  920,    Boston,   Mossachusetts,   and  any  notice  to  or  demand  upon 
the  Authority  shall  be  sufficiently  given  if  so  delivered,  or  if  deposited  in  the  United  States 
moil  in  a  sealed,  postage-prepaid  envelope,  or  delivered  with  charges  prepaid  to  any 
telegraph  company  for  transmission  to  said  Authority  at  such  address,  or  to  such  other 
representatives  of  the  Authority  or  to  such  other  address  as  the  Authority  may  subsequently 
specify  in  v/riting  to  the  Contractor  for  such  purpose. 

4.  Any  such  notice  shall  be  deemed  to  have  been  given  as  of  the  time  of  actual 
delivery  or  (in  the  cose  of  mailing)  when  the  same  should  hove  been  received  in  due  course  of 
post,  or  in  the  cose  of   telegrams,  at  the  time  of  actual  receipt,  as  the  case  may  be. 

PARTIAL  USE  OF  SITE  IMPROVEMENTS 

1.  The  Authority,   at  its  election,  may  give  notice  to  the  Contractor  and  place 
In  use  those  sections  of  the  Improvements  which  have  been  completed.    Inspected  and 
can  be  accepted  as  complying  with  the  Technical  Specifications  and  if,    in  its  opinion, 
each  Such  section  is  reasonably  safe,    fit  and  convenient  for  the  use  and  accommodation 
for  which  it  was  intended,  provided: 

2.  The  use  of  such  sections  of  the  improvements  shall  In  no  way  impede  the 
completion  of  the  remainder  of  the  work  by  the  Contractor, 
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3.  The  Con^rac^or  shall  not  be  responsible  for  any  damcges  or  mainfe.iance 

ccsfs  due  direcfly  fo  fhe  use  of  such  sections, 

A  The  use  of  such  sections  shall  In  no  way  relieve  the  Contractor  of  his 

liability  due  to  having  used  defecfive  materials  or  due  to  poor  workmanship. 

5.  The  period  of  guarantee  stipulated  in  the  Section  -  GENERAL  GUARANTY 

-  under  GENERAL  CONDITIONS,    PART  I,   shell  not  begin  to  run  until   the  date  cf  the 
final  acceptance  cf  all  work  which   the  Contractor  Is  required  to  construct  under  this 
Contract. 

CONTRACT  DOCUMENTS  AND  DRAVv^lNGS 

1.  The  Authority  will  furnish  the  Contractor  without  charge  6  copies  of  the 

Contract  Documents,    Additional    copies  requested  by  the  Contractor  will   be  furnished 
at  cost.    There  Is  no  separate  set  of  drawings  for  this  Contract. 

RECORD  DRAWINGS 

1.  The  Contractor  shall     prepare    at  the  site  a  set  of  drawings  on  which  shall  be 

recorded  accurately,   cs  the  work  progresses,    the  actual   "cs  built"   locations  and 
dimensions  of  all  his  work.     This  record  of  "as  built"  conditions  shall    include  the  work 
of  all   subcontractors. 


CONSTRUCTION  SCHEDULES 

'•  The  Contractor  must  submit  a  construction  schedule  to  the  Authority  indicating 

the  general  sequence  of  all  work  under  this  Contract.     The  schedule  shall  define  an 
intended  sequence  of  work  which  v/ill  minimize  Inconvenience  to  the  residents  end  to  the 
public;  the  Contractor  shall  anticipate  the  possibility  of  having  to  work  at  premium  hours 
fo  accomplish   this  intent.     This  schedule  must  be  submitted  within   10  days  of  the  date 
of  Contract  execution  and  shall  be  revised,    if  required,    fo  the  Satisfaction  of  the 
Authority. 

2.  The  construction  operations  in   the  field  shall  be  Subject  In  all  respec.'s 

to  the  cpproval  of  the  Authority.     The  Contractor  shall  plan  his  work  In  on  orderly 
manner  end  shall  coordinate  all  work,   whether  perfcrmed  by  himself  or  his  subcontractors, 
to  permit  the  expeditious  completion  of  the  work  to  be  performed  under  this  Contract. 
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No  existing  power,  light,  communications,  gas,  drainage,  sewerage  or  wcter  facility 
nor  any  other  existing  facility  shall  be  interrupted  until  approved  temporary  facilities 
are  provided,  or  special  permission  is  obtained  from  the  Authority. 

SHOP  AND  WORKING  DRAWINGS 

1  The  Contractor  shall  furnish  six  copies  of  any  shop  drawings  which  may  be 
required. 

2  The  Contractor  shall  be  responsible  for  the  prompt  submission  of  all  shop  and 
working  drawings  so  that  there  will  be  no  delay  in  the  work. 

3  The  approval  oF  shop  and  working  drawings  will  be  general  end  shall  not 
relieve  the  Contractor  from  the  responsibility  for  details  of  design,  dimensions,  etc., 
necessary  for  proper  fitting  and  construction  of  the  work  as  required  by  the  Contract. 

PROVISIONS  FOR  TRAFFIC 

1  The  Contractor  shall  not  close  or  obstruct  any  portion  of  a  street  without 
obtaining  permits  therefor  from  the  proper  municipal  authorities.     If  any  street  or 
private  way  shall  be  rendered  unsafe  by  the  Contractor's  operations,   he  shall  make 
such  repairs  or  provide  such  temporary  ways  or  guards  as  shall  be  acceptable  to  the 
Authority. 

2  Streets,   roads,  private  ways,   and  walks  shall  be  maintained  passable 

by  the  Contractor  a^his  expense,   and  the  Contractor  shall  assume  full  responsibility 
for  the  adequacy  and  safety  of  provisions  mode.     He  shall  conduct  his  construction 
operations  so  that  interference  with  the  flow  of  traffic  will  be  held  to  a  minimum. 

3  The  Contractor  shall  cooperate  in  every  way  possible  with  the  municipal 
authorities  maintaining  traffic  flow.     The  Contractor  shall  notify  the  Boston  Fire 
Department  when  any  street  is  to  be  closed  regardless  of  the  length  of  time  or   time 
of  day. 

4  ■  All  detours  shall  be  signed  and  lighted  as  directed  by  the  Engineer. 

SITE  INSPECTION 

1.  It  shall  be  contingent  upon  the  Contractor  to  Inspect  the  Site  cs  an  aid 

to  determining  the  extent  of  his  work  under  the  Contract  prior  to  submission  of  his  bid. 


-2o: 


PROTECTION  OF  EXISTING  STRUCTURES 

1  All  existing  walks,  pipes,   conduits,  poles,   fences,   stairv/ays,   curbings, 
walls,   buildings  and  other  structures  which  are  to  remain  In  place  shall  be  carefully 
supported  and  protected  from  injury  by  the  Contractor  without  additional  compensation 
and  in  case  of  injury  they  shall  be  restored  by  him  without  compensation  therefor  to  as 
good  condition  cs  that  in  which  they  were  found  in  the  opinion  of  the  Authority. 

2  The  Contractor  shall  take  all  necessary  measures  and  conduct  ail  of  his 
operations  such  as  to  protect  supporting  wells  and  foundations  of  buildings  and  other 
structures. 

ADDITIONAL  CONVENIENCE  OF  THE  PUBLIC 

1  Interference  with  traffic  flow  shall  be  kept  to  a  minimum  at  ell  times. 
Stockpiling  of  materials  In  the  streets  will  not  be  permitted. 

2  Noise  shall  be  kept  at  a  minimum  consonant  with  the  requirements  of  the 
work.      (Also  see  Section  ^18.0) 

SAFETY 

1  The  Contractor  is  referred  again  to  Section  120.0. 

.2  All  safety  standards  and  regulations  of  the  City  of  Boston,  the  Commonwealth 

of  Massachusetts,   the  Occupational  Safety  and  Health  Act  (OSHA),  and  the  Manuel  of 
Safety  of  the  Association  of  General  Contractors  shall  be  followed  by  the  Contractor  and 
the  Contractor  shall  include  in  his  bid  all   costs  for  such  compliance. 

WORK  QUANTITY  SUBMISSIONS  FOR  PARTIAL  PAYMENTS    (See  Sections  107.0 
'.  and  108.0) 

1  The  Contractor  shall  compare  his  work  quantity  reports  with  those  of  the 
Engineer  as  the  work  progresses  and  his  cumulative  totals  on  c  continuous  basis  as  the 
Engineer  may  require.     At  least  once  each  week  the  Contractor  shall  make  a  formal 
submission  of  work  quantity  reports  for  comparison  end  apprtsval  by  the  Engineer. 

2  Estimates  for  payment  are  generally  mcde  on  a  monthly  basis,  although  the 
period  varies.    Any  quantity  reports  submitted  later  than  seven  calendar  days  prior  to 
the  dote  established  by  the  Engineer  for  submission  of  a  partial  payment  request  will 
not  be  included . 
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3  Any  vfolafion  of  any  provision  of  fhe  Specfffcah-ons  whfch  the  Enafne^r 

and  wn.ch  ,s  not  r.med,ed  at  the  time  for  subm?ss?on  of  a  monthly  payment  estimate     shall 
oe  considered  sufflcent  reason  for  withholding  such  submission.  '  ' 


NOISE  CONTROL 


o        ^4-       .u  ^r  T,  ,        s'^ployed  on  this  site  shall  not  produce  a  noise  level 

exceeding  the  following  limits  In  Db(A)  at  a  distance  of  50  feet  from  nl  .       . 

fest.    (G.S.A.  permissible  noise  levels)  ^  equipment  under 


Equipment: 


Earthmoving 

front  loader  j^ 

backhoes  75 

Materials  Handling 

concrete  mixer  75 

concrete  pump  j^ 

crone  yr 

derrick  7c 


Stati 


one 


fy 


pumps  75 

generators  j^ 

compressors  75 

Impact 

jack  hammers  75 

rock  drills  80 

pneumatic  tools  80 

pile  driver  95 


Other 

saws 


75 


vibrators  7c 

2  The  Contractor  shall  comply  with  all  aopllcable  federal     statP  onr^  lo.    I  f 

.ra.nonces,  end  regulotlons  relotive  to  noise  control.     (See  e  pec  a  iv  OS  HA  "O  T'     I 

•^oise  Exposure",    1910.95)  V^ee  especially  Ub  HA     Occupational 

o  provide  .  ^J^^'f^.^^  ^^-P--^  ^f^°"  be  furnished  with  acoustical  enclosures  as  necessary 

rrov^ded  by  the  CoTracr"  °^^^"^°;  °"-     ^°"^'"-^  maintenonce  of  such  enclosures  shcH  be 
by  the  Contractor  to  assure  that  maximum  sound  levels  specified  are  not  exceeded 
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4.  Monitoring  of  noise  levels  shall   be  performed  if  directed  by  the 
Engineering,   and  shall   be  recorded  by  a  reputable  noise     comsi  "jtamt  retained 

by  the  Authority  or  by  the  City  of  Boston  Air  Pollution  Control   Commission. 

5.  Additional   monitoring  may  be  performed  as  a  result  of  any 
significant  change  in  equipment  or  methods  used  in  any  of  the  Contractor's  o 
operations,  or  in  the  Engineer's  opinion  noise  levels  have  increased  substantially 
over  those  last  monitored. 

6.  The  Contractor  shall   cooperate  to  the  extent  required  to  permit 
such  nonitoring. 

7.  Where  field  sound  measurements  reveal   sound  levels  exceeding  those 
listed  in  Section  422.1   above,   the  Contractor  shall   cease  operating  such  equioment 
apd  shall   either  repair  or  replace  it  with  equipment  complying  with  these  sound 
levf^ls. 
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SECTION  A 
DESCRIPTION  OF  WORK 
12  Morley  Street 
KITTREDGE  SQUARE  URBAN  RENEWAL  AREA 


CORNICE: 


1.   Remove  existing  cornice  trim  and  replace  it  completely  with  new 
cornice  trim,  to  match  exactly  that  being  removed,  on  all  four 
sides  of  the  building.  This  work  shall  include  all  necessary  wood 
backup  framing,  removal  and  replacement  of  rotted  or  deteriorated 
sections,  either  as  part  of  the  cornice  construction  (fascia  and 
plancia  boards)  or  part  of  the  adjacent  entablature  or  frieze  at 
the  gable  ends. 

GUTTERS: 

1.  Remove  existing  gutters   and  replace  them  with  4"   x  5"  wood  fir 
gutters.     All   gutters   shall    be  of  one-piece  construction,  joined 
at   intersections  by  means  of  a  mitre  cut  and  lead  flashings. 

2.  The  gutter  at  the   rear  wall   may  be  spliced  if  a  one-piece  gutter  is 
not  available.     The  splice  shall    be  mitred  at  45  degrees  and  be 
flashed  using  lead,   cut  into  and  overlapping   the  joint. 

3.  Goosenecks  shall   be  a  minimum  of  1    1/2"   and  shall    be 
made  of  lead. 

WOOD  TRIM: 

1.  Remove  all  deteriorated  wood  trim  on  Cupola,  Dormers,  belt  lines,  etc. 
and  replace  with  new  to  match  existing. 

2.  If  it  is  necessary  to  conduct  special  milling  operations  in  order  to 
match  existing  wood  trim  exactly,  them  it  shall  be  done. 

3.  Remove  all  deteriorated  wood  trim  from  the  two  pilasters  and  the  four 
cornerboard  configurations  and  replace  them  with  new  trim  to  match  the 
existing,  including  any  concealed  wood  framing  necessary  to  strengthen 
these  pilasters  and  corners  against  the  building. 

SILLS: 

1.   Remove  and  replace  deteriorated  and  rotted  sections  of  the  main  house 
sill.  The  exterior  walls  shall  be  temporarily  shored  while  the  sill 
replacement  takes  place.  "Z"  clips  or  angles  may  be  used  with  4"  x  6" 
shores  against  a  "Deadman"  to  insure  temporary  support.  The  sills  shall 
be  replaced  with  material  of  the  same  dimension,  and  wall  studs  shall 
be  secured  to  the  sills. 
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12  Morley  Street 

FRONT  PORCH: 


1.  Remove  the  existing  front  porch  framing  and  flooring,  front  stairs, 
and  all  remaining  trim  under  the  porch. 

2.  Construct  a  new  front  porch  to  match  the  porch  that  was  removed. 
The  new  porch  shall  contain  new  2"  x  8"  joists,  new  1"  x  4"  square 
edged  flooring,  railings  constructed  of  2"  x  4"  rails  and  2"  x  2" 
balusters  from  a  design  to  be  supplied  by  the  BRA  Urban  Design 
Department. 

3.  New  stairs  are  to  be  constructed  at  the  left  end  of  the  new  front 
porch,  and  shall  match  the  stairs  removed,  except  that  the  railings 
shall  be  of  2"  x  4"  framing  as  designed  by  the  BRA  staff. 

4.  An  allowance  of  $700.00  shall  be  carried  for  porch  stairs  and 
rails  as  described  in  #3  above. 

5.  Rebuild  the  four  brick  piers  that  will  support  the  four  porch 
columns. 

The  pier  reconstruction  should  be  scheduled  so  as  to  take  advantage 
of  the  roof  support  derived  from  the  existing  columns,  and  after  the 
two  new  columns  are  installed  on  two  rebuilt  masonry  piers,  the 
remaining  two  columns  shall  be  supported  while  the  final  two  piers 
are  rebuilt. 

6.  The  area  around  and  under  the  perimeter  of  the  porch  and  stairs  shall 
be  enclosed  with  lattice  work  to  match  the  existing  design.  The 
lattice  shall  be  1  -  3/8"  pine,  painted  as  directed,  and  the  framing 
and  trim  shall  be  2"  x  4"  backup  and  1"  x  8"  pine  trim  (paint  grade). 

7. a)  Replace  the  two  missing  wood  columns  at  the  front  porch  with  two  new 
wood  columns  that  match  the  existing  columns  in  every   detail. 

b)  The  work  to  repair  the  columns  and  the  replacement  of  the  two  missing 
columns  will  include  repair  and/or  replacement  of  the  column  bases 
and  capitals. 

c)  Special  care  shall  be  taken  to  duplicate  exactly,  the  two  column 
capitals  and  the  two  original  column  bases  (which  have  been  removed 

but  which  can  be  copied  from  the  round  column  bases  at  No.  10  Linwood  St. 
which  is  located  on  the  other  side  of  Alvah  Kittredge  Park). 

BULKHEAD: 

1.   Install  one  exterior  wood  step  at  the  bulkhead  located  in  the  rear 
of  the  building. 

FOUNDATION: 

1.   Repair  loose  or  broken  masonry  foundation  sections,  with  masonry  to 

match  the  existing.  Mortar  shall  be  mixed  to  match  the  existing  mortar 
in  color  and  texture. 
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WINDOWS: 


1.  Remove  the  two  first  floor  left  front  windows  completely,  and  replace 
them  with  complete  new  window  frames,  trim  and  sash.  The  new  windows 
shall  contain  double  hung  6/9  sash,  complete  with  the  appropriate 
hardware.  Paint  new  work  with  a  primer-sealer  and  finish  with  two 
coats  of  (leadfree)  latex  paint. 

2.  Remove  the  two  first  floor  right  front  window  sash  completely  and 
replace  them  with  new  double  hung  6/9  sash,  complete  with  hardware. 
Paint  and  seal. 

3. a)  Remove  all  existing  window  sash  (approx.  57  windows,  including  basement 
sash)  and  replace  with  new  window  sash  as  follows: 

Front  wall,  two  side  walls  and  rear  wall  -  36  openings,  6/6.  Rear  wall, 
one  window  to  match  other  first  floor  windows  by  reframing  the  former 
door  openings.  See  Door  section. 

Install  two  new  windows  and  frames  complete,  where  the  two  half 
windows  have  been  installed  in  the  old  openings  at  the  rear  wall. 

Cupola,  8  openings,  2/2-  Complete  new  frames  and  trim  are  needed 
here. 

Basement,  10  window  openings.  The  new  windows  shall  be  double  hung 
wood  sash,  2/2,  with  new  frames,  installed  in  the  30  x  36  rough  opening. 

b)  Repair  in  place  or  replace  as  necessary,  window  frames,  trim,  jamb 
liners,  balancers,  side  stops,  parting  beads  and  locks. 

STORM  SASH: 

1.  Install  new  wood  storm  windows,  2/2  on  all  main  house  windows,  cupola, 
and  basement  windows. 

2.  The  new  wood  storm  windows  shall  be  equipped  with  interior  locking  hardware 
and  exterior  hanging  hardware.  The  new  storm  windows  shall  be  fitted  to 
each  window  and  made  weathertight.  A  number  system  shall  be  used  to 
identify  each  window  opening  with  the  respective  storm  sash,  such  as 
punching  "7"  on  the  interior  section  of  window  sill  where  it  will 
ordinarily  be  covered  by  the  closed  bottom  sash. 

3.  Install  new  brushed  aluminum  half  screens,  in  aluminum  runners,  on  all 
windows,  including  the  eight  cupola  windows,  but  not  including  the 
basement  windows. 

CHIMNEYS: 

1.  Repair  three  chimneys   by  rebuilding  the  top  several    courses  with 
existing  bricks   in  new  mortar. 

2.  Rebuild  the  left  rear  chimney  from  the  roof  line  up,  to  match  other 
chimneys;  include  new  flashings.  Flue  liners  shall  be  installed  to 
match   those   removed.      Existing   bricks   shall   be   reused. 
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CHIMNEYS  (CON"T): 

3.   Rake  out  all  joints  in  the  three  (3)  standing  chimneys  to  a  depth  of  1/2' 
and  repoint  them  with  mortar  to  match  the  existing. 

ROOFING: 

1.  Remove  the  existing  roofing  down  to  the  boarding,  replace  any  defective 
boards  with  new  boards,  and  lay  15  lb.  felt,  aluminum  drip  edge,  and 
new  asphalt  strip  shingles,  complete. 

2.  The  new  shingles  shall  be  Bird,  GAF  or  equal,  235  lbs.  per  sq.  self- 
sealing  and  carry  a  National  Underwriters  Class  "C"  label. 

3.  The  work  shall  include  all  new  lead  base  and  counter  flashings  at 
chimneys  and  new  flashings  at  all  penetrations  and  rising  walls. 

4.  The  color  of  the  shingles  shall  be  black. 
DOWNSPOUTS: 

1.  Install  new  steel  galvanized  round  corrugated  downspouts,  4"  in 
diameter,  28  gauge,  at  old  downspout  locations. 

2.  New  downspouts  shall  be  prime  coated  and  receive  two  finish  coats 
of  paint. 

SKYLIGHTS: 

1.  Install  two  new  skylights,  one  each  at  front  and  rear  roof 
locations,  to  match  the  existing. 

2.  The  new  skylights  shall  be  properly  flashed  and  be  equipped  with 
hardware  that  will  allow  them  to  be  opened  and  closed  from  the 
inside  without  difficulty  (approx.  30"  x  42"). 

DORMERS: 

1.  Remove  shingles   from  dormer  cheeks   at  front  and  rear  roofs,   install 
new  flashing  and  apply  new  clapboards  to  the  dormers. 

2.  The  new  clapboards   shall   be  back-primed  before  installation  and 
shall   be  installed  to  match  the  spacing   on   the  sides   and  rear  of 
the  building. 

3.  Repair  or  replace  the  wood  trim  at  the  dormer  windows   and  install 
new  roofing  as   required  elsewhere   in  this  write  up. 

CUPOLA: 


1.  Remove  shingles   at  the   lower  section  of  the  cupola  and  replace  them 
with  new  clapboards  as  specified  for  the  dormer  cheeks. 

2.  Replace  worn  or  rotted  cupola  trim,   gutters,   and   facia.      Paint  completely 
with  a  primer-sealer  and  two  coats  of  latex  paint. 
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CUPOLA  (CON'T): 

3.        Re-roof  along  with  main  roof. 
CLAPBOARDS  AND  SIDING: 

1.  Repair  all   exterior  clapboards   and  re-nail  where  necessary.      Replace 
all    loose,   cracked  or  deteriorated  clapboards    (approx.    700  s.f.)  with 
clapboards   of  the  same  type  and  spacing  as   the  existing  clapboards. 
New  clapboards   shall   be  back-primed  before  installation. 

2.  Ship-lap  board  siding  shall   be   repaired,   re-nailed  and  replaced 
where  necessary,   including  back-up  nailing  pieces  where  sound 
nailing  areas   are  missing. 

3.  Existing  water  table  on   four  sides  of  the  building  shall   be   removed 
and  replaced.     The  water  table  shall   consists  of  new  2"   x  4"  fir 
pieces  to  match  those  sections  being   removed. 

REAR  PORCHES: 

1.  Remove  existing  metal   fire  escape  at  rear  wall    and  dispose  of  it. 
Holes   left  by  the   removal   of  the  fire  escape  shall    be   repaired, 
filled  and  painted  immediately. 

2.  Install   two   (2)   new  wood  rear  porches  on  the  rear  wall    of  the 
building,    to  conform  to  the  Design  Sketch  included  in  the 
specification. 

3.  The  porches  shall   be  constructed  of  8"  x  8"   corner  posts    (set  on 
concrete   footings   and  piers)   and  4"  x  6"   girts  joined  to  the  columns 
by  a  "Boston"   cut  and  knee  irons. 

4.  Install    2"   x  8"   fir,   spruce,   or  hemlock  joists   at  each  level    (roofline, 
second  and  first  floor),   and  1"  x  4"   square  edge  fir  flooring,   spaced 
to  drain  water.     Porch   railings  shall    be  constructed  out  of  2"   x  4" 
rails  with  2"   x  2"   balusters,  or  pickets. 

5.  An  egress   stairway  shall   be  constructed  through  the  porches   as  shown 
in  the  sketch.     The  stairs   shall   be  open-riser  construction,  with 
three  2"  x   12"  stringers  and  2"   plank  treads.     Handrails   shall    be 

2"  x  4"   rails   and  balusters   properly  secured  to  framing  posts   as 
needed. 

6.  The  Contractor  shall    repair  any  damage  to  the  walls,   facia  and  gutter 
configuration  or  trim,   disturbed  during  the   installation  of  the  rear 
porches. 

7.  NOTE: 

Porch  deck  elevations  shall  be  determined  by  the  existing  door  sill 
locations  at  first  and  second  floors,  and  by  good  construction 
practice. 
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REAR  PORCHES  (CON'T): 
8.   New  concrete  footings  and  piers  shall  be  constructed  as  follows: 

a)  Footing  16"  x  16"  x  20" 

b)  Pier,  12"  x  12"  by  (min.)  12" 

c)  Pier  shall  be  formed  to  provide  a  permanent  water 
shed  or  slope,  away  from  column  base. 

SIDE  PORCH: 


1.  Remove  and  completely  replace  the  right  side  wooden  porch  and 
stairs. 

2.  Install  new  concrete  footing  and  piers,  and  new  porch  framing  and 
decking  of  roughly  the  same  size  in  area  as  the  removed  porch. 
Install  new  steps  to  the  rear  yard  and  a  new  wood  frame  ramp 

to  the  front  sidewalk.  The  new  ramp  shall  contain  a  slope  and  width 
that  is  standard  for  handicapped  persons  (but  not  more  than  1'  in  10' 
in  any  case)  and  contain  proper  railings  and  feathered  edge  at  the 
new  right  side  sidewalk. 

3.  The  new  steps  to  the  rear  yard  shall  contain  three  stringers,  fir 
treads,  and  risers  of  paint  grade  pine.  The  stringers  shall  be 
finished  in  paint  grade  pine  skirts,  where  they  are  exposed. 

4.  Porch  and  stair  rails  shall  be  2  x  4's  with  3"  x  4"  wood  post 
supports,  similar  to  the  existing  porch. 

PORCH  PAINTING: 

1.       All    porches  shall    be  painted  with  two  coats  of  non-lead  paint,   in   dry 
weather.     Porch  decks    (1x4  square  edge)   shall    be  coated  with  cuprinol 
or  other  acceptable  wood  preservative. 

SIDE   RAMP: 

1.  Install  a  new  wood  frame  ramp  from  the  right  side  porch  to  the  sidewalk 
at  the  side  of  the  house.  The  new  ramp  shall  contain  a  slope  and  width 
that  is  standard  for  handicapped  persons,  (but  not  more  than  1'  in  10' 
in  any  case)  and  contain  proper  railings  and  feathered  edge  at  the 

new  sidewalk  (right  side). 

2.  The  estimated  cost  for  this  ramp  shall  be  carried  as  a  separate  price 
on  the  bid  form,  and  the  cost  shall  be  pa>d  by  the  homeowner. 

3.  The  side  ramp  shall  be  finished  and  painted  as  described  in  porches, 
above. 

DOORS  AND  FRONT  ENTRANCE: 

1.   Install  new  exterior  wood  doors  as  follows: 

a)  Two  (2)  at  rear  wall,  to  match  those  replaced. 
Install  appropriate  hardware,  complete. 
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DOORS  AND  FRONT  ENTRANCE  (CON'T): 

The  new  doors  shall  be  similar  in  design  to  the  "Morgan  M-lOO". 

b)  One  (1)  at  the  basement  bulkhead  opening,  of  solid  core  wood, 
with  appropriate  hardware  and  an  extra  interior  dead-bolt. 

c)  The  center  of  the  rear  wall  contains  a  remodeled  door  opening 
that  is  partially  filled  with  a  small  window.  This  opening  is 
to  be  framed  for  a  new  window,  double  hung,  6/6,  to  match  other 
first  floor  windows.  New  clapboards  shall  be  installed  and 
fitted  to  adjoining  existing  clapboards  so  that  no  clear  joint 
wil 1  be  seen. 

d)  One  (1)  door  at  first  floor  right  side  porch,  to  match  new  rear 
doors.  The  existing  frame,  sill  and  trim  shall  be  repaired,  scraped 
and  painted  with  two  coats  of  paint.  The  new  door  shall  contain 

all  necessary  and  appropriate  hardware,  complete. 

e)  One  (1)  front  entrance  door,  similar  to  the  "Morgan  M-lOO". 

Remove  the  wood  filler  pieces  at  the  side  lights  and  replace  with 
new  side  lights  and  new  top  lights  of  glass.  Replace  any 
deteriorated  wood  rabbet  sections  and  paint  complete.  The  door 
surround  design  shall  be  as  it  exists,  and  similar  to  the 
"Morgan  M-127"  front  entrance. 

Install  a  new  10"  x  3"  brass  mail  slot  in  the  right  hand,  side- 
light configuration,  as  appropriate. 

f)  Four  (4)  new  "BROSCO"  wooden  combination  storm  and  screen  doors 
(No.  11,  containing  12  lights).  One  (1)  storm  door  each  at  front 
and  right  side  locations,  and  two  (2)  at  the  rear  wall  locations. 

PAINTING: 


1.  Remove  all  loose  and  scaling  paint  from  the  entire  building.  Perform 
all  necessary  scraping,  sanding,  caulking,  putty  and  prime  painting 
before  applying  two  finish  coats  of  exterior  latex  paint. 

2.  Exterior  painting  shall  not  be  done  in  rainy  or  frosty  weather,  or 
until  surface  has  thoroughly  dried  after  such  conditions. 

3.  Exterior  doors  shall  be  stained  or  painted,  as  directed  by  the 
B.R.A.  Urban  Design  Department. 

4.  The  Contractor  will  remove  all  storm  windows  prior  to  applying  the 
primer  and/or  two  finish  coats  of  paint.  New  storm  windows  will  not 
be  installed  until  the  exterior  painting  of  the  house  is  complete. 

5.  Paint  on  new  storm  windows  shall  match  that  being  applied  to  main 
walls  and  trim. 

6.  All  exterior  paint  colors  will  be  selected  by  the  BRA  Urban  Design 
Department. 
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SIDEWALKS: 


1.  Install  a  new  4"  concrete  sidewalk  on  4"  of  compacted  gravel, 
from  new  steps  at  front  porch  to  public  sidewalk,  and  from 
right  side  porch  ramp,  to  public  sidewalk.  Install  a  new 
concrete  pad,  36"  x  36"  at  grade  where  side  steps  descend  to 
rear  yard. 

2.  The  new  sidewalks  shall  be  36"  in  width  and  shall  have  a 
"broom"  finish  at  right  angles  to  its  length. 

SHRUBS: 

1.  Remove  all   debris   from  front,   side  and  rear  yards.      Install    loam, 
fertilizer,   grass  seed  and  shrubs   at  the  front  yard.     The  shrubs 
shall   consist  of  10  pieces  of  Juniper  Horizontal  is    (low,   ground 
covering  Juniper). 

2.  Contractor  shall    carry  an  allowance  of  $100.00  for  the  purchase 
of  shrubs. 
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The  Edward  Everett  Hale  House 

The  Edward  Everett  Hale  House  is  a  large  two-story  structure  with  a  gable  roof 
set  side  to  street.   Five  bays  wide  by  four  bays  deep,  the  house  is  dominated 
by  a  three-bay  wide  portico.  The  roofline  is  broken  by  pairs  of  lateral 
chimneys,  a  oair  of  double-sashed,  pedimented  dormers  that  flank  the  portico, 
and  is  crowned  by  a  cupola.  The  giant  tetrastyle  Ionic  portico  is  missing  the 
rightmost  fluted  column  and  the  leftmost  column.  The  entablature  of  the  portico's 
low  triangular  pediment  continues  around  all  elevations  having  a  complete  return 
which  forms  an  imitative  pediment  on  the  gable  ends. 

Pairs  of  wide  pilasters  frame  the  facade 's  end  window  bays,  and  flat  trabiated 
members  border  the  elongated  ground  floor  windows.  The  inner  windows  are 
defined  by  eared  corner  mouldings.  Only  the  pair  of  ground  floor  windows  to 
the  right  of  the  central  entrance  retain  their  original  6/9  pane  sashes,  since 
the  left  pair  have  been  reduced  and  the  bottom  filled  in.  The  uoper  story  6/6 
pane  sashes  set  close  to  the  cornice  appear  intact. 

The  dignified  entrance  illustrates  more  typical  Greek  Revival  elements: 
a  broad  eared  corner  moulding  surrounds  the  large  paned  transom  and  side  lights. 
The  door  is  not  original.  One  originally  reached  the  entry  laterally  from  the 
portico's  side.  Now  a  modern  stairway  at  the  center  leads  up  to  the  porch. 

The  walls  of  the  facade  are  flush-boarded,  and  the  walls  of  the  other  elevations 
are  covered  in  clapboarding. 

The  center  door  in  the  south  elevation  is  flanked  by  side  lights,  topped  by  a 
wide  rectangular  transom,  and  crowned  with  a  cornice.  The  wide  center  hall 
extends  through  the  house  from  front  to  rear  and  divides  the  four  rooms  on  the 
first  floor  into  pairs.  To  the  left  of  the  hall  are  the  living  room  in  front 
and  the  dining  room  behind.  To  the  right  of  the  hall  is  the  study  in  front,  a 
lateral  stair  hall  with  the  staircase  in  the  center,  and  in  the  rear  corner, 
the  kitchen.  The  walls  are  plastered  and  the  floors  are  of  wide  boards.  The 
three  principal  rooms  have  their  original  marble  mantels. 

The  second  floor  has  four  bedrooms  and  a  bath  and  three  of  the  four  marble 
mantels  are  still  in  place.  The  third  floor  contains  five  more  chambers  and 
a  bath. 

The  Edward  Everett  Hale  House  is  an  outstanding  example  of  a  large  frame  Greek 
Revival  residence.   It  was  built  during  a  period  which  witnessed  large-scale 
development  of  a  rural  neighborhood  into  a  dense  suburb  representing  all  phases 
of  Victorian  architectural  styles.  The  most  notable  owner  of  this  house  was 
Edward  Everett  Hale,  (1822-1009),  Unitarian  clergyman,  humanitarian  reformer, 
and  author  of  the  short  story,  "The  Man  Without  A  Country",  (1863),  who  lived 
in  the  house  from  1869  to  1909. 

The  Hale  House  was  probably  built  in  1841  by  a  carpenter  named  Benjamin  Kent 
and  was  originally  located  at  39  Highland  Street,  around  the  corner  from  its 
present  location  on  Morley  Street'.  Highland  Street,  had. been  laid  outin  1825  by  a 
group  of  citizens  who  bought  a  26  acre  parcel  in  Roxbury  Highlands  including 
the  site  of  the  Roxbury  High  Fort  in  order  to  create  a  pleasant  residential 
cormiunity  and  to  preserve  the  Fort.  Only  scattered  building  occurred  on 
Highland  Street  until  the  mid  1830's  when  purchasers  of  large  lots  began  to 
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Edward  Everett  Hale  House  (Con't) 

to  build  hansome  residences  in  the  current  fashionable  architectural  styles.  Soon 
the  pattern  of  development  during  the  mid- 19th  century  consisted  of  a  gradual 
selling  off  of  individual  lots  on  which  detached  single  or  double  houses  were 
built,  either  by  the  original  developer,  by  a  speculative  builder,  or  by  a  new 
owner  for  his  own  use.  By  the  end  of  the  century,  the  "pleasant  residential 
community"  envisioned  by  its  formulators  had  become  a  densely  built  up  suburb 
with  a  full  cross  section  of  suburban  architecture  and  building  types. 

According  to  early  deeds,  Benjamin  Kent  in  1841  purchased  a  large  lot  between 
Highland  Street  and  Centre  Street  "with  a  mansion  thereon".  Only  a  year  later, 
he  sold  the  parcel  "with  the  mansions  there  on"  for  nearly  twice  the  original 
cost.  The  structure  built  then  is  an  elaborate  example  of  the  prevailing 
stylistic  idiom,  Greek  Revival,  often  borrowed  by  builders  for  their  suburban 
residences. 

When  the  house  came  into  the  posession  of  the  Reverend  Edward  Everett  Hale  in 
1859,  its  land  was  considerably  reduced.  Hale  lived  there  until  his  death  in 
1909.  Between  1899  and  1906,  the  house  was  moved  from  its  Highland  Street 
frontage  around  the  corner  to  12  Morley  Street 


Text  prepared  by  Judith  McDonough  of  the  Boston  Redevelopment  Authority,  as 
part  of  an  inventory  for  the  National  Register  of  Historic  Places, 
Boston  Landmarks  Commission,  March,  1973 


The  following  pages  have  been  copied  from  a  catalogue  and  brochure  of  a  certain 
Wood  Column  manufacturer  and  are  included  here  only  as  an  aid  to  contractors  who 
intend  to  estimate  certain  specialty  costs  and  bid  on  the  rehabilitation/restoration 
of  12  Morley  Street  in  the  Kittredge  Square  Renewal  Area.   It  is  not  intended 
that  these  pages  serve  as  an  endorsement  of  a  certain  company  or  product. 
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SCHWERD'S 

No.  105 


SCHWERD'S 

2ualUtf,    Wood   QoLufttti, 


Observe  that  it  contains  no 
prices.  This  is  for  your  protection 
and  ours. 


Write,  Wire  or  Phone 
for  Quotation. 

OFHCE  AND  FACTORY 


A.  F.  SCHWERD  MFG.  CO. 

3215  McClure  Avenue 

Pittsbiorgh,  Pa.  15212 

Az«  Coda  412     '    Phone  766-6322 


In  preparing  this  catalogue  of  Column 
details,  it  has  been  our  aim  to  show  in  a 
practical  manner  why  we  are  known  to  the 
trade  as  "Column  Specialists." 

When  details  are  not  furnished  we  man- 
ufacture the  columns  to  conform  to  classic 
orders,  and  by  using  our  own  specially  de- 
signed machinery  we  obtain  the  proper  en- 
tasis in  the  rough  shaft,  and  therefore  do  not 
weaken  it  in  the  turning. 

Besides  these  manufacturing  advantages 
we  carry  a  large  stock  of  lumber  in  selected 
grades  for  Exterior  and  Interior  work,  which 
gives  us  exceptional  facilities  for  filling  your 
orders  promptly. 

In  special  wood  turning,  we  can  quote 
you  on  Rolls,  Pulleys,  Discs,  Lamp  Posts,  Bal- 
usters, Newels,  etc. 

If  you  are  one  of  our  old  customers  during 
the  many  years  since  our  beginning  in  1860 
you  know  our  product,  if  not  send  us  your 
inquiries  and  orders  and  join  our  list  of  sat- 
isfied customers. 

For  further  information  see  our  advertise- 
ment in  Sweet's  Arcliitectural  File  or  The 
American   School   &   University. 
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HOW  TO  ORDER  COLUMNS  AND 
PILASTERS 


DETAILS — Send   us   your   detail   or   select   one   ol 
our  standard  details   from   this  catalogue. 


DIMENSIONS — In  ordering  or  requesting  quota- 
tion refer  first  to  tlie  column  detail  number  (see 
following  pages)  and  state  quantity  desired,  give  size 
at  largest  and  smallest  diameter  of  shaft  and  the 
length  overall  including  Cap  and  Base.  Slate  if  for 
Interior  or  Exterior  use. 


PLINTHS — We  recommend  Ventilating  the  Square 
member  of  the  wood  base,  or  we  can  furnish  Cast 
Iron   Ventilated   Plinths   or   Lead   Pads. 


PILASTERS — In  ordering  pilasters  to  match  col- 
umns give  dimensions  at  top  as  well  as  bottom  of 
shaft.    State  also, 

( 1 )  Whether  the  width  of  the  pilaster  must 
equal  the  largest  or  smallest  diameter  of 
the   column   shaft. 

(2)  Whether  the  width  must  equal  the  mean 
diameter  of   the  column. 

(3)  Whether  the  pilasters  ore  to  have  the 
same    taper    as    the    columns. 

(4)  What   is   the   depth   of   the   return. 


GLUE — We  use  nothing  but  the  best  Water-proof 
Casein  Glue  in  all  joints  of  the  shait,  and  in  the 
miters  of  all  members  of  the  caps  and  bases,  as 
well   as   between   each   member. 


FINISH — All  exterior  columns  and  pilasters  are 
primed  (2)  coats  before  leaving  the  factory.  li  for 
Interior    please    state    treatment    desired. 


-  S CHWERD'QU^LITV -COLUMNS  •. 

SHOWING  WHERE  MEASUREMENTS 
OF  COLUMN  SHOULD  BE  TAKEN 
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Sections  oi  Columns  and  Pilaster 
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Stylo  A 


Style  B 


Style  C 

Various  ways  of  finishing  columns  at  Bottom 

of  Shaft 
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COLUMN  HANDLING  AND 
ERECTION 

Great  care  is  taken  in  the  crating  of  SCHWERD 
columns  for  shipment.  Shafts,  caps  and  bases  are 
crated  with  heavy  wood  strips  and  steel  straped, 
insuring  delivery  in  perfect  condition  to  the  trans- 
portation company,  where  our  responsibility  ceases. 
See  that  Columns  are  in  good  condition  before  taken 
from  the  Railroad  Station — or  have  notation  of  the 
damage  made  by  Freight  Agent  on  your  freight 
receipt. 

Columns  must  be  stored  in  a  dry  place  if  they 
arrive  before  you  are  ready  to  install  them.  Do  not 
store  in  cellar  or  newly  plastered  house,  and  never 
lay  them  on  the  ground. 

Columns  are  primed  with  two  coats  of  paint  at 
our  factory,  and  when  erected  we  suggest  you  use  a 
heavy  coat  of  white  lead  between  the  wood  base  and 
the  shaft.  Immediately  apply  one  coot  of  paint,  and 
then  we  recommend  two  additional  coats  as  soon  as 
possible  We  want  to  make  it  clear  not  to  depend  on 
our  prime  coats  of  paint  to  protect  the  columns  alter 
erection. 

When  erecting  exterior  columns  do  not  attempt  to 
completely  seal  them,  as  moisture  will  form  inside  the 
columns  no  matter  how  tightly  sealed,  and  this  will 
eventually  cause  decay  All  columns  must  be  venti- 
lated at  the  top  and  bottom  so  a  continuous  current 
of  air  is  flowing  ihside  the  columns  to  keep  them  dry. 
If  it  is  not  practical  to  ventilate  the  bases  on  the  job. 
we  can,  if  requested,  ventilate  the  wood  plinths,  fur- 
nish ventilated  cast  iron  plinths,  or  lead  pads.  Rain 
or  snow  must  be  kept  out  of  the  top  of  the  columns, 
but  there  must  also  be  on  opening  at  the  top  for 
ventilation.  H  this  cannot  be  done  through  or  beside 
the  plate,  holes  may  be  bored  near  the  neck  bead  on 
the  side  of  the  column  facing  the  building. 

We  ore  convinced  that  by  the  observance  of  the 
above  rules  you  will  eliminate  column  troubles,  as 
our  long  experience  and  close  investigating  shows 
that  the  big  percentage  of  trouble  arises  from  causes 
beyond  the  control  of  the  manufacturer.  If  SCHWERD 
columns  are  properly  stored,  erected,  painted  and  la- 
ter given  the  same  attention  as  the  other  exterior 
miUwork    they   will   last   indefinitely. 


PUUN 

Roman  Doric  Column 
No.  110 


Furres 

Roman  Dobic  CoLtntN 

No.  115 
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C  OL  UMNS 


Plaim 

Gkees  Dobic  Colukh 

No.  120 


Flutes 

Gb^  Dobic  Column 

No.  12S 


Plain  Dobic  Cat 

Attic  Base  Column 

No.  130 


Flutes  Dobic  Cap 

Attic  Bass  Column 

No.  135 


VENTILATED  CAST  fflON  PLINTHS 

We  have  found  from  careful  and  extended  study 
of  ventilated  cast  iron  plinths  that  they  hove  filled 
a  long-felt  necessity.  They  not  only  eliminate  the 
annoyance  often  caused  by  the  checking,  dishing 
and  ultimate  decaying  of  mitred  wood  plinths,  but 
also  provide  for  the  circulation  of  air  to  the  inside 
of  the  column  shaft,  which  is  a  very  essential  fea- 
ture. We  <JJ9  prepared  to  furnish  ventilated  cast 
iron  plinths  at  a  nominal  cost  in  order  to  encourage 
their  use.  They  ore  finished  smooth  and  given  one 
coot  of  mineral  paint  at  the  factory,  and  when  paint- 
ed on  the  job,  they  harmonize  with  the  finish  of  the 
column. 


VENTILATED  CAST  IRON  PLINTH 
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Pladi  Coldmn 

CoRornoAif  Cap  Attic 

Bask  No.  ISO 


Flutes  Column 

CoBBTTKiAif  Cap  Attic 

Ba5Z  No.  155 


.5"  CH  WERD-^Q  UyiLl  TY-COL  UMISLS  _     •'^.  _ 
STOCK  MODEL  COMPOSITION  CAPS 


Roman  Ionic  No.  141 


Grezz  Ionic  No.  142 


Roman  Dobic  No.  143 


Composite  No.  151 


TB4PLE  or  Winds  No.  152 


MooEBN  Ionic  With 
Nccxino  No.  153 


Modern  Ionic  No.  144  Greek  EaEomiEUM  No.  154 

Special  Model  Cops  Made  to 
Architects  Details 


10 


11 
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SOIi'WEI^D  wooci  oolu-mns 

PP/PRODUCT  PRESENTATION 
turned  wood  posts 

Posts  ore  made  from  sections  of  Northern  White  Pine,  accurately 
milled,  glued  loqeiher  under  pressure,  and  hand  turned.  Ample  space 
13  provided  throughout  ihe  height  of  the  post  lor  either  electric  or  gas 
installation.  Standard  designs  ore  shown;  special  designs  can  be 
hirnished  to  Architect's  details. 

FINISH:  All  posts  are  treated  with  Wood-Liie  preservative.  Posts  are 
primed  two  coats  oi  paint,  and  the  lower  18"  is  dipped  in  osphaltum 
paint,  as  further  protection. 

DIMENSIONS:  All  posts  are  8'  long;  special  heights  can  be  furnished 
on  request.  Diameters  of  Ihe  round  sections  vary  from  4"  to  SVi". 
Lantern  connection  is  3":   3Vi"  supplied  on  request. 


r-     -i 


y 


P-I4 


P-24  P-35  P-45  P-S5  P-45 


^^5  P-94 


L-40 


1-50 
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copper  lanterns 

Lanterns  ore  made  from  extra  heavy  copper.    Glass  panels  are  clear 
glass,  and  glass  chimneys  have  an  acid-etched  finish. 

fINISH:     Standard  finish  is  a  durable  black.    Special  antique  copp>er 
finish  furnished  on  request. 

DIMENSIONS:     All  lanterns  have  a  3"  collar  connection.    They  range 
In  size  from  9"  to  13Vi"  square,  and  from   17"  to  26"  in  height 


UA/USES,  APPLICATIONS 

some  recent  installations  of 
Schwerd  columns 


CONNECTICUT,   Eail  Hartford 

Lamplight  Village.  30  detail  20*  x  24' 

Downey  &  Hudson,  Builders,  East  Hartford,  Conn. 

CONNECTICUT,   Fairflald 

First  Presbyterian  Church,  4  detail  24'  x  24' 
Arland  A.  DIrlam,  Architect,  Boston.  Mass. 

DELAWARE,  Dovar 

Wesley  College,  4  detail  20'  x  16' 

Larson  &  Larson,  Architects,  Winston-Salem,  N.  C. 

KENTUCKY.  Ludlow 

Ludlow  Baptist  Church,  4  detail  20*  x  21' 

Ellisten,  Hall  &  Stockwell,  Architects,  Covington,  Ky 

MAINE,  Lcwiiton 

Administration  Building,  Bates  College,  4  detail 
30'  X  30',  Alonro  J.  Harriman  Associates,  Inc., 
Architects,  Auburn,  Me. 

MARYLAND,  Silver  Spring 

Hughes  Methodist  Church,  4  detail  20'  x  23' 
Beniamin  P  Elliott  Architect.  Silver  Spring,  Md. 

MISSISSIPPI,   Amory 

First  Baptist  Church,  4  detail  24'  x  29' 

B.  A.  England.  Architect.  Corinth,  Mississippi 

NORTH  CAROLINA.  Bannelt 

Bennett  Baptist  Church,  4  detail  28'  x  18' 
Victor  0.  Cole,  Architect  Raleigh,  N.  C. 

OHIO,  Athtobula 

SL  Peters  Episcopal  Church,  5  detail  28'  x  17' 
Copper,  Wade  &  Copper,  Architects,  Cleveland,  Ohio 

OHIO,  Nowork 

Moundbuilders  Country  Club,  4  detail  24'  x  22' 
Orville  Varasso,  Architect  Newark,  Ohio 

OKLAHOMA,  Ado 

First  Presbyterian  Church,  4  detail  16'  x  18' 
Albert  S.  Ross,  Architect  Ada,  Oklahoma 

PENNSYLVANIA.  Plttibur«h 

Fox  Chapel  Presbyterian  Church,  10  detail  20*  x  21' 
Charles  M.  Stotz,  Architect  Pittsburgh,  Pa. 

TEXAS,  KillMn 

First  Methodist  Church.  4  detail  32"  x  21' 
George  E.  Chnstensen,  Architect  Dallas.  Texas 

VIRGINIA.   Richmond 

Montrose  Baptist  Church,  4  detail  24'  x  24' 
John  E.  Efford.  Architect  Richmond,  Va. 


Printed  in  U.  S.  A. 
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Since  1860,  the  A.  F.  Schwerd  Manuiactviring 
Company  has  contributed  wood  colvimns  to 
American  Architecture.  Schwerd  columns  are 
not  only  estheticolly  and  mathematically  cor- 
rect, but  their  durability  is  proved  by  the  con- 
tinued excellent  condition  of  instaUations  after 
years  of  exposure  to  the  most  severe  climatic 
conditions.  Our  careful  attention  to  detail  has 
made  "Schwerd  Quality  Columns"  known 
throughout  the  coimtry.  ; 

Wood  columns  ore  constructed  by  gluing  to- 
gether wood  staves.  Our  100  years  of  experi- 
ence in  manufacturingg  wood  columns  has 
proven  that  the  durability  of  a  wood  column 
depends  upon  the  strength  of  the  joint,  and 
the  quality  and  thickness  of  the  wood.  The 
strength  of  a  glued  wood  joint  depends  upon 
three  major  factors:  The  quality  and  strength 
of  the  glue;  the  area  of  the  surfaces  in  con- 
tact; and  sufficient  pressure  to  force  the  glue 
into  the  wood  and  squeeze  out  all  excess 
glue,  leaving  no  pockets  of  coagulated,  uncom- 
pressed glue. 

Schwerd  cohimn  construction  was  developed 
to  meet  each  specific  requirement.  The  wood 
is  the  -  best  quality,  thoroughly  seasoned 
Northern  White  Pine,  the  glue  is  of  the  high- 
est quality.  Special  stove-making  machines 
developed  by  Schwerd,  precisely  shape,  taper, 
and  tongue  and  groove  the  staves.  The  chief 
fimction  of  the  tongue  and  groove,  although 
it  increases  the  area  of  the  surface  in  contact, 
is  to  aid  in  the  exact  alignmfflit  and  assembly 
of  the  staves  in  columnar  form.  The  result, 
when  the  staves  are  glued  together,  is  a  shaft 
which  has  the  prop)er  toper  and  entasis  built- 
in.  The  finished  column  is  equally  heavy  at 
any  point  in  its  length;  the  tlothe  turning  op- 
erotion  removes  only  the  roughness  of  the 
lumber.  ^1  -i;     k 

Schwerd  patented  clamps,  u»mpressing  the 
shaft  with  5,000  pounds  pressure,  force  the 
glue  into  the  wood  and  squeeze  the  excess 
out  In  subsequent  operotions  of  drying,  turn- 
ing, fluting,  finishing,  pointing  and  shipping, 
the  pride  of  craftsmanship  and  skilled  tech- 
niques acquired  by  100  years  of  specialized 
experience  is  applied.   »         -  ;       b 

The  resulting  product  is  a  "Schwerd  Quality 
Column."  specified  by  architects  with  com- 
plete  confidence.  \. 


oustoixx  (design  a.v-GLila.l3le 
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We  have  a  superior,  complete  line  of  stand- 
ard columns  and  pilasters.  If  the  Architect 
wishes  to  use  his  own  design,  we  have  the 
facilities  for  production,  and  welcome  an  op- 
portunity to  cooperate.  Both  standard  and 
detail  columns  can  be  furnished  from  4"  to 
50"  in  diameter,  and  up  to  40'  in  length  with 
matching  pilasters.  i 


-^  MR/MANUFACTUREH 

PP/PRODUCT  PRESENTATION 

material — for  exterior  columns  and  pilasters  is 
thoroughly  seasoned,  Northern  White  Pine,  which 
we  believe  is  the  best  lumber  available.  Interior 
columns  and  pilasters  ore  made  of  hardwoods  as 
specified  for  natural  finish;  kiln-dried  Poplar  for 
paint  finish.  All  exterior  columns  are  treated  with 
Wood  Life  preservative;  24"  diameter  and  over 
are  painted  inside  with  black  asphaltum. 

thickness  of  stock 

6"  to  20"  dia. — plain  and  flufed  shait — 2"  staves 
21"  to  28"  dia. — plain  and  fluted  shall — 2W  or  3"  slaves 
23"  to  40"  dia. — plain  and  Quted  shait — 3"  staves 
40"  and  up       — plain  and  Quted  siioft— 4"  staves 

ventilation — all  columns  ore  shipped  provided 
with  ventilation  at  the  bottom. 

ventilated  wood  plinths — are  supplied  on  all  ex- 
terior columns  unless  otherwise  specified. 

ventilated  aluminum  plinths 

Schwerd  aluminum  venti- 
lated plinths  incorporating 
a  raised  water  table  are 
recommended  for  all  exte- 
rior columns  and  pilasters 
resting  on  masonry.  They  prevent  moisture  from 
being  pulled  up  into  the  column  and  allow  cnr  to 
circulate  up  through  the  shaft. 

lead  ventilating  pads — Vi",  Vz",  or  %"  thick  as 
specified  are  recommended  to  be  applied  with 
monel  nails  to  the  bottom  of  Greek  Doric  column 
shafts.  Also  for  use  on  the  bottom  of  turned  bases 
resting  on  masonry  plinths. 


cap  flashing — metal  flash- 
ing is  recommended  and 
can  be  obtained  if  speci- 
fied. 


As  each  installation  is  different,  ventilation  at  the 
top  is  the  responsibility  of  the  contractor  on  the 
job.  The  best  method  is  to  vent  directly  up  into 
the  soffit  (A),  provided  it  in  tiim  is  vented  to  the 
outside,  or  beside  the  plate  (B)  on  the  side  facmq 
the  building.  If  this  is  impossible  or  impractical, 
holes  can  be  bored  above  the  neck  mold  (O  on 
the  side  facing  the  building. 
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superior  joints — one  hun- 
dred years  oi  experience 
have  resulted  in  these  two 
simple  effective  joints 
which  assure  exact  align- 
ment of  the  staves,  so  that 
the  finished,  properly- 
glued  joint,  is  actually 
stronger  than  the  lumber 
itself. 


lot  wood  staves 
3"  thick  and  over 


tot  wood  staves  up 
to  2"  thick  (nomitiaU 


contractor  responsibility — store  columns  in  a  dry  place  until 
they  can  be  installed.  Do  not  store  in  a  cellar  or  newly  plas- 
tered building,  and  never  lay  directly  on  the  ground.  If  they 
must  be  stored  outside,  lay  on  bearing  timbers  and  protect 
with  waterproof  cover.  Immediately  after  erection,  give  all 
columns  a  coat  of  white  lead  and  oil  paint  and  follow  with 
tv/o  additional  coats  as  soon  as  possible. 

AC/ AVAILABILITY,   COSTS 

ordering  or  requesting   quotations 

A.  For  standard  design  (shown  in  this  catalog),  state  the 
following: 

1.  Catalog  number,  quantity  of  columns  and  pilasters, 
and  whether  for  exterior  or  intenor  use. 

2.  Overall  length  including  cap  and  base  (bottom  of  "M" 
to  top  of  "E").  Column  diameter  at  bottom  oi  shaft  (D), 
and  top  of  shaft  (O).  Width  of  pilasters  at  bottom  of 
shaft  (D),  and  top  of  shaft  (O),  and  depth  of  return  to 
wall. 

3.  Catalog  number  and  name  of  ornamental  capital,  if 
desired. 

4.  Whether  wood,  aluminum  ventilated  plinths,  or  lead 
pads  ore  desired. 

B.  For  custom  design  (not  shown  in  this  catalog),  submit 
drawings  of  colunms  and  pilasters,  and  supply  all  infor- 
mation above. 

TS/TECHNICAL  SUPPORT 

specification — "All  columns  and  pilasters  shall  be  manufac- 
tured by  the  A.  F.  Schwerd  Manufacturing  Co.,  3215  Mc- 
Clure  Ave.,  Pittsburgh.  Pa.,  according  to  their  design  number 

(If  a  custom  design  is  desired,  say  "according  to 

Architect's  full  size  details"). 

Exterior  columns  shall  be  made  of inch  stock  (here 

specify  thickness  required)  Northern  White  Pine.  (For  intenor 
columns  specify  lumber  desired.)  All  joints  shall  be  glued 
under  pressure  using  the  best  quality  glue.  Exterior  columns 
shall  be  Wood-Life-treated  and  primed  with  two  coats  of 
paint  by  the  manufacturer. 

All  capitals  shall  be  flashed  with   

(specify  16  oz.  copper  or  other  material).  (If  ornamental  capi- 
tals are  required,  give  name  and  catalog  number.)  All  plinths 
shall  be (Specify  ventilated  wood,  or  alu- 
minum). If  square  plinths  are  not  furnished  by  manufacturer, 
specify  lead  ventilating  pads,  if  desired.)  Columns  shall  be 
stored  and  erected  according  to  manufacturer's  instructions." 


Library    Building.    University    ot    Maryland.    College 
Park.  Maryland.  J  8  detail  3B"  z  29',  Henry  Powell 
Hopkins,  Architect,  Baltimore,  Maryland. 


Westminstet  Presbyterian  Chutch,  Upper  St.  Clou  Town- 
ship, Allegheny  County,  Pennsylvania.  4  detail  27"  i 
2S'.  Wm.  C.  Young.  Architect.  Pittsburgh.  Pa.  Harold  E. 
Wagoner.    Consulting    Architect.    Philadelphia.    Pa. 


First  Presbyterian  Church.  Johnson  City.  Tenn.  16 
detail  24"  z  24',  Barber  and  McMurry,  Architects, 
KnozvtUe,  Term. 


A..    F.    SCIi"WEK.D    i4:A.l<rTjrF'A.CTXJK.INC3-    CO. 


■228- 


OP/OVERALL  PRODUCT.  IN  PLACE 


--fiiSfci--— LiLiiidx- 


calilot  iw.      )  — '  pbt-'  '      calaloino. 


L->t]p  plain        fluted  1;       fn*'   j    Plai« 


105-A 


PAJ 


100-1 


105- B 


lim '°°-' 


105-C  f 


K  1  100-K 


105-D  lf~^  V  i  100-L 


105-E 


O!"! 


lOO-M 


105-F  [f~\l'N  j  100-N 


105-G  ' 


0.  I  100-0 


105-H 


flated 


105-1 


105-J 


105-K 


105-L 


105-M 


I05-N 


105-0 


n 


n 


OPLEEK:  IDOR.IO  OPtDER. 


ua-,...^w».i'^  _iu    ,.  ^S-^flf^,,ffL^l_J'J^\^!lll1!U'ii'^^ 


gtalflf  no.      >^.  .^ifai-  '^       f**^  "«■ 


t|fi-<4    plain    I  fluted  ;---  'tm  -4  f^^ 


120-A 


120-B 


120-C 


1(1   ~i  I 


120-D 


EM "°' 


mi 


120-F 


iF>' 


120-G 


H       I20-H 


125-A  i 


i-^^1.3  120-1 


125-B  H       :-:-r.-;    120-J 


125-C 


SCl^^ 


120- K 


125-D 


n 


L  3   120-L 


125-E  t 


M  *  120-M 


125-F  lC~^  N  ]  I20-N 


I25-G  f^  0  I   120-0 


125-H  ; 


L^ 


fluted 


125-1 


125-J 


125- K 


I25-L 


125-M 


125-N 


125-0 


i;^«USaMWBB 


• 

I 

1 
T 

1 

^ 

^, — : — H 

-229- 


"W"OOD    COI-.TJ'lwdlSrS 


6.9/Sc 
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WOOD    COI_iTJ-l«tN-S 
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TECHNICAL  SPECIFICATIONS 
SECTION    B 

ROUGH  CARPENTRY  AND  FRAMING   B  (1) 

1.  SCOPE 

A.       This   section   includes   all    fraiT;inc   and   rcL.gh   carpeniry,    cc-plet 
as   SDecified   in  section   "Description  of  Work". 

2.  APPLICABLE   DOCUMENTS 

A.   The  following  specifications  and  standards  of  the  issues 

listed  in  this  paragraph  (including  the  addenda,  a~end-ents 
and  errata  listed),  but  referred   to  hereinafter  by  basic 
designation  only,  for~  a  part  of  this  specification  to  the 
extent  required  by  the  references  thereto. 

( 1)  Federal : 

FF-E-561C         Bolts,  Screw  lac 

FF-B-575c         Bolt,  hexagon  end  sauare 

FF-B-BSSc  (1)      Bolts,  toggle;  and  expansion  sleeve, 

screw 
FF-N-lOSc         Nails  (sr.all)  and  tacks;  cut 
FF-N-105b  (2)      Nails,  wire,  brads,  and  staoles 
FF-S-325  (3)       Shield,  expansion;  nail  expansion; 

and  nail,  drive  screw  (devices, 

anchoring,  r^ascnry) 
MM-L-751h         Lur.ber;  softv,ood 
UU-B-790a         Building  caper,  vegetable  fiber; 

(kraft,  waterproofed,  water  repellent 

and  fire  resistant) 

(2)  Other  Goverrr.ent  Documents: 

PS    1-74  Construction   and   industrial    plwood 

PS   20-70  American  Sofr.vcod  Lu'ber  Standard 

(3)  Non-Governr,ent: 

National    Forest  Products  Association   -   National    Design 
Specification   for  Stress   Grade  Lu-ber  and   Its    Festeninas 
1973   Edition. 

(4)  A~erican  Plywood  Association   (APA)    -   Ply^vood  Construction 
Guide,    latest  edition. 
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CENER/^.L   REQUIREMENTS 

A.  Delivery,   storage,  and  protection:     Materials  shall  be  delivered 

to  the  site  in  an  undamaged  condition.     Materials  shall  be  carefully 
stored  off  the  ground  to  provide  proper  ventilation,  drainage, .and 
protection  against  dampness.    Defective  and/or  damaged  materials 
shall  be  replaced  by  the  Contractor  at  no  expense  to  the  Authority. 
Work  damaged  or  exposed  by  the  removal  of  existing  work  shall 
be  repaired  with  new  materials  and  the  finish  shall  conform  to  the 
existing  adjoining  work. 

B.  Grading: 

(1)  Lumber  -  each  piece  of  framing  and  board  lumber,  or  each 
bundle  of  small  pieces  of  lumber,   shall  be  identified  by  the 
grademark  of  a  recognizedassociation  or  independent  in- 
spection agency  using  the  specific  grading  requirements 
of  the  association  recognized  as  covering  the  species  used. 
Such  association  or  independent  inspection  agency  shall  be 
certified  by  the  Board  of  Review,  American  Lumber  Standards 
Committee,  to  grade  the  species  used. 

(2)  Plywood  -  Each  sheet  of  plywood  shall  bear  the  mark  of  a 
recognized  association  or  independent  inspection  agency 
that  maintains  continuing  control  over  the  qual  ity  of  the  ply- 
wood .    The  mark  shall  identify  the  plywood  by  species  group 
or  identification  index,  glue  type,  grade,  and  compliance 
v/ith  Product  Standard  PS  1 . 

C.  Sizes  of  lumber  shall  conform  to  Commercial  Standard  PS  20  or 
Specification  MM-L-751  for  dressed  sizes  of  yard  and  structural 
lumber.    All  lumber  shall  be  surfaced  four  sides.    S  izes  of  framing 
lumber  and  board  lumber  specified  hereinafter  are  given  by  nominal 
size,  unless  otherwise  specified. 

D.  Moisture  content:    The  moisture  content  of  lumber  at  the  time  of 
delivery  to  the  job  site  shall  be  as  follows: 

(1)  Framing  lumber  2  inches  and  less  in  thickness:     19  percent 
maximum . 

(2)  Boards:     1  9  percent  maximum . 

(3}        Framing  lumber  over  2  inches  thick:     25  percent  maximum. 


■234- 


E.  Preservative  treatment:     The  following  items  shall  be  preservative 
treated. 

(1)  Wood  sills,   soles,  plates,  furring  and  sleepers  that  are 
less  than  24  inches  from  the  ground;    all  wood  members  that 
are  set  into,  or  in  contact  with  concrete  or  masonry,  except 
plates  for  rafters  and  for  joists  above  first  floor,  joists 
fire-cut  and  frames  into  masonry,  and  furring  on  interior 
concrete  or  masonry  walls  and  partitions. 

(2)  Nailers,  edge  strips,  crickets,  crubs,  and  cants  for  roof 
decks. 

F.  Preservative  shall  be  pentachlorophenol  or  water-borne  salts  ACA, 
CCA  -  Type  A,  CCA  -  Type  B,  CZC  or  CuCZA  listed  in  Table  1  of 
AWPB  Standard  LP-2.     Lumber  and  woodwork  that  may  be  in  contact 
with  plaster  and  gypsum  board  shall  not  be  treated  with  oil-borne 
preservatives. 

(1)        Methods  of  treatment  -  The  following  methods  shall  be  used: 

(a)  Pressure  treatment  shall  be  in  accordance  with  the 
applicable  requirements  of  AWPB  Standards  LP-2, 
LP-3,  and  LP-4. 

(b)  Non-pressure  or  vat  treatment  may  be  used  in  lieu  of 
pressure  treatment  for  material  one-inch  and  less  in 
nominal  thickness  (excluding  plywood),  and  shall  be 
by  an  approved  vat  process  which  will  secure  complete 
penetration.  . 

MATERIALS 

A.  Stress-grade  lumber  shall  be  any  of  the  species  and  grades  listed 

in  the  National  Forest  Products  Association's  "National  Design  Speci- 
fication for  Stress  Grade  Lumber  and  Its  Fastenings"  that  have 
allowable  unit  stresses  equal  to,  or  greater  than  1200  psi  design  unit 
stresses.     Stress-grade  lumber  shall  be  provided  for  all  beams,  joists,  rafters, 
end  bearing  partitions. 

B.  Non-stress  lumber  for  non-structuro!  framing,  bucks,  nailers,  cant  strips, 
etc.  shall  be  a  Standard  Grade  of  any  of  the  species  listed  in  the  National 
Forest  Products  Association's  "National  Design  Specification  for  Stress  Grade 
Lumber  and  Its  Fastenings".     Finger-jointed  lumber  shall  be  considered  as  a 
solid  piece  end  shall  be  graded  under  the  rules  applying  to  lumber  without 
finger  joints.     Lumber  shall  be  marked  as  finger-jointed  material.    The  quality 

of  the  joint  shall   be  determined  under  the  certification  procedures  of  the 
grading  association. 
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C.  Plywood  shall  conform  to  Product  Standard  PS-1.  All  plywood  shall 
bear  the  identification  of  an  approved  testing  and  inspection  agency 
as  to  type  and  grade,  species  of  veneer  or  identification  index,  and 
product  standard  under  which  the  material  was  manufactured.  Plywood 
materials  and  installation  shall  conform  to  the  applicable  requirements 
of  the  APA  Plywood  Construction  Guide,  except  where  specifically 
indicated  otherwisw  or  specified  otherwise  herein. 

1.  Plywood  for  roof  and  mansard  sheathing  shall  be  Standard 

Grade  with  exterior  glue,  except  that  where  edges  or  underside 
are  exposed  to  the  weather,  plywood  shall  be  exterior  grade 
C-C.  Minimum  thickness  shall  be  1/2  inch  and  Identification 
Index  shall  be  24/0  or  greater. 

D.  Building  paper  shall  conform  to  Specification  UU-B-790,  Type  I, 
Grade  D,  Style  1. 

E.  Rough  hardware,  unless  otherwise  specified,  shall  be  of  the  type 
and  size  necessary  for  the  project  requirements.  Sizes,  types, 
and  spacing  of  fastenings  of  manufactured  building  materials  shall 
be  as  recommended  by  the  product  manufacturer  unless  otherwise 
indicated  or  specified.  Rough  hardware  exposed  to  the  weather,  or 
embedded  in,  or  in  contact  with  exterior  masonry,  concrete  walls 
or  slabs  shall  be  zinc  coated. 

INSTALLATION 

A.  Framing  lumber  and  other  rough  carpentry  shall  be  fitted  closely, 
set  accurately  to  the  required  lines  and  levels,  and  shall  be 
secured  in  place  in  a  rigid  and  substantial  manner.  Framing  mem- 
bers shall  not  be  spliced  between  bearing  points.  Joists,  rafters, 
and  purlins,  shall  be  set  with  their  crown  edge  up.  Members  shall 
be  framed  for  the  passage  of  pipes,  conduits,  and  ducts;  structural 
members  shall  not  be  cut,  boared,  or  notched  for  the  passage  of 
pipes  or  conduits  without  prior  approval.  All  members  damaged 
by  such  cutting  or  boring  shall  be  reinforced  by  means  of  specially 
formed  and  approved  sheet  metal,  or  bar  steel  shapes,  or  removed 
and  provided  new,  as  directed.  All  framing  members  shall  be  provided 
to  match  existing  framing  and  as  necessary  for  the  proper  comple- 
tion of  the  work.  Spiking,  nailing,  and  bolting  shall  be  done  in  an 
approved  manner;  spikes,  nails,  and  bolts  shall  be  of  the  proper  size, 
and  care  shall  be  taken  so  as  not  to  split  the  members.  Members 
shall  be  drilled  accurately  for  bolting;  suitable  washers  shall  be 
provided  under  heads;  and  nuts  and  bolts  shall  be  drawn  up  tight. 
A  clearance  of  not  less  than  2  inches  shall  be  provided  between 
chimneys  and  wood  framing;  and  the  spaces  shall  be  filled  with  strips 
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o(  asbestos  toard,  or  other  approved  nonconibustibie  material . 
Leveling  of  joists,  beams  and  girders     on  masonry  and  concrete 
shall  be  done  only  with  slate  or  steel  shims.     Shimming  will  not 
be  permitted  on  wood  or  metal  bearings. 

(1)        Sills  shall  be  set  level  and  square  and  shall  be  v/edged' 
with  steel  or  slate  shims  and  pointed  or  grouted  with  1   to 
3  non-shrinking  cement  mortar  to  provide  continuous  and 
solid  bearing.    Sizes  and  spacing  of  anchor  bolts  shall  be  not' 
less  than  5/8  Inch  diameter  and  not  less  than  24  inches  long, 
and  shall  be  provided  at  all   corners  and  splices,   and  shall  be 
spaced  at  a  rriaximum  of  6  feet  on  centers  between  corner  bolts. 
At  least  two  bolts  shall  be  provided  for  each  sill  member.     Sills 
shall  be  lapped  at  corners  and  splices,  and  shall  be  bolted  through 
the  laps,  or  the  ends  shall  be  butted  and  through-bolted  not  more 
than  6  Inches  from  the  ends.     Bolts  In  exterior  walls  shall  be  zinc- 
coated. 


(2)        Anchors  in  masonry  -    Anchor  bolts  shall   be  embedded  not  less 
than  15  inches  In  masonry  unit  walls  and  shall  be  provided  with  a 
nut  and  a  2-Inch  diameter  washer  at  bottom  end.    Bolts  shall  be 
fully  grouted  with  mortar. 


B.  Beams  and  girders  shall  be  set  level,   in  alignment,  and  shall  be 

anchored  to  bearing  walls,  piers,  or  supports  with  U-shaped  steel 
strap  anchors.    Anchors  shall  be  embedded  in  concrete  or  masonry 
at  each  bearing  and  through- bolted  to  the  beams  or  girders  with 
not  less  than  two  bolts.      Strap  anchors  shall  be  1/4  Inch  thick  by  1-1/2 
inches  wide,  and  the  bolts  shall  be  not  less  then  1/2  Inch  In  diameter, 
provided  with  plate  washers  under  heads  and  nuts.     Beams  and  girders  shall 
have  8  inches  minimum  end  bearing  on  walls  or  supports.     Beams  and  girders, 
the  ends  of  which  are  built  Into  walls,  shall   have  a   1/2-inch  clearance  at 
the  top,  end  and  sides.    Joints  and  splices  shall  be  bolted  or  spiked  together 
and  shall  occur  over  bearings  only. 


Joists  shall  be  of  the  sizes  and  spacing  to  match  existing  and  shall  be  set 
accurately  and  in  alignment.    Floor  and  ceiling  joists  shall  be  of 
uniform  width.    Joists  shall  have  full  bearing  on  sills,  plates, 
beams,  and  girders.     Laps  shall  occur  over  bearings  only  and  shall 
be  spiked  .    Joists  of  insufficient  length  to  provide  a  12  inch  lap 
shall  be  butted  over  the  bearing,  and  shall  be  provided  with  vjood 
scabs  2  inches  thick  by  depth  of  joists  by  24  inches  long,  or  1/4 
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inch  by  l-l/r   inch  metai   siraps  not  less  than  IE  inches  long, 
nailed  to  each  joist  with  not  less  than  t'.vo  lO  penny  nails  or  ap- 
proved sheet  metal  connectors  installed  in  accordance  with  the  rr.an- 
ufacturer's  recommendations.     Joists  built  into  masonry  shall  be 
provided  with  a  beveled  fire  cut  so  that  the  top  of  the  joist  does 
not  enter  the  wail  more  than  one  inch.     Joists  framina   into  the  • 
side  of  headers,   beams,  or  girders  shall  be  carried  on  metal  han- 
gers.  The  mimrr/jm  foist  end  bearing  shall   be  4  inches,   and  foists  built 
into  masonry  shell   have  l/2inch  minimum  cleorcnce  at  the  top,  end,   end 
sides.     Joists  approved  to  be  notched  for  the  passcae  of  pipes  or  conduits  shol 
be  notched  in  the  end  cne-third  of  the  span  only,  a  maximum  of  one-sixth 

the  foist  depth.     Steel   foist  hangers  of  approved  size  end  type  shall  be 
provided  to  receive  the  ends  of  oil   fromed  foists. 
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D.  Bridging  shall   be  provided  for  floor  and  ceiling  joists  and  for  rafters 

of  roofs  having  slopes  of  less  than  4  inches  in  12  inches.     Bridging 
shall  be  located  to  rr.ctch  existing  end  as  specified  herein.     Bridging  shall 
be  provided  for  all  spans  greater  than  5  feet,  but  the  maximum  spac- 
ing between  rows  of  bridging  shall  not  exceed  8  feet.     Rows  o/  bridg- 
ing shall  be  uniform.     Metal  or  wood  cross-bridging  shall  be  pro- 
vided except  where  solid  bridging  is  required.      The  bottom  end  of 
cross-bridging  shall  not  be  nailed  until  the  subfloor  has  been  laid. 

(1)  Wood-cross  bridging  shall  be  not  less  than  1   by  3  inches. 
Wood  cross-bridging  shall  be  nailed  at  each  end  with  two  8- 
penny  nails. 

(2)  Metal  cross-bridging  shall  be  the  manufacturer's  standard 
product,  not  less  than  16  gauge  before  forming  and  coating. 
Metal  bridging  shall  be  the  compression  type,  lodged  into  or 
nailed  to  the  wide  faces  of -opposite  joist  at  points  diagonally 
across  from  each  other  near  the  bottoms  and  tops  of  joists. 

E.  Subflooring: 

(1}        Wood  board  subflooring  shall  be  5/8"  Standard  Grade  Plywood. 
End  joints  shall  be  cut  parallel  to  and  over  center  lines  of 
the  joists,  and  shall  be  staggered  so  that  those  joints  occurring 
on  the  same  joist  will  be  separated.     Flooring  shall  be  nailed 
at  each  bearing  with  8-penny  coated  common  nails  or  7-penny 
threaded  nails.    At  least  1/2  inch  clearance  shall  be  provided 
between  subflooring  and  masonry  walls. 

(2)        Plywood  subflooring  shall  be  applied  best  side  up,  with  the 
grain  of  outer  plie^  at  right  angles  to  joists.     End  joints  shall 
be  located  over  the  center  line  of  joists.    Plywood  panels  shall 
be  continuous  over  two  or  more  spans. 

'.         Wall  framing: 


(1) 


Studs  shall  be  selected  for  straightness,  and  set  plumb,  true, 
and  in  alignment;    studs  shall  be  bridged  horizontally  to  match 
existing,  with  nominal  2  inch  thick  material  of  the  same  width 
as  studs;   the  bridging  shall  be  installed  flat.    Sizes  and  spacing 
of  studs  to  match  existing.    Studs  shall  be  doubled  at  jambs  and 
heads  of  openings,  and  tripled  at  corners  to  form  corner  posts. 
Corner  posts  shall  be  framed  to  receive  sheathing.    Openings 
over  a  feet  in  width  shall  be  trussed  over  or  a  header  of  suffi- 
cient depth  may  b^  used.    Studs  shall  be  toe-nailed  to  sills  or 
sole  plates,  with  not  less  than  two  IC-penny  nails  on  each  wide 
face,  or  fastened  with  approved  metal  nailing  clips  or  connectors. 
Studs  abutting  concrete  or  masonry  v/alls  shall  be  anchored  there- 
to at  mid-height  of  each  story  using  expansion  bolts  or  powder- 
actuated  drive  studs. 
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(2)  Plates  for  walls  ard  partitions  shall  be  of  the  same  width  as 
the  studs  and  shall  form  continuous  horizontal  ties;    single 
plates  shall  be  spliced,  and  the  ends  of  double  plates  shall  be 
staggered.     Sole  plates  shall  be  single,   nominally  2  inches 
thick,  and  cap  or  top  plates  shall  be  doubled  in  walls  and 
bearing  partitions,  built  up  of  two  nominal  2  inch  thick  mem- 
bers.   Top  plates  fof  non-bearing  partitions  shall  be  single 
of  the  same  size  as  the  studs.     Lower  members  of  doubled  top 
plates  and  single  top  plates  shall  be  nailed  to  each  stud  and 
corner  post  with  two  1  G-penny  nails.    The  upper  members 
with  1  0-penny  nails,  two  near  each  end  and  staggered  1  5 
inches;   nailed  through  the  subfloor  to  each  joist  and  header; 
nails  shall  be  staggered.     Plates  cut  for  the  passage  of  pipes 
or  ducts  shall  be  provided  with  steel  angle  as  a  tie  for  the 
plate  and  bearing  for  joist.    Sole  plates  or  v/alls  and  partftions 
resting  on  concrete  floors  shall  be  secured  in  place  at  each 

end  and  at  intermediate  intervals  not  exceeding  6  feet  on  centers, 
with  bolts  into  inserts  or  expansion  shields,  or  secured  with 
pov^der-driven  pins   (studs)  of  suitable  and  approved  type 
and  size. 

(3)  Fire  stops  shall  be  provided  for  v/ood  framed  walls  and  parti- 
tions, and  for  furred  spaces  of  concrete  or  masonry  walls, 

at  each  floor  level,  and  at  the  ceiling  line  in  the  top  story. 
Where  fire  stops  are  not  automatically  provided  by  the  framing 
system  used,   they  shall  be  formed  of  closely  fitted  wood  blocks 
of  nominal  2  inch  thick  material  of  the  same  v/idth  as  the  studs 
or  joists,  as  the  case  requires.     Lightv.'eight  concrete  units 
may  be  used  at  the  first  floor  level  to  serve  jointly  as  fire- 
stopping  and  ratproofing. 

« 

(4)  Diagonal  bracing  shall  be  provided  at  all  external  corners 
and  internal  angles,  and  at  maximum  40  foot  centers  in  stud 
wails,  except  that  bracing  may  be  omitted  where  wood  sheath- 
ing is  used.     Bracing  not  indicated  otherwise  shall  be  of  1   by 
6  inch  material,  dapped  flush  into  the  exterior  face  of  studs. 
Bracing  shall  extend  from  top  plates  to  sill  at  an  angle  of 
approximately  45  degrees,  and  shall  be  double  nailed  at  each 
stud.    When  openings  occur  near  corners,  diagonal  knee 
braces  shall  be  provided,  they  shall  extend  from  the  corner 
post  above  headers  to  top  plates,  and  from  below  window  sills 
to  the  m.ain  sill .     Bracing  shall  be  fastened  at  each  bearing 
with  two  3-penny  nails. 
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SECTION   B  (2) 

CARPENTRY  AND  MILLWORK 

1.  MATERIAL  and  SCOPE  OF  WORK:  Contractor  to  remove  all  non  bearing  partition 
doors,  windows  and  trim,  stairs,  beams,  posts  and  flooring  as  shown  on  plans. 
Contractor  to  install  doors,  windows,  hardware,  window  and  door  locks,  repair 
or  replacement  of  stairs,  exterior  and  interior  trim,  and  sheathing  as  shown 
or  specified. 

Contractor  to  furnish  all  labor,  material  and  equipment  necessary,  shown, 
described  or  implied  on  plans  for  exterior  carpentry,  glass  and  glazing  for 
windows,  doors  and  skylights. 

A.  Moisture  Content: 

(1)  All  lumber  or  Millwork  shall  be  kiln  dried  or  otherwise  seasoned 
to  a  moisture  content  not  to  exceed  the  following: 

(a)  Framing  Lumber:  19  Percent  at  time  of  installation. 

(b)  Boards  wider  that  8":  15  Percent  at  time  of  installation. 

(c)  Exterior  trim  and  Millwork:  14  Percent 

(d)  Interior  trim.  Woodwork  and  Softwood  flooring:  10  Percent. 

(e)  Hardwood  flooring:  9  Percent. 

B.  Protective  Treatment: 

(1)  Framing   lumber  below  first  floor  level,   up   to  and  including  sill 
plate,  joist,   header  joist,   girders,   columns,   sole  plates,  sub  floor, 
wood  sheathing,   exterior  stairs   and  railings,   exterior  decks,   plates 
or  sleepers   in   contact  with  concrete,   shall    be  pressure   impregnated 
to  prevent  attack  by  fungi   or  insects   in  strict  accordance   to 
recommended  practices  of  the  American  Wood  Preserver's  Association 
and  the  latest  edition  of  Federal   Specifications  TT-W-571. 

(2)  Protective   treatment  shall   be  as  manufactured  and  application   as 
specified  by  manufacturer. 

C.  Materials  to  be   Furnished  and  Installed  as   required  in  the  description 
of  work. 

(1)     Furnish  and  install    the   following   items   required  to  complete   the 
Carpentry  and  Millwork. 

(a)  Continuous  wood  nailers  for  attachment  of  flashing  and  other 
items  of  roof  areas  as  may  be  required  for  the  attachment  of 
work  of  other  trades. 

(b)  Wood  blocking  attached  to  or  imbedded  in  masonry,   concrete  and 
finished  surfaces   for  attachment  of  other  materials   to  these 
surfaces   as   required  by  other  trades. 
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D.  Temporary  Braces: 

1.  The  Contractor  shall  provide  and  maintain  all  temporary  bracing  required 
for  window  and  door  frames,  sills  and  other  work  required  and  which 
is  not  specified  as  being  provided  under  other  sections  of  the 
specifications. 

E.  Workmanship  and  Quality  Standards: 

1.  Millwork  and  trim  shall  conform  to  design  and  detail  as  specified. 
Where  practicable,  work  shall  be  finished  and  assembled  at  the  mill. 

2.  All  millwork  and  trim  shall  be  finished  smooth  and  free  from  all 
machine  and  tool  marks  that  will  show  through  the  finish.  Nails 
used  to  fasten  painted  work  will  be  set  to  receive  putty. 

3.  All  joints  will  be  tight  and  formed  to  conceal  shrinkage.  Miters 
four  inches  or  more  from  heel  to  point  shall  be  glued. 

4.  Finish  shall  be  made  in  as  long  lengths  as  possible  and  jointed  where 
only  solid  fastenings  can  be  made. 

5.  No  interior  millwork  shall  be  delivered  until  all  wet  work  has  been  out 
of  building  for  a  least  10  days.  Heat  shall  be  required,  in  cold 
weather,  during  these  10  days. 

6.  Running  finish  shall  have  a  minimum  of  splices  and  joints  and  where 
such  splices  and  joints  occur,  they  shall  be  fastened  securely,  and 
all  exposed  surfaces  shall  be  smooth  continuous  planes. 

7.  Reinforce  members  that  are  cut  for  passage  of  pipes,  conduits  and 
ducts. 

8.  Install  grounds,  blocking,  nailers  and  supports  for  fixtures. 

Use  2"  X  4"  solid  blocking  under  edges  and  ends  of  exterior  siding 
or  trim. 

2  Sheathing: 

A.     Plywood  for  wall  and  roof  sheathing  shall  be  not  less  than  1/2"  Douglas 
fir  plywood  of  exterior  or  structural  interior  type.  Installation  shall 
be  with  outer  plies  at  right  angles  to  the  studs  or  rafters. 
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3.  Stairs   and  Handrails: 

A.  Stair  carriages   shall    be   cut  from  nini.Tiutn  2"   x   10"    framing 
members,    tnree  per  stair  up  to  three   rise  over  three   rise  no 
more   than   18"   on   center.      Treads   for  basement  stairs   shall   be 
no  less    than   3/4"   hard  pine   or   fir.      Treads   for  other   interior 
stairways   shall    be   3/4"   oak   or  2>/^"   hard  pine. 

B.  Exterior  wood  steos   shall    be  Douglas   fir  "C"   grade   vertical   grain, 
3/4"   thick.      Risers   shall    be  3/4"   thick.      Stair  carriager.  shall,  be 
cut  from  minimum  2"   x  10" 's,    three   per  stair,   and  shall    be 
supported  on   concrete  footings. 

C.  Firestopping  shall    be  of  masonry   or  of  wood  not   less   than   1-1/2" 
thick. 

D.  Install   wood  handrails   on   at   least   one   side  of  each  flight  of  stairs 
exceeding   two   risers   and  around  ooen   sides   of  all    stairs.      All   new 
handrails   shall    be  of  pine,   solid  birch  or  oak   installed  on  metal 
wall    brackets   anchored  securely  to  wall    approximately  4'    on   centers. 

4.  Insulation   and   Siding: 

A.  Building  paper  and  felt  shall  weigii  apsrcxirr.ateiy  fifieen  pounds  per  TOO  square  feet,  and 
shall  be"  installed  in  accordance  with  rr.anufacTurer's  recommendations  under  ail  exterior  imisn. 

B.  Insulation  shall  be  mineral  wool  batts,  fiberglass  batts,  or  aluminum  foil  and  shall  be  instclled 
in  accordance  v;ith  manufacturer's  recommendations  in  thicknesses  as  noted  in  Work  Wr.te 
Up. 

C.  Wood  shingles  shall  be  eaqe  grain  red  cedar  IS"  or  24"  long  and  random  width.  Shingies  shall 
be  naiied  to  sheathing  vvith"  corrosion  resistant  nails  of  sufficient  length  to  penetrate  the 
sheathing.  Nail  approximately  1"  above  butt  line  of  following  course  and  use  Two  r.aiis  m 
-each  shingle  up  to  S"  wide  and  three  nails  in^wider  shingles,  threades  _naiis  shaH  beusea^y 
sheathing  is  plywood,   f/.aximum  exposure  7-1/2"  to  weather  for  IS",  10"  to  weather  for  24    . 

D.  Vv'ood  bevel  siding  shall  be  1/2"  x  6"  applied  5"  m.aximum  to  the  weather^unless  otherv.'iss 
noted.  Wood  shalf  be  vertical  grain  red  cedar,  Douglas  Fir,  or  hemlock  in  "C"  gradeor  be^Ler. 
Siding  shall  be  nailed  to  each  stud  with  corrosion  resistant  nails  of  a  length  that  will  provide 
at  least  1"  of  penetration  into  the  stud.  Bun  joints  in  siding  shall  occur  over  studs  ano Joints 
in  adjacent  pieces  shall  be  staggered.  Fit  siding  tightly  and  neatly  against  all  trim  ana  ...oids. 
Siding   when    no    corner    boards   are    used,    shall    be    mitered    neatly    at    all    corners. 

E.  Wood  vertical  siding  shall  be  3/4"  minimum  thickness  in  4",  6",  B".  or  10"  widthsas  specrHed. 
Wood  shall  be  redv.'ood  or  red  cedar,  in  A-Grade,  T  &  G.  Naii  siding  to  blocking  ber.-.een 
studs  spaced  not  more  than  24"  on  center  with  corrosion  resistant  nails.  Nails  snail  be  long 
enough  to  penetrate  at  least  1"  into  blocking.  Siding  shall  be  nailed  tv/ice  at  every  bear.ng 
and   nails   shall   be   v.-ell   set. 
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i/c'    thick  X   5-3/4"   or   "12"   wicm,   ir^   24-   or  ~z'    .e:.;;ni.    i  c^  .3-  s'e.   3^  ....n.rr^..,  o,    .    . 
sr.al;   ce   as   se:=;-.2d    by    cv.ner. 

G  Aluminum  sidino  shali  conform  to  apDllcabla  Fsd-ra!  Soecifications  Inalioy  and  thickne-  AH 
sldino  shall  b=  formed  as  to  orovide  Interlocking  zcursst  znc  all  recjirec  accessories^  s.n=:Ii  oe 
furnished  with  the  sidinc.  InsL-lated  siding,  when  scecified,  shall  oe  composed  o.  E  arj,...n_m 
]---  s-dinc  iamina^ed  to  ricid  ins^latinc  core  beard  vvhn  5truc::;ra:  aonesives.  All  aiuwin-m  s-cnc 
end  accessories  shall  be 'installed  in  accorcance  vviin  manufacturers  instrjctions.  ^luminLirr, 
naiis   shall   be    'jsed    tnro'jchoui. 

Exterio'    Cornices    and     1  rim.: 

A  ExT-rior  trim  corner  boaras.  and  cornices  shall  be  of  a  soecies  suitable  forjts  iniended  use, 
kiln  dri=d  ^i  dim-nsion  free  from  tool  m.arKS  and  other  ob.iectionaoie  cete-cts.  uormces  to 
be  r=oair°d  shall  have  all  rotted  or  deteriorateG  oarrs  removed  anc  reo.aceo  v^itn  new  pa,-ts 
matching  original  work.  New  cornices,  moldings,  and  exterior  shall  oe  m  stocK  m.ater-.a!  unless 
otnerv.'ise   indicated    on    drawings   or    Work   Write    Up. 

E.       VVooo   gutters   shali    be   =1    Doucias    Fir   r    x    A'    o'  - "   x  S'^   or  as  soecif.eo  to  aliow  orcoe 
drainacs    of    roof    area,    naiiec    to    aacn    rc.i.er    v/itn    gaivanizec    nans. 


£.    Windows    :    General    Soeci  fi  cati  ons ,    see   Descriotion   of  Work 

A..  Windows  snali  0=  of  Kim  cnec  Fonoercse  oine  1-3, 'c"  m.inimu.— :  thickness.  Framies,  si!',  sash, 
trim.,  and  narc.vare  snal;  m.atcn  existing  v.'ork  in  cesicn  and  di.Tie.nsion  uniess  otnerwise  soecit.ec. 

E.  Set  up  window  units  to  include  sash,  fram.e,  sash  or  soring  balances,  jamb  li.ners,  and  exte.'io" 
casings  comipiateiy  assembled,  instaliation  o'  v.'inocw  unit  (after  coening  is  readied  with  prcoe' 
studding  and  shim.mingl  snail  m.atcn  existing  a'sas,  ooth  exterior  and  inierior.  WriBrB  new  v.-inocw 
ooes  not  fit  existing  ope.ninc,  e.niarcinD  or  filling  of  soaces  shall  m.atcn  existing  flnis.nes.  Siotteo 
anc    tenon   corner   joints    shall    be    pinned,    a.nd    prim.ed    before    installation. 

C.  Combination  storm  window  units  shall  be  of  clear  pine  l-l/o"  thick  or  of  aluminum  Vr-ith 
interchangeable   glazed    and    screen    panels    as    specified    in    Work    Write    Up. 

D.  Wood  blinds  and  shutters  shall  be  of  aium.lnum  o'  clear  pina  1-1/c"  thick  of  design  as  shown 
on  drawings.  Stock  shuners  including  all  necessary'  hsrcv.are  shall  be  used  unless  otherwise 
specified. 

E.  Screens  shall  be  aluminum  framed  half  screens  with  reinforced  corners  and  aluminum  wire 
of  colored  fiba.'-glass  screen  cloth  as  soecifled.  All  operating  sash  to  be  v.-eath=r  stripped  as 
soeci  fled. 


■■■iiiLujBmwtwjiiiHaBaoDigs 
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joors :   General    Soecifi  cations ,   see   Description   of  Work 

Ali  doors  shall  bs  as  siiscifiec  on  oisns  c  work  wriTe  'jos.  Door  fra.T-.es  shall  be  of  ciear  olne 
1-3,'S"  or  1-3/4"  thick,  raboarred  for  coors  and  s-rean.s.  Frances,  sill,  trim,  end  harc'.vare  shal; 
atch  exisiinc  work  in  cesian  and  dirrjension  unless  otnerwise  soecifisd.  V.'nen  "prenung"  stock 
door  units  are  soecified,  tne  term  shall   include  doors,   'i-3/4"   minimum  thickness  for  exterior 

d 

ed 
Up. 


door  units  are  soecified,  tne  term  shall  include  doors,  'i-3/4"  minimum  thickness  for  exterio: 
openings  and  1-3/8"  thick  (minimum)  for  interior  openings  all  necessary  hardware,  anc 
preservative  treaiment  for  exterior  units.  Glazing,  screen  and  storm  doors  shall  be  as  specifiec 
in   Work   Write   Up. 


E.  transoms  and  sidelights  shall  be  of  ciear  pine  1-3/8"  thick  giezed  with  single  strength  B  class 
and   shall    match    existing    work    in    design    and   dimension    unless   otnervvise    specified. 

C.  Combination  doors  shall  be  of  clear  pine  1-1/S"  thick  or  of  aluminum  with  interclnangeable 
glazed   and   screen   paneis   as  soecified   in   Work   Write   Up. 

D.  Doors  shall  be  1-3/4"  minimum  thickness  for  exierior  openings  and  1-3/8"  minimum  thickness 
for  interior  or  as  specified  in  Work  Write  Uo.  Woods  shall  be  Philippine  Mahogany,  birch, 
red  oak,  or  No.  1  Ponoerosa  pine  as  specified  in  Work  Write  Up.  Doors  shall  be  of  stock 
sizes  and  design  unless  Work  Write  Up  calles  for  them  to  match  existing  doors  or  openinas. 
Doors  where  required  by  the  Work  Write  Up  shall  be  taken  to  mean  installation  of  jamb, 
casing  (both  sides),  butt  hinges,  lock  set,  and  door;  and  any  reouired  repairs  to  the  adjoining 
surfaces.  All  woodwork  and  repaired  adjoining  surfaces  to  be  finished  as  per  Work  Write  Up. 
Where  one  hour  fire  doors  are  called  for,  solid  wood  fiusn  ooors,  1-3/4"  thick  equipped  with 
self-ciosing   hardware   shall    be   used. 

E.  Where  soecified,  remove  and  replace  exterior  basement  doors  and  frames.  Doors  are  to  be 
m.anufactured  same  as  front  exterior  solid  core  doors  with  self  closino  devices.  Replace  frames 
with  wood  blocking  of  tne  proper  size  and  anchored  to  founcations  in  a  suitable  manner. 
Ali  exterior  lumber  in  contact  with  masonry  or  concrete  is  to  receive  a  pressure  preservation 
treatment  as  here  in  after  specified.  Provide  proper  hardware  for  hingeing  and  locking  these 
doors. 

F.  Ail  interior  and  exterior  doors  shall  be  promptly  and  securely  fined  to  openings.  The  top 
and  bottom  edges  of  all  wood  doors  required  to  be  undercut  shall  receive  painter's  finish  after 
they   have    been    fitted    to    their    openings. 


8.      Porches:   General   Specificati 


on 


A.  Porch  and  railing  posts  shall  be  of  Douglas  fir  of  adeauate  size  to  support  loads  and  shall 
m.otch  existing  work.  Where  posts  are  to  be  exposed,  "construction"  grade  Douglas  fir  shall 
be   used. 

E.       Porch   railings   shall    be   of    Douglas   fir   in  stock  moldings  or  of  design  as  shown  on  drawings. 

C.  Porch   flooring   shall   be   Douglas   fir    "C"    grade  vertical  grain   1x4  S.E.   Fir  unless  otherwise 

specified. 

D.  Exterior  wood  steps  shall  be  Douglas  Fir  "C"  grade  vertical  grain  3/4"  thick.  Rise.'"s  shall  be 
3/4"  thick.  Stair  carriages  shall  be  cut  from  2  x  lO's  three  per  stair,  and  shall  be  supponed 
on   concrete   footinas. 
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icr : 

A.  Just   prior  to   completion   of   all    wori;   under  this    section,    tne   contractor, 
with   the   agent  of   the   boston   Resevelocrrient  Autnority,   shall    ir.soect   all 
portions    of  tne  work   and  shall    r.ar.e   any    reaui  red   adjustr.enis   or 
corrections   to  the  work,    leaving   all    operable  portions   in  perfect 
workina   conditions   and  all   jointing   to   adjacent  materials   finished   and 
tight." 

B.  It   is   the   intent  of  this   section   to   restore,   or  furnish  and  install    trim, 
moldings,    fillers,   blocking   and  other  related  work,   to  produce  as 
finished  and  complete   appearance   to  all   work   of  this  section. 

C.  Careful    consideration   shall    be   given   to   all    drawings   and  specifications  of 
adjoining  work   to  determine  work   and   items   required  by  this  section. 


D.  Plywood  roof  sheathing   shall   be   installed  vrith  the  grain 
of  the  outer  plies  at  right  angels   to  supports.     Joints 
shall   be   located  over  the  center  lines  of  supports.     Panels 
shall   be  fastened  with  8-penny  common  nails  or  6-penny 
annular  ring   or  screw  type  nails  spaced  6  inches  on  centers 

at  supported  edges,   and   12   inches   on   centers  over  intermediate 
bearings. 

E.  Submittals   required  for  quality  assurance  shall   include   the 
following: 

(1)  Certificates  of  compliance  for  grades   and  moisture 
contents   of  linber,  woodwork,   and  plywood. 

(2)  Affidavit,   signed  by  an   official  of  the  preservative 
treatment  company,   statiog- the.  preservative   (s)   used, 
retention,   paintability,   drying   time,   surface  deposit 
and  moisture  content  upon   shipment  from  the  treatment 
pi  ant. 

(3)  Samples   of  the   following   items   in  sizes   and  quantities 
stated: 

^a)     Plywood  -  Two  square   feet.  _    _     - 

(b)  Rough  Hardware  -   One   item   of  each   kind,   except 
nails,   screws,   staples,   tacks   and   the  like,   two  of 
each   kind. 

(c)  Wood  Clapboard,   ten  square   feet. 


SECTION  B   (3)  -246- 

-ROOF  SHINGi.ES 

1.  SCOPE  OF  WORK 

A.  Work  includes:  This  section  includes  shingle  roofing  work 
necessary  to  complete  the  project  as  indicated  and  specified _ 
in  "Description  of  Work". 

B.  Related  work  not  included  in  this  section:  The  following 
items  of  related  work  are  not  included  in  this  section: 

(1)  Sheet  metalwork 

(2)  Built-up  roofing 

(3)  Rough  carpentry  and  framing 

2.  REFERENCED  SPECIFICATIONS  AND  STANDARDS 

A.   The  following  specifications  and  standards  of  the  issues 

listed  below  (including  the  amendments,  addenda  and  errata), 
but  referred  to  thereafter  by  basic  designation  only,  form  a 
part  of  this  specification- to  the  extent  required  by  the 
references  thereto: 

(1)  Federal  Specifications: 

FF-N-1G5B  Nails,  Wire,   Brads   and  Staples 

SS-C-153B  Cement;   Bituminous,   Plastic 

SS-R-630D  (2)  Roofing,   Felt,    (Roll,  Asphalt-Prepared, 

Mineral-Surfaces) 

(2)  American  Society  for  Testing  and  Materials  Specifications: 

D224-68  Specifications  for  Asphalt  Roll 

Roofing  with  Powdered  Talc  or  Mica 

D225-75  Specifications   for  Asphalt-Saturated 

Roofing  Felt  for  Use  in  Waterproofing 
and  in  Constucting  Built-up  Roofs 

3.  GENERAL  REQUIREMENTS 

A.  Delivery  and  storage  of  materials:  Deliver  materials  to 
building  site  in  manufacturer's  unopened  bundles  and  containers 
with  the  manufacturer's  brand  and  name  marked  clearly  thereon. 
Keep  materials  dry,  covered  completely  and  protected  from  the 
weather. 

B.  Surfaces  and  conditions:  Do  not  apply  any  shingle  roofing  on 
surfaces  that  are  unsuitable  and  will  prevent  a  satisfactory 
application. 
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Contractor  shall   ensure   that  roof  deck   is   smooth,   clean,   dry  i. that  loo^e 

knois    cr~    re-cvec   and   knotn:"es    and   cracks    are   Drcoerlv 


sheei  r.eial    .railed  securely   lo   the  sr.eaznirc. 

SAMPLES  a:jd  descriptive  data 


.c^^ec  w 


-  .  c  C -:i  . 


Befcre   delivery  of  any  shir.cie   roofinc  materials    to  buildinc  siie,    s; 
init   the   fcllc.'.inc  sar.ples   for  approval: 

(1)  AsphaU   shingles:      Three  samples   of  each   type. 

(2)  Mineral-surfaced   roofinc,    12   inches   by  width   of  roll:      Thre 

(3)  Asphalt-saturated  felt,    12   inches   by  width  of  roll:      Three  pieces 
(^)  rJeils    and   fasteners:      Three  of  each   ty-e   and  size. 

(5)     Sr.ootn-surfaced   roof   roofinc,    12    inches   by  width  cf  roll:      Three 
pieces.  '     . 


r.'  •"  T  c  D "  '■■  I  <: 


Gi 


AsphaU   shingle   roofing  n-.aieriais:      [-aiericls    shall    ccnfonr^  tc   tne   follcw 
ing  specifications   and   requi  rer.ents  : 

(1)  Mineral -surfaced  asphalt   strip  shingles:      Provide   scuare   butt  stvle 
shingles,    thick  butt  type.      Shingles   shall    be   three   or  four  tab  ' 
tyoe,    12   X  36   inches,    exceot   for  ridges.      All    shingles   shell    be 
self-sealing   type,  with  a  factory  applied  adhesive   for  seal  ing  end  s- 
weigh  cpproximately  325  lbs.  per  square .     Shingles  shell   ,-neet  Ur.derwrffers' 
Lcborarcries,  Inc.  requirerr.ents  for  Class  C  V/Ind-Resistcnr  Shingles.     Lcbel  cf 
UnderATi^ters'  Laborcforles,   Inc.  will   be  cccepred  cs  evidence  or  conformity  io 
this  recjirement.     in  lieu  of  this  lcbel,   a  test  report  from  c  ncrlcnally  reccanlzec 
end  cdequctely  equipped  laboratory,   ccr::pe:ent  tc  perform  such  services,   cerrlf)- 
that  the  shingles  hove  been  tested  end  the  tested  shlr^cles  conform  to  the'stcnder'd 
of  the  Under%vrlrers'  Lcbcrcrcrles,   Inc.,   may  be  submitted.    Colors  of  shingles  v/i 
be  selected  from  the  mcnufccturer's  standard  color  renges  by  the  Aurhorityl 

(2)  Mineral-surfaced  asohalt    roll    roofinc  shall   conform  to   Federal    Speci- 
fication SS-R-630,     Class   2. 

(3)  Smooth-surface   asphalt  roll    roofing   shall    conform   to  ASTM   0224,   55   lb. 
grade. 

(4)  Asphalt-saturated   felt  shall    conform   to  ASTM  D226,    15   lb.    type. 

(5)  Nails    for  Applying   Shingles    and  Asphalt-Saturated   Felt:      .'-iails    for 
shingles   shall   be   hot-dipced  galvanized  steel    or  aluminum  with 
sharp   points   and  flat  heads    3/3   inch    tc   7/16   inch   in   diameter.      Sieel 
nails    shall   have   annular  threads;    aluminum  nails   shall    have   screw 
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threads;   nail    shanks  shall   be  at   least  0.105   inch   and  not  n-ors 
than  0.135   in  outside   diauieter.      flails   for  fastening  asphalt- 
saturated  felt  shall    conform  tc  Federal   Specification   FF--I-1C5, 
Table  XXIa,   Type   II,   Style  20. 

(6)     Plastic  bituminous   cement  shall    conform  to   Federal   Speciffca- 
tion  SS-C-153,   Type   I. 

6.     APPLICATION 

A.  Application  of  asphalt  shingle   roofing:      Apply  an   underlayment  of  as- 
phalt-saturated felt  specified  hereinbefore,   over  the  roof  sheathing. 
Lay  felt  parallel   to  eaves  with  2   inch  head  laps   and  4   inch  end   laps. 
'Jail    felts   sufficiently  along  edges   to  hold  them   in  place  until 
shingles   are   applied.     Apply  starter  strip   to  eaves.      Starter  strips 
shall    consist  of  one  layer  of  strip  shingles    laid  with   cutouts    reversed. 
Project  strip  3/4  inch  beyond  eave   line   to  form  a  drip.      Fasten   strip 

in  place  with  one  row  of  nails   1-1/2   inches   above   lo'.ver  edge   and 
spaced  3  inches  on  centers.      Lay  first  course  of  shingles   directly  on 
top  of  starter  strip,   flush  with  drip  edge.     Align  strip  properly, 
centering  cutouts   on  starter  strip   tabs.     Nail    each  shingle   from  the 
end  adjoining  previously  applied  shingle,    1/2   inch   to  5/8   inch  above 
each  cutout  and   1/2   inch   from  each  edge  of  shingle.      Provide   5   inch 
exposure  and  at   least  2   inch  headlap.      In  addition   to  nailing   speci- 
fied,  press   each   tab  firmly   in  place   into  the   factory-applied  sealant 
over  its   entire  area. 

B.  Ridges:      Form  ridges  with  9   inch  by   12   inch   individual   shingles,   or  12 
inch  by   12   inch  shingles   cut   from  12   inch  by  36   inch  strip  shingles. 
Bend  shingles   lengthwise  down   the  center  v/ith  equal   exposure  on  each 
side  of  ridge.      Lap  shingles   to  provide  not  more  than  5   inch  exposure 
from  butt,   and  nail    in  unexposed  area   5-1/2   inches   from  the  butt  and 

1    inch  vertically  from  the  edge. 

1.      WARPJaNTY 

A.  The  Contractor  shall  furnish  a  shingle  manufacturer's  warranty  for 

self-sealing  shingles.  The  warranty  shall  cover  a  period  of  twenty  years 
from  date  of  shingle  installation.  Repair  and  replacement  of  defective 
work  shall  be  done  without  cost  to  the  Authority. 
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SECTION  B    (4) 

MASONRY 

1.  GENERAL: 

The  masonry  work  shall  include  the  furnishing  of  all  labor,  materials, 
services,  equipment,  and  appliances  to  complete  the  masonry  work. 

2.  Handl ing  and  Storage 

a.  All  mortar  materials  shall  be  stored  under  cover  in  a  dry  place. 

b.  All  masonry  units  shall  be  carefully  handled  and  stored  to 
prevent  chipping,  breakage  and  contact. with  the  ground. 

c.  Materials  shall  be  protected  with  suitable  clean  waterproof 
covers  and  stored  on  plank  platforms. 

3.  Materials 


a.  Special  units  shall  be  provided  as  necessary.  Units  shall  be 
aged  at  least  28  days  before  being  used  in  the  work. 

b.  Clay  Brick.  Face  brick  shall  match  existing  in  dimensions  and 
shall  conform  to  the  requirements  of  ASTM  Designation  C216-75a, 
Standard  Specifications  for  Facing  Brick  (made  from  clay  or  shale). 
Grade  SW,  Type  FBX  or  FBS,  as  selected  by  the  Authority;  and  bricks 
shall  not,  after  being  thoroughly  dried  and  then  immersed  in  water 
for  24  hours,  absorb  more  than  8  percent  of  their  weight. 

Slight  variations  and  irregularities  that  are  incidental  to  the 
process  of  manufacture  will  be  permissible;  but  defects  such  as  cracks, 
warpage,  stones  and  spalls  due  to  handling  shall  be  cause  for  rejection 
if  such  defects  will  be  visible  when  laid  in  an  exposed  wall  or  if, 
in  the  opinion  of  the  Authority,  such  defects  would  affect  the  strength 
or  serviceability  of  the  brickwork. 

c.  Cement  for  mortar  shall  be  Type  II  Portland  cement  conforming 
to  ASTM  Specification  CI 50- 76a. 

d.  Hydrated  Lime  shall  be  Type  S  conforming  to  ASTM  Specification 
C207-76. 

e.  Sand  shall  be  clean,  sharp,  masons  sand  conforming  to  ASTM 
Specification  144-76. 

f.  Water  shall  be  clean  and  free  from  oils,  acids,  alkalies  and 
injurious  quantities  of  vegetable  matter  or  other  impurities. 
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Joint  Reinforcing  shall    be  truss  type,   2  inches   less   than  the  thick- 
ness of  the  wall    and  shall    be   "Bok-Trus",   9  gauge  mill   galvanized 
steel    (Class  3)   as  manufactured  by  A. A.   Wire  Products   Company, 
Dur-0-Wall,   or  approved  equal. 

Mortar  Admixture  for  exterior  masonry  shall    be   "Omicron"   as 
manufactured  by  the  Master  Builder  Company. 

Masonry  Anchors  Anchors   sJiall   be  Hahmann-Barnard  Corrugated 

Wall   Tie  #  Cwt.    7/8"   x   7"  Galvanized  Steel   #   18  Gauge,   Power  Driven. 


4.         Mortar 


a.  Masonry  Mortar  shall    be  Type  S  conforming   to  ASTM  Designation 
C270-73,   proportion  specification. 

b.  Brands   of  cementitious  materials  and  the  source  of  supply  of  sand 
shall    remain   the  same  throughout  the  entire  job. 

c.  Mortar  shall   be  freshly  mixed.     No   retempering  will    be  allowed. 
The  ingredients   for  each  batch  shall    be  accurately  measured  and 
combined   in  the  proportions  specified;   all   parts  being  measured 
by  volume.   Mortar  shall   be  mixed  in  a  batch  mixer  or  by  hand  and 
shall   be  of  uniform  color  (as   approved  by  the  Authority)   and 
consistency.     Mixer  drums   shall    be  entirely  emptied  of  a  batch 
before  succeeding  batch   is   started. 

d.  Mortar  for  masonry  exposed  to  weather  shall   contain  a  water- 
reducing  plasticizing   admixture   (Omicron).     Admixture  to  be  used 
in  strict  accordance  with  the  manufacturer's  printed  instruction. 

General    Requirements 

a.  Protection 

1.  At  the  end  of  each  day  or  shutdown  period,  the  top  of  partially 
completed  walls  exposed  to  the  elements  shall  be  kept  dry  by 
covering  with  a  waterproof  material  extending  at  least  2  feet  down 
each  side  of  the  wall  and  secured  in  place. 

2.  No  masonry  shall  be  laid  when  the  temperature  is  below  40  degrees  F. 
unless  suitable  means  are  provided  to  heat  the  masonry  materials 
and  protect  the  completed  work  from  freezing.   If  heating  is 
required,  the  method  and  length  of  time  shall  be  in  accord  with 
good  established  practice. 

b.  Built-in-Work 

Supply  and  install  joint  reinforcing  for  brick  veneer,  concrete 
masonry  unit  wal 1 . 

c.  Cutting  And  Patching 

Form  necessary  chases   and  do  all   cutting   and  patching   in  masonry 
as   required  leaving   all    repair  work   in  a  first-class   condition. 
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d.  Joining  Of  Work 

Where  fresh  masonry  joins  masonry  that  is  partially  set  or  totally 
set,  the  exposed  surface  of  the  set  masonry  shall  be  cleaned, 
roughened  and  lightly  wetted  so  as  to  obtain  the  best  possible  bond 
with  the  new  work.  All  loose  materials  shall  be  removed,  and 
repointed  with  new  mortar. 

e.  Grades  And  Lines 

All  masonry  shall  be  laid  plumb,  level,  and  to  line.  Vertical 
joints  shall  be  in  line  and  of  uniform  thickness. 

f.  Scaffolding 

Provide  and  erect  safe  and  adequate  scaffolding   to  complete 
all   work  and  remove  upon  completion. 

g.  Jointing 

1.  When  the  mortar  has  become  thumbprint  hard,  all  exposed  joints 
shall  be  tooled  with  a  round  of  another  approved  jointer.  The 
jointer  shall  be  slightly  larger  than  the  width  of  the  mortar 
joint  so  that  a  complete  contact  is  made  along  the  edges  of  the 
units,  compressing  and  sealing  the  surface  of  the  joint. 

2.  Joints  is  unexposed  spaces  shall  be  struck  flush,  leaving 
no  excess  mortar. 

3.  Completely  fill  with  mortar  the  space  between  new  brick  veneer 
and  the  concrete  masonry  unit  back-up  wall. 

Pointing  And  Cleaning 

1.  At  the  completion  of  the  work,  all  holes  or  defective  joints 
in  exposed  masonry  shall  be  pointed  out  and,  where  necessary, 
defective  joints  shall  be  cut  out  and  repointed. 

2.  Exposed  masonry  shall  be  protected  against  staining  from  wall 
covering  and  other  sources  and  excess  mortar  shall  be  removed 
from  the  surface  as  work  progresses. 

3.  At  the  completion  of  the  work,  all  exposed  masonry  shall  be 
throughly  cleaned. 

6.    Workmanship 

a.  Setting  Blocks  And  Bricks 

Lay  brick  and  block  units  in  full  beds  of  mortar,  plumb,  level  and 
true  to  line,  in  running  bond  and  properly  jointed  with  other 
connecting  work. 
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b.  Reinforcing 

1.  Joint  reinforcing  shall  be  placed  in  the  second  bed  joints 
of  concrete  masonry  units  and  in  every   second  horizontal 
joint  (16  inches  on  centers)  thereafter. 

2.  Joint  reinforcing  shall  be  lapped  sufficiently  at  splices 
(16  inches  minimum)  to  ensure  continuity. 

c.  Cutting 

All  cutting  of  masonry  shall  be  done  with  a  carborundum  saw. 

SECTION   B  (5) 

REPOINTING  OF  EXISTING  BRICK  MASONRY: 

1.    General 


a.  Repoint  all  defective  brick  masonry  joints  of  the  existing 
foundation  wall  brickwork, -and  stone  work. 

b.  Defective  mortar  joints  above  specified  are  mortar  joints  in 
which  the  mortar  is  loose,  missing,  eroded,  or  powdered,  broken 
hollow,  unsound,  or  soft.  Joints  with  fine  hair  lines  and  fine 
shrinkage  cracks  that  are  otherwisw  sound,  full,  and  solid,  will 
not  be  considered  as  defective,  unless  the  defect  is  such  as  to 
permit  the  entrance  of  moisture. 

Materials 

a.  Portland  cement  shall  comply  with  ASTM  Specification  C150-76a. 

b.  Sand  shall  conform  to  ASTM-C33-74a,  except  that  all  shall  pass  a 
No.  8  sieve,  not  less  than  5  percent  shall  be  retained  on  a  No.  16 
sieve,  and  not  less  than  97  percent  shall  be  retained  on  a  No.  100 
sieve. 

c.  Pointing  mortar  for  masonry  shall  be  composed  of  one  part  Portland 
Cement,  three  parts  sand,  and  not  more  than  one-fifth  part  lime 
putty.  Mix  mortar  only  in  such  quantities  as  needed  for  immediate 
use;  no  mortar  in  which  initial  set  shall  have  commenced.  Color 
mortar  to  match  the  present  sound  joints. 

d.  Pigments  for  coloring  mortar,  if  required,  shall  be  limeproof  mineral 
oxides  of  the  best  quality  and  high  purity,  finely  ground  and 
specially  prepared  for  such  use.  They  shall  be  accurately  measured 

and  thoroughly  mixed  with  each  batch  to  produce  a  uniform  color  throughout 
the  work  and  shall  be  used  only  in  such  quantity  as  will  give  the 
desired  color  tone  when  the  mortar  is  dry. 

Workmanship 

a.  Carefully  examine  all  joints  and  beds  in  the  masonry  specified 

to  be  treated;  where  defective,  rake  out  joint  at  least  1/2  inch  deep 

and  as  much  as  may  be  necessary  to  remove  all  loose  and  unsound  mortar, 

using  care  not  to  damage  the  edges  of  the  masonry  and  then  brush  joints 
clean. 
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3.    Workmanship  (Con't) 


c.  Pointing  shall  not  be  done  when  freezing  weather  or  rain  is 
to  be  expected. 

d.  Take  precaution  against  dropping  or  smearing  pointing  material. 
If  pointing  material  should  be  smeared  on  the  face  of  the 
masonry,  glass,  or  any  other  part  of  the  building,  immediately 
clean  off;  in  the  completed  work,  leave  no  pointing  material 
beyond  the  lines  of  the  joints.  Ensure  thorough  and  neat  work. 
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SECTION         B   (6) 
PAINTING 

1.  MATERIALS  and  SCOPE  OF  WORK: 

A.  All    labor,  materials,  equipment  and  services   necessary  or  incidental 
■to  completing   all    painting,   are  to  be  completed  as   shown  or  implied 
on  plans   and  specifications. 

B.  All   materials  used  shall    be  the  product  of  recognized  manufacturers. 

C.  All    paint  and  other  finishing  materials   shall    be  of  good  quality 
and  as  manufactured  by  Martin-Senour,   Pittsburg  Plate  Glass,   Dupont, 
Sherman-Williams,   Benjamin  Moore,   or  approved  equal. 

D.  All  materials   shall   be  delivered  to  the  building   in  unopened  original 
containers  bearing   the  manufacturer's   labels. 

E.  All   materials  are  to  be  used  as   specified  by  the  manufacturer's   label 
di  recti ons. 

F.  Before  proceeding  with  painting,   color  samples   shall   be  shown  to 
the  Boston   Redevelopment  Authority  Urban  Design  Department  for  their 
approval . 

2.  PROTECTION: 

A.  Furnish  and  lay  drop  cloths  at  all  areas  where  painting  and  finishing 
is  being  done. 

B.  Paint  shall  be  mixed  in  suitable  containers  and  all  necessary 
precautions  shall  be  taken  to  prevent  fire. 

3.  WORKMANSHIP: 

A.  Exterior  painting  shall  not  be  done  in  rainy,  damp,  or  frosty  weather 
or  until  the  surface  has  thoroughly  dried  from  the  effects  of  such 
weather. 

B.  Finished  work  shall  be  uniform,  of  approved,  color,  smooth,  and  free 
from  runs,  sags,  defective  brushing  and  rolling.  Edges  of  paint 
adjoining  other  materials  or  colors  shall  be  sharp  and  clean. 

C.  Paint  application  shall  consists  of  two  coats  (minimum)  on  old  work; 
three  coats  on  new,  to  all  surfaces  and  visible  edges.  The  top  and 
bottom  edges  of  new  doors  shall  be  covered  with  a  minimum  of  one  coat. 

4.  SURFACE  PREPARATION: 

A.  Exterior  wood  shall  be  free  of  dirt  and  loose  or  peeling  paint.  Knots 
and  sap  streaks  shall  be  covered  with  a  thin  coat  of  shellac.  Nail  holes 
and  cracks  shall  be  filled  with  putty  after  undercoat  has  been  applied. 
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4.  SURFACE  PREPARATION:    (CON'T) 

B.  Exterior  Masonry  shall    be  free  of  oil,  grease,   loose  or  peeling 
paint  or  other  foreign  matter.     Defective  or  improper  previous 
coatings  must  be  removed  by  scraping.     Surfaces   previously 
painted  with  water  emulsion,   or  water-thinned  finishes   should  be 
throughly  wire  brushed.     Masonry  cracks  shall    be  cleaned  out  and 
patched  with  mortar  similar  to  the  original   surface  and 
uniformly  textured. 

C.  Efflorescense  shall   be  removed  by  scrubbing   affected  surfaces  with 

a  solution  of  muriatic  acid,   and  rinsed  with  clear  water  and  allowed 
to  dry  thoroughly. 

D.  Metal   surfaces  shall    be  absolutely  clean  and  dry,   free  from  wax, 
oil,  grease,   or  dried  soap  films.     Metal   surfaces   shall   be  thoroughly 
cleaned  with  sandpaper  or  steel   wool   and  thinner. 

E.  Plaster,  Wallboard,  Wood,   and  Masonry:     All   oil,   grease,   or  loose 
foreign  matter  shall    be   removed.      Cracks   and  open  joints  shall    be 
cut  out  and  properly  filled.     All   glossy  surfaces   shall    be  washed 
with  a  milk  alkaline  solution  and  rinsed  thoroughly.     All   loose, 
blistered,  or  otherwise  defective  paint  shall   be   removed  and  edges 
sanded  smooth.     Putty  or  spackle  all    nail    holes,   cracks,   and  other 
defects   after  prime  coat  has   dried. 

5.  COMPLETION: 

A.  At  the  completion  of  the  work,  all  paint  spots,  and  oil  or  grease 
stains  shall  be  removed  from  floors,  walls,  windows,  and  equipment, 
leaving  their  finishes  in  a  satisfactory  condition. 

B.  Contractor  shall  repaint  or  retouch  any  areas  which  have  been 
damaged  during  construction  work  or  do  not  comply  with  the 
requirements  of  the  specifications. 
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